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File  1 

The  Honorable 

The  Board  of  Supervisors 

City  4  County  of  San  Francisco 

City  Hall 

San  Francisco  2 

Oentlemen: 


April  18,  19^7 


Referring  to  toy  letter  of  April  7  dealing  with  the 
fltatter  of  bond  issues,  as  well  as  the  broadening  of  the  tax 
baae  — 

For  your  information,  I  am  enclosing  copies  of  my 
letters  of  even  date  addressed  to  the  heads  of  the  following 
boards  and  commissions: 

/  Park  Comnlssion 

Recreation  Ccramission 
V  Police  Commission 
V^Fire  Commission 
/yPublic  Library  Commission 

/public  Utilities  Commission 

/Board  of  Education 


Officer. 


Also,  to  Mr.  T,  A.  Brooks,  Chief  Administrative 


You  will  note  these  letters  are  alike  in  that  I  am 
requesting  each  board  and  commission  to  confer  with  the  City 
Plauining  Commission  in  order  that  I  may  be  able  to  transmit 
to  you  recom;nendations  brought  up  to  date  with  respect  to 
capital  expenditures  desired  or  needed  by  the  various  boards 
and  commissions,  as  well  as  by  the  Chief  Administrative  Officer. 


Sincere 


RDL 
d 


Roger  D.  Lapham 
Mayor 


April  IP  19 A7 


"MAYOR   

Exec>  Secty* 


Conf ».  Seciy. 


Adra,  Asst 
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"OfT 


Mr.  Thomas  A.  Brooks, 

Chief  Administrative  Officer, 

City  i*nd  *-ounx,y  of  S^n  Fr  .aci&co. 

City  Hull, 

Sub  Ffuncisco  2. 


Dear  Mr.  Brookes 


lou  will  rec'-ll  a  neetinp  in  my  office  on  April  second, 
when  1  conferred  with  you  and  represent/! tives  of  Tarious  com- 
■issi(Mis  .nd  departments,  to  get  your  assist^ince  in  arrlYinf  at 
recon!ncnd;^tion5  to  Lhe  Botrd  of  Supervisors,  regMrdiu^  the  su>- 
■ission  next  November  of  bond  issues  for  needed  public  improve- 
ments.   I  enclose  i  copy  of  my  April  seventh  letter  to  the  Board 
of  Supervisors,  tolling  thp    of  t)>c  ce*: tin^,: . 

It  was  vtgreed  at  this  aeetini-  UitL  a  secono  look  should  be 
taken  at  the  public  iraproverienis  pro^'rsimf-  of  '.-he  dep«'irta<*nts  re- 
presented becKuse  of  changed  conditions,  jncrCiSed  costs,  and  be-  \ 
c^iusc  it  wte  felt      folly  up  to  d:-tp  -nd  coordi-^w  ted  progTiia  should 
be  submitted  to  the  Board. 


As  -  member  of  the  Mayor's  Administrative  Tr?;nsport  rion  Planning| 
Council,  you  are  awtre  tn  t  I  h<-,ve  recommended  lo    he  Supervisors,  j 
bonn  issue  of  f29»^50,0OO  for  major  thorou~hf:ires,  street  deSfelopaents^ 
etc.    lou  Lire  ulso  :iware  of  tne  report  submitted  to  me  on  Aup'ast  20 
by  the  Citizens  Post  ^'i^r  Plnnninr  Conunittlt^,  chairE.r.ned  by  Sir.  Adrien  J. 
I^lk;,  in  which  expenditures  other  than  the  li'9,2'50,000  wpre  recoau^ended  ^ 
to  be  epeni  over  a  period  of  yeirs  —  finonce^ljp'artially  by  the  tax  rite 
and  pferti.illy  by  bond  issueo  Or  b;.'  funds  raised  through  other  r;oiarces  of/j,  ii\ 
revenue.    This  included  |6,A09,000  for  a  Civil  Courts  Building,  as  well  f  \\ 
as  other  ^tens.  i 

I  nun  aaking  other  caamissions  and  dep?irtments  to  cor.fer  with  the    |  1'^ 
City  planning  Commission  'tnd  its  staff,  to    ssit  t  me  in  gathering  more  /up  1 
to  date  infom  tion,  nrri-neeo  on  a  priority  basis  by  the  departments  c<^n-  \ 
cemed,  in  order  th.-t  I  mey  be  prepa  red  to  submit  a  fully  coordir.jited|/  / 
up  to  date  public  improvement  program. 


Mr.  Thomas  A,  Brooks 

Chief  Adninistr.tive  Officer 


Apiil  18  19-C7 


I  would  appreciate  it  if  you  ^na  your  depar.ziient  he^^.ds 
woula  confer  with  the  City  Planning  Cor.imis?i-.n  and  its  staff, 
if  you  conteaplate  &  dapital  expenditure  progr      ot  er  than  the 
$29, i:; 50,000,  which  nili  require  a  bona  issue  or  financing  through 
new  sources  of  reYenue. 

I  aa  enciosinf  extra  copies  of  this  letter  .:nd  encloeiares, 
as  wel^3.s  copies  of  ay  r^pril  tenth  letter  to  the  Board  of  :"upervi; 
ors  oe  li  g  wit:  new  sources  of  revf=^nue. 


Asking  your  cooper^  tion,  i  rera^in 

Sincerllv,^^ 


Enclosures 


RDL: 
U 
I 


Roger  PhtUB 
Kfivor . 
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April  18,  i%7 


Mr*  J.  Resley  tioweli 
Frdsiudut,  Fuiico  (Joonisaion 
City  aita  Oouuty  ol"  i^an  iritnciaco 

Sttn  Jr'runcisco  11,  Calif orziiu 

UmuT  lir,  ho»^el^: 

Xou  mixj,  r-t'Lii.  1 1  youi'  xt»i  c^e  oii  ^ipril  second,  toi^euior 

Bou^iC  your  aUTice  to  t^asist  ue  in  cajcing  recoxaaexidbtions  to  the  board 
of  oupervJ        ,  for  auuuission  at  txiu  November  olection,  of  bond  issues 
for  needtiu  ^....^xc  iaproveiaents.    1  enclose  co^^y  of  ay  letter  of  April 
MTunUi  to  Um  •^supervisors,  reporting,  this  aeciting* 

It  was  A^eod  ut  the  iipril  second  meeting  that  a  new  look  atioula  be 
tbk«D  at  tne  public  ioj^roveut^nt  prot^raas  of  the  depcirtments  represented, 
because  of  chuni^ed  conaitiuns  and  because  it  «as  felt  tiiat  a  fully  co- 
ordinated uuu  up-to-date  ]>rot>raja  srioulu  bi,  subiuitted  to  trie  Board  of 
Supervisors. 

Ihe  Citizens*  Post  liar  Planning  Coouittee,  chaimumned  by  Mr»  Adri^ 
FkLLk,  subsdtteu  to  ae  on  August  kO,  194^>  certain  recoQaaeuoaticns.  Incluued, 
MS  Um  t.         -1  of  thc.t  torooittee,  of  expenditure  of  %3fl^fOOO  for  the 
Police  iki^.  -  -  .-nt  over  u  ptsriou  of  years  —  $6^7,000  to  come  from  the  tax 
rate  and  iik,4^^,0o0  to  be  financed  by  bond  issues  or  funus  derived  from 
other  sources. 

Costs  have  i^one  up  since  anu  pernaps  soae  uoaifxcations  in  the  plana 
of  t«o  years  a^^o  are  uesired.  Xhei'efore  1  tUL.  asking  the  City  Planning  Coo- 
Bission  to  assist  ae  in  ^athcrin^  oore  u^to-oate  d<:i,ta,  arrangeu  on  a  pri- 
ority buois  by  the  aepax't&eiits. 

I  aa  forwarding  a  copy  of  tiiis  letter  to  Commissioners  Turkington  and 
Mills,  as  welo.  as  to  Chief  i^uLLea;  and  I  ask  your  Co{&iais;iion  and  staff  to 
be  prepai'eu  to  sit  down  wiui  the  City  Planning  Coiiuoissiun  and  its  staff  to 
assist  lii  developing  u  fully  c'oordinatea,  up-tO'-date  pubxic  improvejaeut 
prolan  wiiich  I,  in  bum,  can  be  prepaivu  to  transoit.  to  the  bourd  of 
Supervisors. 


Mr.  J.  Medley  HomoU 
Prddidatit,  Polica  Cooiulaaion 


April  18,  1947 


Mmy  I  ask  tba  full  coopciration  of  your  Coicmission  In  pushing 
tola  uiktlMC  to  a  couulusion. 

^'urUitfT,  Tor  your  iiirorutatiun,  I  tax  enclosing  copy  of  ay  April 
WQth  luttur  to  Uiti  bo&ra  of  •^Supervisors  in  connection  with  nen 
aources  of  rovunue. 


Aadosures 

cct    Boara  of  ouperrisors 
Jlr«  sjdwoxa  V.  Mi  11  a 
Hr.  iularard  L.  Xuikin^ton 
Charles  M.  xAillec 
Jtr*  Hairy  oosa 
City  Pltoining  Coiai:d8iJion  (6) 


Sincerely 


U 
■ 


iioger  D«  Ijflphrtm 
Mayor 


•ru„ 
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MAYOR 

F.xec,  Secty,, 

Cohf.  Secty. 

Adra.  Asst.  . 
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H.W.. 

S.Q. 

Pile 

April  18  19^7 


Mr.  John  Cuddy, 

President,  Public  Libr  ry  Comniysion, 
City  -nd  County  of  San  Fr-ncisco, 
5?/*  Post  i:treet, 
S&n  Ft  ncieco    7  . 

Dear  Mr.  Cuddy: 

Tou  were  present  at  a  meeting  on  April  second  in  sy  office,  where 
I  net  with  you  <  nd  representatives  of  other  dep-rt.-»:ent8  to  ge  their 
▼lews  before  arrivinf;  -t  a  be  sis  for  a  recorjaend  tion  lo  t-he  Board  of 
Supervisors,  for  needed  public  improvements,  in  cor.nection  with  the  sub- 
Bssion  of  bond  -ssues  to  the  people    t  the  Novemter  elect  one.  I  enclose 
'i  copy  of  ay  April  seventh  let  t^  r  to  the  Board  of  Supervisors  telling  iheir 
of  this  meeting. 

It  whs  agreed  on  -^pril  second  th  -t  r  second  look  should  be  taker,  at 
the  public  icprovecient  profTim  of  the  departnents  represented,  beci-use  of 
chinged  conditions  and  because  it  wes  felt  we  should  be  I'eedy  to  subait  a 
fully  coordinated  up  to  dc:te  public -Tprove.nent  progr-iri  to  the  Board  of  Su- 
pervisors. 

You  will  remeinber  tt.^t  the  Citizens  Post  T;ar  Plj-nnini.-  CariHiittoe,  chf^lr- 
Bttnned  by  Mr.  idrien  J.  F^-lk,  subnitted  to  ae  on  Auf^ast  ,0,  19/»5>  a  report  in 
which  was  included  u  recoiamendution  that  i  total  of  |l,206,??OO  be  spent  over 
peri-^d  of  yet^rs,  for  the  needs  of  the  Public  Librir;/  Tep- rtcent.  Of  this, 
$501,300  w-is  to  coae  from  the  U.x  rute,  vhile  $705,000  wus  to  co::,e  froE  bond 
issues  or  funds  derived  fro:i  other  sources  yet  to  be  developed. 

We  know  th^it  costs  have  gone  up  since  -no  that  your  prograa  may  be  sub- 
ject to  other  modificutiona.    Tnerefore  I  i.ai  asking  the  City  Planning  CoBmis- 
sion    nd  its  stii-ff  to    ss'st  ne  in  gathering'  more  rf^cent  informs tion,  fcr  sub- 
■ission  to  t  he  Board  of  Sur'^rv l  sors . 

I  '_m  sending  •-<  copy  oi  Lhis  letter  to  dl  Publi    Libr  ry  Co.r^sDissiorere , 
as  well  js  tc  !lr.  Lawrence  J.  Clurke,  Librcirifjn.    I  would  like  your  Comaiseion 
and  yo.r  staff  to  confer  with  the  Cit^  Plsinninf-  Coisaission  and  its  staff,  in 
order  that  a  more  up  to  date  d  ta,  arranged  ona  priority  basis  by  .he  depart- 


Mr.  John  Cuddy 

Presicent,  Lirrary  ComnisEion       2.  April  IS  i9/.7 


mentB  muj  be  prepar^i  so  that  I,  in  turn,  can  prepare  a  fully 
coordinated  public  piproveiLents  profTaH!  for  suVmission  to  the 
Board  of  Supervisors. 

I  ta  enclosing  also  ^  copy  of  my  April  tenth  letter  to  Sne 
Board  of  Superviaor3,  ae -ling  with  i-he  -.iatter  of  ne^  sojrce?-  of 
rerenue . 


Enclosures  !&yor 

BEL: 
H 
t 


cc:  Bosrd  of  Supervisors 
Mr.  Joseph  P.  Bi^iley 
Ifv,  John  R.  Graves 
Mr.  George  F.  KoEper 
Miss  EUt?enie  LaCosts 
Krs.  Alfred  McL=iUghlin 
Mrs.  J.  Henry  ILdhr 
Mr.  '^ichr.rd  M.  Oddie 
Ir.  Jerome  Po-itzer 
nr.  Mat  Schmulowitz 
Mr.  Fr;nk  C.  Sh^ughnessy 
Mr.  Lawrence  J.  Clarke 
Mr.  Harry  Ro£f 

City  Planning  Cosimission  (6) 
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llr.  kursh&il  £111,  Prtiaidtint 
J^ibuiic  Utilitla3  wuzaoission 
24  Dluxome  -Jtreut 

ten  fr«aicisco  7,  C&lXforziiii  * 

iMar  Mr.  Ulilt 

Xou  will  recall  aeetiii^  la  my  office  April  2  ^heo  I 
ooal'errud  aiitii  you  uuu  repreniXxt^tlvaB  ox  oUier  d&pcjctiaeiits  to 
get  your  ussistacce  in  axiiviu^  ut  recoiaaeQdatiuiiS  to  the  iBo&rd 
of  *Ait)urTi3ors  rbgta^diut^  bono  issues  uoxt  tioveiubta'  x'or  needed 
public  improvai&eQts.    I  ejQclose  u  coyy  of  my  ^pril  7  lettur  to 
Hon  fiouxd  reijaraiiib  this  aeeting. 

It  voa  aj^eod  on  April  2  tnat  Uie  oepurtmenta  should 
review  their  coutempl&ted  public  iciprov&Qcnt  proi^r&i&s,  beci>.use 
of  Cik^ged  CijjaditiuiiS  ioid  iiicreuseu  costs,  txna  b&cuuae  it  was 
felt  tuut  o  full,  up-to<-uute  oxid  cooi'uiiiated  ^'Oi^rua  sliould  be 
subcdttod  to  the  supervlaors. 

As  ch&in&au  of  the  Mayor's  Ad&iiiistrative  Transporta-> 
tion  Plaiiimi^  Council,  you  ure  umtare  Umt  I  have  recoocended  to 
tbm  superrisors  u  bouu  i^isue  pro^aiu  iiicxuuiug  ^^0,000, 000  for 
Bodemiaation  ana  rehabiliU.tiou  of  Ui&  Municiptil  hailw&y, 
|2,2u0,0U0  to  retire  the  debt  to  the  Market  Street  itailMfc^y,  eoid 
an  uuount  to  be  detaruiued  for  the  purcii<:.se  of  Uie  Calif oruia 
iJtreot  Cable  xkuJa^oaC  Company,  ajaong  oUier  items,    lou  also  are 
aware  of  Uie  report  subiuitted  to  xae  Augiist  «iQ,  194^,  by  Uie  Citi- 
aena*  Postwar  Planning  CoBuaittee,  ciiaxnaanued  by  Mr.  Adrien  J. 
Ikllc,  in  which  yariouia  axpendi tvires  affecting  public  utilities 
were  recoouaended.    Ke  already  have  obtained  the  voters*  approval 
of  th«  airport  bonds,  but  there  are  oth^  outstanding  soatters 
still  reciuirin^  action,  such  as  $9,962,000  for  the  Water  Depart-* 
■eut  Supply  and  i4.stribution  Systeis  —  all  of  wiiich  was  to  be 
financed  thi-ough  deparUuent  revenues  —  another  itesa  of  #4,309,300, 
all  fron  Uie  tax  rate,  for  street  lighting  and  some  other  iteas  for 
other  departments  in  wnich  -sosie  of  your  bureaus  slight  also  be  inter- 
ested —  and  I  realize  data  prepared  alatost  t»o  yeai's  ago  is  subject 
to  cliango  and  uouification. 


Mr.  UttrsA&ll  01  n ,  Preaidcsnt 
Public  Utixitiua  Commlasion 


April J8,  19^7 
Page  2 


I  &a  &3king  various  departciants  to  confer  with  the 
City  Planning  Ooiuaissiou  and  its  staiT  so  t^u^t  loore  up->to-Ki&te 
ixifonaationy  arraxiged  on  tx  pi'iority  basis  by  the  Uepartmeuts 
concBrneciy  may  be  submitt&d  to  a&  for  recosuiiendatiou  to  the 
Board  of  •^pervisoi  s. 

I  would  appreciate  it  if  you  and  Ur«  Turner  and  his 
daporttaent  heads  vould  confer  with  tne  Planning  Coimnission  and 
its  staff  in  oraer  that  tnis  work  oay  be  expedited. 

I  olSl  enclosing  extra^Siopies  of  this  letter  and  en- 
olosuros,  as  well  as  copies  of  my  i^ril  10  letter  to  the  Board 
of  •jupcM'Visors,  dealiji:ii^  witii  new  sources  of  revenue* 

jiOJ6.xuf^  >uux-  coupurutJLou,  I  reoain 

Sincerely, 


cio^kic^,  Laphaa 
Uayor 

cci    iioaru  of  '^punrisors 
Lloyd  S.  iiciceimm 
uuiiel  F,  y&l  Carlo 
■aahint^tou  I.  Kohnke 
Thonas  G.  Plant 
J*  H.  Turner 

City  Planning  Cou£dssion  (Gcopies) 
Harry  D.  Koss 


MA.YOR 
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■r.  M.  S.  Ovyang, 

Pre  8  id  en  t,  Recreation  Comaiardon, 

City  -^nci  County  of  San  Francisco, 

khU  D'llfornia  Street, 

San  Fr&ncisco  U» 

Dear  Mr.  Owyan^t 

Tou  were  present  at  the  aeetinf  held  at  my  office 
on  April  second,  when  I  itet  with  you  and  other  caBmisaion  and 
department  hetds  in  order  to  get  advice  in  arriving  at  recom- 
■end.^tiona  to  the  Board  of  Supervisors,  regarding'  bond  isyuer 
for  needed  public  iciprovements,  to  be  sutjaitted  i.o  the  people 
next  November.  I  enclose  copy  of  my  letter  of  r.prii  seventh 
to  the  Supervisors  concerning  oxir  April  second  ceeting. 

You  will  remember  we  agreed  thbt  a.  second  look  should 
be  taken  at  the  public  improvement  progrsm  of  the  v  rious  de- 
partments because  of  changed  conditions  an:i  because  we  felt  ^e 
should  be  prepi-red  to  suboit  to  the  Supervisors  b  fully  coordin- 
ated nnci  up  to  dc-te  prograsi. 

The  Citizens  Post  War  Pl*iimjinr  Coamittee,  chaira^nned  by 
Mr.  Adrien  J.  F^ilk,  submitted  e.  very  comprehensive  report,  to  me 
on  August  20,  19A5.      That  report  recoaimended    mong-  other  thinjjs, 
a  tot.ll  expenditure  for  the  Recreation  Lepartnent,  of  -$  10,^68,715 
of  which  it  WHS  suggested  52,^68,715  coae  out  of  the  tax  rtte,  while 
%  8,000,000    should  be  provided  by  tonds  .  nd  funds  derived  fron 
other  sources  —  this  amount  to  be  expended  over  a  period  of  years. 

I  am  aware  that  costs  have  gone  up    nd  that  there  iB4iy  be 
cartain  modifications  in  your  thinkins-.  with  respect  to  certnin  pro- 
jects.   It  seess  desirable  at  this  time  to  take  3  second  look  before 
we  proceed  fiorther.    Therefore  I  am  asking  your  Commission  as  vfcll 
as  your  st^iff  to  confer  with  the  City  Planning  Coffl:HisEion  unni  its 
staff  in  order  that  t.  revised  progruni  may  be  prepared.    I  want  the 
assistance  of  the  City  Planning  GoEmission  in  gathering  up  to  d^te 
data,  arri^nged  on  a  priority  iasis. 


MAY  OH 

Exec,  Secty, 

Conf,'  becty. 

A dm.  Asst. 

Pub  .Sei'v  ,Dir, 

H  ,W .  . 

S.O. 
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CIVIC  AUDITORIUM 
SAN  FRANCISCO.  2 
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MA^YOR 

\ 

ytzea.  Secy. 

Oouf.  Seoy. 

/jim.'Asst. 

'insn.  Compl. 

T.'  lip 

i    JL  X  O 

Honorable  Roger  D.  Lapham,  Mayor, 
City  and  Coiinty  of  San  Francisco 
City  Hall 
San  Francisco 

Dear  Sir: 

RE:    Capital  Outlay  Program 
Board  of  Education 

Your  letter  of  April  Iti,  19kl j  addressed  to  Mr.  Adrien  J.  Falk, 
president  of  the  Board  of  Education  was  presented  to  the  Board  at  its 
meeting  of  April  29,  19U7«    In  this  letter  you  requested  an  over-all  plan 
for  capital  exiJenditures  which  would  include  the  Board  of  Education. 
Commissioner  Johns  stated  that  the  Physical  Properties  Committee  of  the 
Board  had  been  working  with  the  City  planning  Commission  on  the  capital 
outlay  program  for  public  schools.    President  Falk  requested  Commissioner 
Johns  and  the  superintendent  and  his  staff  to  continue  to  work  with  the 
City  Planning  Commission  for  the  coordination  of  the  Board  of  Education 
building  prograra  with  that  of  other  departments  in  the  City. 

This  office  has  already  been  jji  contact  with  the  City  Planning 
Commission  and  appreciates  very  much  their  interest  in  the  Board  of  Educa- 
tion program. 

Very  truly  yours, 

Curtis  E.  Warren, 
Superintendent  of  Schools,  and 
Secretar;^^,  Board  of  Education 


By 


TKH:NM 


/ 
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MAYOR 

Exec,  Secty, 

Conf,  Secty, 

Adrii,  Asst«  - 

Pub.Sei'v^Dir* 

H.W. 

s.o. 
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AprU  18,  19^7 


Kr«  Adrien  J.  Falk, 
President,  Board  of  £diacation. 
City  and  Comty  oi'  San  Francisco, 
1150  Union  iitrotw, 
San  Francisco,  9^ 

Lmax  tir»  Falk: 

lou  wero  not  present  at  a  meeting  lield  on  April 
•econd  ir:  oy  office,  *'<here  I  met  '.lith  representritives  of 
rarious  conuaiaaions  and  de.-artnients,  to  get  assistance  in 
arriving  at  recooiaendations  to  the  Board  of  Supervisors, 
for  suaaission  next  ^^oveaiber,  of  bond  issues  for  needed 
puolic  iiaprovv^  ,ients»    However,  Mr.  Garret  UcEnemey  did 
attend  m\d  no  doubt  lias  advised  you  of  the  aeoting.    I  am 
enclosing  a  copy  of  n»y  April  seventh  letter  to  tiie  Board  of 
Supervisors,  telling  them  of  tlus  meetii-g. 

It  was  agreed  on  April  second  that  a  review  sl:io\LLd 
be  made  of  public  improvetaerxt  programs  of  the  departiaents, 
because  of  changed  conditions  and  increased  costs  aad  because 
it  was  felt  that  a  fully  coordinated,  up  to  date  program  should 
be  sutmitted  to  the  Board,  of  Supervisors. 

Aa  Chairman  of  the  Citiaens  Post  \iixr  i'lanning  Comaitteo, 
you  will  recall  the  report  you  submitted  to  me  of  Au^unt  20, 
19i*5.    At  that  tiiae,  your  co;aniittee  reconsnended  a  total  expen- 
diture for  the  Bo?ird  of  Ed\acation  over  a  period  of  years  of 
!^15» 575,000  —  all  of  wrdch  was  to  come  from  the  tax  rate. 

I  an  qiiite  aware  "time  marches  on"  and  thit  modi- 
fications in  your  plans  of  t^o  years  ago  can  be  expected.  There- 
fore, I  aia  asking  the  City  Planning  Caimission  and  its  staff  to 
assist  me  in  gath-^ring  more  up  to  date  d  ta,  arrtuiged  on  a 
priority  basis  by  the  different  departaonts. 

I  know,  of  course,  that  the  Boiird  of  Education  has 
full  power  to  include  in  its  annual  budgets  isiiatevc-r  capital 
expenditures  your  Board  thinks  desirable j  but  I  am  certain  that 
yoiir  Board  does  wish  to  cooperate  with  the  iiayor  in  any  overall 
plan  for  capital  expenditures. 


Mr.  Adrlen  J.  Faik 

Prosidant,  Board  of  Education  -2- 


April  IS,  19^7 


I  aa  aending  copies  of  tills  letter  to  ail  members 
of  the  Board  of  Educ  i.tion  as  well  as  to  the  Superintend«at  of 
Schools;  and  I  woiild  appreciate  it  if  /our  Board  and  stiiff 
could  be  prepared  to  confer  with  the  City  Planning  Comission 
and  its  staff. 

I  am  enclosing  copy  also  of      April  tenth  letter 
to  the  Board  of  Supervisors,  dealing  with  new  isotjsrcea  of  revenue. 

Asking  th(^  cooperation  of  your  Bo^ird  and  staff ,  I  asi 


Enclosures 

RDLt 
B 
W 

oc  Board  of  Supervisors 
Mrs.  Clarence  Coonan 
Mr*  George  @*  Johns 
Mr,  Garret      Mc&iemey  II 
Mrs.  Richard  Kason 
Dr.  Karl  Schaupp 
Mr.  Bart  A*  Supple 
Dr.  Curtis  E.  iifarren 
Mr.  Harri'  Ross 
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April  18  1947 


Mr.  JtLBes  J.  Sullivan f 
Presiaent,  Fire  Cocunisi-ion, 
City  ana  Covint>  of  San  Frctncisco, 
31  West  Portal  Avenue, 
San  FTiincisco  16. 


Deinr  Mr.  Sullivan: 


You  were  present  ut  »  meeting  helu  in  ay  office  on  >ipril  second 
where  1  met  Kith  you  .^na  representatives  of  other  cooaxssions  and  de- 
partments to  gel  assistance  in  arriving  at  &  recocjaendution  i-o  the 
Boara  ol  Supervisors,  ior  the  suUaiSbion  next  Novembery  of  bond  issues 
for  needed  public  improveaents.    I  enclose  ^  copy  of  ay  ^pril  seventh 
letter  to  the  Board  of  Supervisors  concerning  this  matter. 

lou  will  rea.e:iber  xt  «us  agreed  at  the  April  second  xaeeting  that 
the  depc^rtments*  capit-^l  improveuent  proferaiis  should  be  reviewed  because 
of  changed  conaioions  c,nQ  because  a  fully  coorainated,  up  to  date  pro^r 
should  be  submitted  to  the  Board. 


You  Hill  remember  also  tli  t  the  Citiaens  Post  war  Planning  Coamittee, 
chdirm^nnea  by  Ur.  Aarien  J.  F^lk,  submittea  to  me  on  nagust  ^0,  19A5»  ^ 
recommenQci tion  that  i»6,38*.,500  should  be  spent  for  Fire  department  needs, 
over  t»  period  of  years,  of  which  ^1,904,CXX)  should  coae  out  of  the  tax  rate 
»hile  14,478,300  shoula  come  froa  a  bona  issue  or  funds  derived  from  other 
sources . 


We  Joiow  that  costs  have  gone  up  end  that  other  conditions  have  changed; 
and  I  uB  therefore  asJiini^^  the  City  Planning  Coicfflissxc»i  to  assist  me  in  .gath- 
ering more  up  to  dute  informaiion,  arrangea  on  a  priority  basis  by  .he  de- 
partaente  concerned. 

I  am  senoing  copies  of  this  letter  to  Commiss  oners  Fixa  and  Lowrey, 
as  well  as  to  Chief  Albert  SulliVan  -nd  would  ask  th^t  your  Conunission  ^nd 
your  staff  be  preparea  to  sit  uown  with  the  City  Planning  CcaamissxOTi  and  its 
staff,  so  thut  the  progr-Affl  may  be  expeaited. 

1  um  enclosing  also     copy  of  my  April  tenth  letter  to  the  Board  of  Super- 
visors, aeding  witn  the  matter  of  new  sources  of  revenue. 

RDLi  Asking  your  full  cooperation,  I  remi^in 

■  Sine  !re^. 
Enclosures  ^ 
cc:  Board  of  Supervisors 

Mr.  John  F.  Fixa  RQgel!\l>^ Lapha« 

Mr.  Al«m  J.  Lowrey  Mayor ^^'^ 

Mr.  Harry  Roas 

City  Planning  Commiasion  (6) 


BlufiDIttHfl 
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- 
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Adnu  Asst« 
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April  18  194.7 


Er.  Lloyd  r.  Filson, 
President,  Prtrk  CooEiseion, 
City  and  County  of  &i.n  Fr  ncifico, 
/5  Vdn  N«ss  ATenue, 
San  rr-tncisco  2. 

D«^r  Mr,  Wilfiont 

You  were  not  present  at     meetinp  I  c  ;lled  in  my  office 
on  April  seconc,  where  I  met  with  various  da-uniisbion  and  depcrt- 
ment  hends,  in  order  to  get  advice  in  arriving  at  recosiaaend  tions 
to  the  Board  of  Supervisors  regarding;  bond  issues  for  needed  pub- 
lic inprovements  to  be  subeitted  to  the  people  nexl  November.  How- 
ever Conmiaeioner  Howard  Finn  was  present  and  no  doubt  has  told  you 
of  what  was  developed. 

For  jOMT  inforns< tion,  I  enclose      copy  of  my  letter  to  the 
Superviaora,  dated  April  seventh,  concerning  the  April  second  meet- 
ing.   It  was  agreed  <r  t  the  meeting-  that  a  second  look  should  be  t:  ken 
at  the  public  iaprovenien L  pro^Tua  of  Uie  departments  represented,  be- 
eauae  of  changed  conditions  and  because  it  Wiis  felt  that  we  should  be 
prepared  to  eubrsit  a  fully  coordinated  up  co  date  prog:raiP  to  the  Board 
of  Stiper visors. 

You  y.ill  rec.ll  che  report  o:   the  Citizens  Post  far  Planning 
CooBittee,  chairaanncd  by  Mr.  Adrien  J.  F-lk,  made  i,o  me  under  date  of 
August  20,  19^5'    That  report  reccHnmended  a  toti»l  expenditure  for  i.he 
Perk  Departicent  of  t  7,215,500,  of  f.hic:h  13,715,500  w&s  to  come  frc^  the 
tiix  rcte,  while  §.  3,500,000  was  to  be  provided  through  bond  issues  or 
revenues  derived  from  other  sources  —  these  liEounts  to  be  expended  over 
a  period  of  years. 

I  aa  aware  thtt  costs  have  gone  \ip  .md  that  there  say  be  ooci- 
fiC'.tiona  in  your  thinking  with  rebpect  to  oerti^in  projects.  Therefore 
I  bjL  iiskinc  the  City  Planning  Coxitission  to  <  seist  Qe  and  vou,  in  gath- 
ering up  to  date  datu,  arranged  on  a  priority  basis  for  every  depart- 
ment. 

I  uB  aend  ng  copies  of  Uiis  letter  lo  every  aember  of  your  Com- 
ftiaalon,  aa  well  as  to  Mr.  Julius  Girod,  Superinteadent,  and  I  would  ask 
the  ComBissior.    nd  its  at-aff  co  be  ready  to  sit  down  T-ith  the  Planning 


Mr.  Lloyd  E.  Wilson 
President,  P'^rk  G<wmii^sion 


2. 


April  18  19^7 


CoBAissiony  to  confer  with  respect  to  what  is  now  needed.    M&j-  I 
ask  your  cooper  tion  in  order  thiit  a.  revised  progr  s  of  capital 
•xpendituree  nay  be  developed  as  prc»ptly  possible. 

I  um  enclosing  also  for  your  inforsiiition,  a  copy  of  my 
letter  to  the  Board  of  Supervisors,  d. ted  April  tenth,  with  refer- 
ence to  new  soj.rces  of  revenue  other  thnn  the  ad  valorem  tax. 


cc:  Board  of  S ipervisors 
.  Howard  J .  Finn 
Mr.  Edward  T.  Haus 
Str.  Dan  T.,  London 
Jtr.  Byron  F.  Mobbs 
Vr.  Julius  Girod 
Mr.  Harry  Rooa 
City  Pl-uaning  Ccasuaisaion.  (6) 
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*Sra  TO  TH'"  V^TSS 


April  7  19-^7 


To  th«  loBor^bls 

D)«  Bo^rd  rap«rYiaors, 

-  /  .ad  CooDir  of  r -ifi  Fr^n  l«eo» 
Fr*nci»co    ,  C  Itforair^* 


MAYOR 

>rxec,  Secty. 

Cj^nf.  Secty« 

Adm,  Asst. - 

Pub .Serv.Dir, 

Z:?'  /  \ 

/File  / 

1      /     ^  ^ 

Ob  C«da«ed       /prll  enooo  if  I  ««t  vitb  vsriaus  d«p«irtffieQt  heVd@ 
of  the  elt/  in  or -er  to  fet  their  vi««a  to  &ft«lfit  m«  la  arriving  «t  »  basle 
for  «  raMweads'tion  to  jour  Boaor«blo  Bobrd  la  cocaeelicm  vritn  th« 
ftistlOB  to  ttHB  p«oplt  nt  tho  lloToab«r  •laotioo  of  bond  isaueci  for  aoedod 
pvblie  liB{:r«v«o*nt(. 

It  «4a  th.olr  nanaiaout  b«ll«f«  «ad  it  Id      rc-9oasi»fid^  tioe  th»t 
th«  aoso  I56f000t000  r^coaaoadod  bj  th«  Auainistr^ticn  ?ri>nsportation  PI::n- 
r        'oaaeil  for  Traffic,  Tlri.asity  -ad  Thoroughf.re  lEproveaiwate  for  Jiu 
.  600  should  bo  8UReltt«d  »t  tho  NovoBber  eloctioe. 

With  reg- rs  to  oUi«r  bond  issuo  roc uirerent.*^,  it  «  s  agreed  t^f^i 
i  Moooc!  look  nhouli  b«  tftkoa  to  dotor&irtA  if  other  isruefe  »houlc  be  reccas- 
londod  for  subaiteion  in  lovMhor,  >^ad  tbe  rol^ted  iBcuntSf  dc'  thnt  tho«« 
■hould  bo  eonoidorod  la  rel  tionshi}  to  -  ay  proiT<«j£  for  browdi^lng  tb«!  t»x 
bioo  vhieh  8-7  bo  poaaod  by  /our  Hocori.blc  Bo«»rd.    Thf   thou(::ht  wi>s  nloo 
^oeaod  th' t  ^aj  oon  t&x  r«v«aiio«  ahould  bo  osrsmrked  vololj  for  th«  fiQsnc- 
Laff  of  Ohpital  oxpondituroo* 

I  hAiro  AOkod  the  Citv  PI  iminii!  Coeai&alo;:^  to  ^Bsiti  mm  in  fathering 
Lho  op-to-di^te  iaforsu, tion,  *rr  -       on  a  -*  \  priority  b©«.i.»,  iSift<^r 

■hi eh  it  it  ay  iotontioc  io  «i .        '.  irlLh  concerned  eo  Vn^X. 

a&/  b«  flToa  to  you  th«  r«vi»«d  propoft-^lis  fully  coord ist^s tod  for  yotir 
:oQ«ldorfi  tiott. 

Tour  Heaor<^bl«  Bo^rd,  of  cour«o»  iriil  he-T*  thf^  fln.il  my  on  «ptiait 
xuiu  i-iiciufts  tklil  bcr  •ubBitt«d.    I|y  S'  io  pur         xn  Uiose  preli-f  i  1®  to 

prooontsd  to  you  la  di4jOft  fora,  th«  i.       ..  of  tb«  b«8t  cc      .,   ^ts'd  trlnK*. 
Jix  of  our  aunlolp  l  exports  in  th«  yariouc  fi«lt3s  to       coYoreni  br  tb«  borul 

i«8«    ThoM  «x»>ort»  la  v..rlouff  city  dop».rtaent«  toiTo  l«ea  ^  t  ' 
•. for  00  rly  throo  yo-re  —  ttoir  flret  orfanisod  pro35«t;Uti.  -  ; 

Ji  TTlou*  r«portA  prop&rod  b^  Lho  Citj  Planaing  Co^issioa  v^^c'  tho  City's  Post- 
ter  PLunalaf  Coaaitteo  la  1945*    Tholr  coacret*  pro  re,  of  coir««,  son- 

•Inod  la  tb«  roport  of  tho  fcyor»»  Adsintetr  live  'li     ,  crt  tion  ?l>nAfr.r  "oiirjcil 

OS  of  «hieh  ('•ro  «ont  to  your  Roaor  bl«  Bo«ro  on  tt«i,reh  tenth. 


I 


^iaeof«ly  , 


■1( 


9 


April  7, 


>  tho  nonorablo 

lo  Board  of  Supervisors 

Lty  aiid  County  of  San  Fraiiolsoo 

m  Frenolsco  2g  California 


)ntl(xiien: 


On  V/Gdnesday,  Airil  sooond.  I  mot  with  various  doparteiont  heads 

*  the  city  in  order  to  c©*  tholr  views  to  assist  ne  in  arriving  at  a 
isis  for  a  rooannondatlon  to  your  Honorable  Board  in  connection  with 
10  submisaion  to  tho  people  at  tho  Ilovoiiibor  olootlon  of  bond  issues 
>r  needed  public  inprovor:ents« 

It  was  their  unanimoios  belief,  aad  it  is  my  recoriraondation  tliat 
10  some  056,000,000  rooomended  by  the  Administration  Transportation 
Lanning  Council  for  Traffic,  Traiiait,  and  Tlioroughfaro  Improvements  for 
in  Francis  CO  should  bo  subnittod  at  the  ITovembor  election, 

With  regard  to  other  bond  Ujsuo  i^uiiiiire:  lonts,  it  v/aa  a^^reod  that  a 
wend  look  should  be  talion  to  dotormino  if  othei'*  isauos  should  bo  re- 
nnnended  for  submission  in  ITovomber,  and  tlio  related  amounts ^  and  tlxat 
lese  should  be  oonsiderod  in  relationship  to  any  program  for  broadening 
10  tax  base  which  iiay  be  pas  nod  by  i^o-ar  Honorable  Board.    Tlie  thou[;ht 
us  also  expressed  that  any  no  w  taj.  rt- venues  should  be  earmarked  colely 
jr  the  financing  of  capital  expenditures. 

I  have  asked  the  City  Planning  Comiiisslon  to  assist  mo  In  catherlng 
10  up-to-date  information,  arranged  on  a  departmental  priority  basis, 
rter  which  it  is  my  Intontlon  to  £ilt  do*jn  with  tho  depai'tcients  concerned 
>  that  there  may  be  given  to  youth©  revised  propocals  fully  coordinated 
)r  your  consideration. 

Your  Honorable  Board,  of  ooui'so,  will  liavo  the  final  say  on  what 
>nd  issues  will  be  submitted.    Ily  main  purj^oso  in  tliooo  prollLainaries 
I  to  have  presented  to  you  in  digoat  fona,  tlio  results  of  tho  best 
)ordinated  thinking  of  our  municipal  ej^ierts  in  the  various  fields  to 
i  covered  by  the  bond  issues.    Tlieso  oxiicrts  in  voirious  city  departments 
ive  been  studying  these  matters  for  nearly  tliroo  yoara  -  tlioir  first 
•ganised  presentation  of  thou  boln^^  in  various  i*eports  prepared  by  the 
Lty  Planning  Cocrilaslon  and  tlio  City's  loct-War  rianrilng  Comjuitteo  in 
)45,    Their  coiicroto  proposals  ax^o,  of  courao,  contained  in  tho  report 
r  the  Mayor's  Adninistrativo  Transportation  rianiilng  Council,  copies 

•  which  wore  sent  to  yoiir  Honorable  Board  on  March  tenth. 

Sincerely, 


MAYOR 

ti^i ,  Secty. 

A  dm «  Asst. 

Fub .Serv .Lir, 

H.W. 

S.O. 

File 

Roger  D.  Lap'nam 
Ilayor 
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CITY  AND  COUNTY  OF  SAN  ^^MltSCO 


:hsl  D.  Weill,  President 
IDNBH  A.  Dai  LEY,  Vice-President 
RGAN  A.  GUNST 

5.  Charles  B.  Porteb 
IBS  J.  Walsh 

J.  Kent,  Jr.,  Director  of  Planning 
BPH  Mignola,  Jr.,  Secretary 


CITY  PLANNING  COMMISSION 


JOU'S  OFFICE 

July  16,  I9l|^'  ^^i.lMM8:3(. 

SAN  FRANCISCO 


100  Larkin  Street,  Civic  Center 
San  Francisco  2,  California 


File  No.:     D  9^1 

.  D  923 


TY     PLANNING     DEPART  MiiiNT      [  Improvement  Survey 


MEMORANDUM 


DA 


TE: 


MEMORANDUM 


Dard  of  Education,  the 
Public  Utilities  Corn- 
submitted  all  material 
Dulated  and  the  Mayor's 
mnission  has  prepared 
snrae  of  the  financial 


ICE  OF  THE  MAYOR 

SAN  FRANCISCO 


Date  7//-^ 


ct. 


CITY  AND  COUNTY  OF  SAN  PRA*S9'§CO 

CITY  PLANNING  COMMISSION  ^'  '^'^^ 


TiiTv    1  1  Qll7^^     ^^^17    AM    8.  34lOO  I-"kin  Street,  Civic  Center 

OUiy    XO|     J- 7^  I  San  Francisco  2.  California 

D  981 
D  923 


bCHBL  D.  WbilL,  President 

A»s>NE^  A.  Dmle\,  Vice-President  -  CAm  p-r^. 

toiGAN  A.  GuNjT  oAN  FRANCISCO 

(M.  Chakles  B.  Porter  D 

.  J.  Kent,  Jr.,  Director  of  Planning 
MBPH  MiGNOLA,  Jr.,  Secretary 


TY     PLANNING     DEPART  MiiNT      [  Improvement  Survey 


M 


ME^M.ORANDUM  ^^^^  of  Education,  the 

J£k^  / >7>//^  'ubllc  utilities  Com- 

:/^^^f/^  DATE:    submitted  all  material 

'^^^jf^  Dulated  and  the  Mayor's 

,^-*tv  ^  nmission  has  prepared 


-..n^rT,.  X  f  ^y^fj^,^^  /  /  //^  It^tAAr^  some  of  the  financial 

JECTj^  C^^^  AyUrre^n^  <::^t^-i^,   completed 

/  /  Lie  Works)  has  not 

i  that  the  Department 
.  *  proposals  at  this 

^  KpTr?mL%s\ot 

/  _/  oject  locations  will 

>^Hf^  7^  jjj^t  the  entire  report 


ceiving  the  last 


ent,  Jr., 

r  of  Planning 


1 


ICHBL  D.  Weill,  President 
itlDNER  A.  Dailey,  Vice-President 
OIGAN  A.  GUNST 

u.  Charles  B.  Portek 
UBS  J.  Walsh 

J.  Kent,  Jr.,  Director  of  Planning 
iSBPH  MiGNOLA,  Jr.,  Secretary 


CITY  AND  COUNTY  OF  SAN  ^BRASSStSCO 

MAYOR'S  OFFfrp 

CITY  PLANNING  COMMISSION  ^"rJUt 

July  16,  isif  ''^^^7  we:3k 

SAN  FRANCISCO 


00  Larkin  Street,  Civic  Center 
Sao  Francisco  2,  California 


File  No.: 


D  981 
D  923 


MEMO 


TO:  Mayor  Roger  Lapham 

FROM:  Director  of  Planning 

SUBJECT:        Progress  Report  No.  6  on  Capital  Improvement  Survey 


Five  departments,  namely,  the  Board  of  Education,  the 
Police  Commission,  the  Public  Library,  the  Public  Utilities  Com- 
mission and  the  Recreation  Commission  have  submitted  all  material 
requested,  and  this  has  been  summarized,  tabulated  and  the  Mayor's 
copies  arranged  in  final  form.    The  Park  Commission  has  prepared 
project  proposals  but  has  not  yet  completed  some  of  the  financial 
data.    The  Fire  Commission  reports  that  it  has  not  yet  completed 
the  forms.    The  Bureau  of  Architecture  (Public  Works)  has  not 
returned  any  material  as  yet.    We  understand  that  the  Department 
of  Public  Health  will  probably  not  submit  any  proposals  at  this 
time* 

Summary  tables  and  charts  are  being  prepared  in 
readiness  for  the  insertion  of  figures  for  the  departments  not 
yet  reporting,  and  a  general  map  showing  project  locations  will 
be  started  shortly.    We  will  be  able  to  submit  the  entire  report 
to  you  within  two  weeks  from  the  date  of  receiving  the  last 
project  list. 

T^, /u.  Kent,  Jr., 
/Director  of  Planning 


c 
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> 


illCHEL  D.  Weill,  President 
lAaONEK  A.  Dailey,  Vice-President 

<IORGAN  A.  GUNST 

iu.  Charles  B.  Porter 
AMES  J.  Walsh 

J.  Kent,  Jr.,  Director  of  Planning 
OSBPH  MiGNOLA,  Jr.,  Secretary 


CITY  AND 

SAW  FRAWCiSCO 


OF  SAN  FRANCISCO 

ING  COMMISSION 


TO: 
FROM: 


MEMO 

Mayor  Roger  D.  Lapham 
Director  of  Planning 


00  Latkin  Street,  Civic  Center 
San  Francisco  2,  California 


FUe  No. 


MAYOR 

Com'.  Secy. 

.Adra.  Asst., 

File; 

SUBJECT:     Report  No.  5  on  the  Capital  Improvement  Survey 


The  following  is  the  fifth  status  report  on  the 
Capital  Improvement  Survey  which  you  requested  the  City 
Planning  Commission  to  carry  out  for  you  on  April  1^,  19^7 i 

1.  A  complete  report  has  been  received  from  the 
Board  of  Education  containing  detailed  in- 
formation on  their  estimated  capital  improve- 
ment needs, including  descriptions  of  each 
project  and  a  construction  time  schedule. 

2.  The  reports  of  the  Park  Commission,  the 
Library  Comm.ission,   the  Recreation  Commis- 
sion, and  the  Police  Commission  are  expected 
to  be  completed  early  next  vreek, 

3.  The  reports  of  the  Fire  Commission,  and  the 
departments  under  the  Chief  Administrative 
Officer  and  the  Public  Utilities  Commission 
are  being  prepared  but  completion  dates 
have  not  been  determ.ined. 


J.  Ken'^  Jr. 
director  of  Planning 


: 

I 


>  J 

t„^J^^'^  CITY  AND  COUNTY  OF  SAN  FRANCISCO 
MAYOR'S  OFFICE 


1847  m  20  PM  3: 00 


CHBL  D.   WEILL,  rmldtml 
JtDNH   A    PAig^X  Vm 
3IIGAN   A  G 
<S    CHARLES   B  POR' 
MES  ;  WALSH 


J  KENT.  JR  .  Dmf/w  ,f  tUunitt 
SEPH    MINCOLA.   JR..  Smttry 


CITY  PLANNING  COMMISSION 
May  19,  1911.7 


TO: 

FROM: 

SUBJECT: 


Rooih  252.  City  Hall 
^an  Francisco  2,  California 


umber: 


MEMO 


Mayor  Roger  D,  Lapham 
Director  of  Planning 

Report  No.  K  on  the  Capital  Improvement  Survey 


The  folloxvlng  is  the  4-th  weekly  status  report  on 
the  capital  improvement  survey  which  you  requested  the  City 
Planning  Commission  carry  out  for  you  on  April  12,  19^71 

1.  Satisfactory  progress  is  being  made. 

2.  Of  the  eight  departments  concerned,  follow-up 

staff  discussions  have  been  held  with  six. 

3.  All  departments  are  working  at  the  present 

time  on  the  job  of  describing  the  individual 
projects  and  listing  them  on  a  priority  basis. 
I  expect  to  receive  the  first  complete  descrip- 
tion and  listing  of  projects  within  the  next 
week  or  ten  days. 


T.  J.  Kent,  Jr» 
Director  of  Planning 


J) 


HEL   D.   WEILL.  PnjiJnii 
(DNER   A    DAILSY    VKt  Pni. 

RGAN   A  GUNST 

(HARLES   B  PORTER 
lES  J  WALSH 

KENT.  JR  .  Dmtur  »/  PUmint 
EPH   MINGOLA.  JR..  Stmurj 


CITY  AND  COUNTY  OF  SAN  FRANCISCO 

CITY  PLANNING  COMMISSION 
May  9,  19^7 


Room  252,  City  Hall 
San  Francisco  2,  California 


FILE  number: 


CO 


TO: 

FROM: 

SUBJECT: 


MEMO 

Mayor  Roger  D.  Lapham 
Director  of  Planning 
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Statua  Report  No.  3  on  Capital  Improvement  Survg^ 


The  follox>rlng  I3  the  third  weekly  status  report  on 
the  Capital  Improvement  Survey  which  you  requested . the  City 
Planning  Commission  to  carry  out  for  you  on  April  19^7i 

1,  Satisfactory  progress  is  being  made. 

2.  On  May  2,  reproduction  of  the  project  forms  was 
completed,  and  they  were  distributed  to  the  eight 
departments  concerned,  together  with  a  letter 
describing  how  they  were  to  be  used.    Copies  of 
the  forms  and  the  letter  are  attached. 


3»    Follow-up  conferences  have  been  held  v/ith  Miss 
Randall,  Superintendent  of  the  Recreation 
Commission,  and  Mr.  Brady  of  the  Board  of  Edu- 
cation staff.     Conferences  with  the  other  six 
departments  concerned  are  being  scheduled.  Mr, 
Ross  la  being  kept  informed. 


TJK:LBC 
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CITY  i^ND  COUNTY  OF  SAH  FRANCISCO 
..jCITY  PLANNING  COMMISSION 

May  2,  1947 


Lawrence  J.  Cltsrke,  Librarian  COPY 
blic  Library  Commission 
▼lo  Center 

im  Frenoisoo  2,  Calif. 


pr  Mr.  Clarke: 

'  The  City  Planning  Commission  wishes  me  to  assure  your 

Qlsslon  of    ts  desire  to  be  of  every  possible  assistance  with  regard 
the  request  of  Mayor  Lapham  made  In  his  letter  to  Mr.  Cuddy,  President 
your  Commission,  dated  April  18,  1947,  for  an  up-to-date  listing  of 

•ded  capital  Improvements. 

It  is  our  understanding  that  each  Commission  or  Department 
•  been  requested  to  review  Its  program  and  to  make  available  to  the 
yor  Its  latest  thinking  as  to  capital  improvement  costs,  needs  and 
lorlties.    our  part,  as  explained  in  the  Mayor's  letter  referred  to 
ove,  will  be  to  clarify  questions  as  to  the  type  and  kind  of  Informa- 
on  needed,  and  to  receive,  compile  and  summarize  the  data  for  trans- 
•slon  to  the  Mayor is  office. 

We  have  therefore  prepared  standard  blank  project  forms, 
pies  of  which  are  forwarded  you  herewith,  which  we  hope  will  sirapll- 

and  expedite  your  part  of  the  preliminary  work.      J?hey  are  similar 
j  general  to  the  ones  filled  out  for  the  program  of  Post-War  Iraprove- 
'nts  in  1944,  but  have  been  altered  somewhat  to  meet  the  needs  of  the 

sent  situation.     They  should  be  filled  out  In  triplicate,  one  copy 
Ing  retained  by  you  for  your  files. 

V^e  have  had  the  advice  and  assistance  of  Mr.  Harry  D.  Ross, 
ty  Controller,  In  drafting  this  form  and  he  has  kindly  offered  his 
i  In  case  any  difficulty  is  encountered  In  working  out  the  questions 
Ich  deal  with  financial  matters.     Mr.  Bryant  Hall,  Principal  City 
anner  on  the  staff  of  the  Commission,  will  be  available  from  my 
floe  to  assl' t  you,  for  I  know  that  in  attempting  to  correlate  the 
le  variety  of  projects  that  must  be  Included  some  questions  of  Inter- 
•tatlon  will  arise. 

As  you  know,  the  Mayor  has  requested  that  this  work  be 
pedited.     I  will  get  in  touch  with  you  s hortly  so  that  we  can  discuss 
■e  schedules  and  any  questions  you  may  have. 

Sincerely, 

T.  J.  Kent,  Jr. 
Director  of  Planning 
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C  "jITAL  IMPROVEMENT  PROJECT^^^ 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 
Date :  


Do  NOT  Write  in  This  Space 


DEPARTMENT  

COKfMISSION  OR  BOARD 


1.  Project  Name: 

2.  Location:  


BUREAU   

OR  D I  V  I S I  ON 


Dept'l  No.. 
Map  Key   


8.   Brief  Description:  new|     |     addition|     |     replacement  |     j     repair  [ 


H.   Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQU I PMENT  


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


5.   Status  of  Mbrk: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


Months  Required  to 
Complete,  if  Financed 


6-    Approximate  Work  Schedule  (if  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Besinning  with  number  1.  indicate  in  the  space 
opposite  the  relative  urgency  of  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


Portion  of  Requested 
Funds  Used 

$ 
% 
% 
$ 
$ 
$ 


PRIORITY 


3 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GrVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTtD,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 


9.    Estimated  Effect  On  Future  Annual  Budget 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


INCREASE 


DECREASE 


10-  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


ESTIMATED  BY. 
APPROVED  BY 


Pub.    Imp.    Form  1 
DEPT.    OF  City  Plann 
Revised.    Apr.     i9,4  7 


C  ,ITAL  IMPROVEMENT  PROJECT"^<) 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 
Date : 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT  

COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name: 

2.  Location:  


3.    Brief  Description: 


Dept'l  No.. 
Map  Key   


NEW 


I       \       ADDITIOnI       I       REPLACEMENT  |       |       REPAIR  [ 


H,    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


TOTALS 


5.   Status  of  Wbrk: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECI  F  I  CAT  I  0NS__ 
CONSTRUCT  I  ON  


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request)  

$ 
$ 
$ 
$ 


Months  Required  to 
Complete,  if  Financed 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Department's  Recommendation  as  to  Priority: 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN    THE  SPACE 
opposite    the    RELATIVE    URGENCY    OP    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


Portion  of  Requested 
Funds  Used  

« 
$ 
$ 
$ 
$ 


PRIORITY 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


ESTIMATED  BY 
APPROVED  BY 


Pub.  Imp 
Dept.  of 
Re  V  I SE  D  . 


.    Form  1 
City  Pl a 
APR.  19- 


ir  "JTAL  IMPROVEMENT  PROJECT-N^ 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 
Date :  


Do  NOT  Write  in  This  Space 


DEPARTMENT 


COMMISSION  OR  BOARD 


BUREAU   

OR  D I  V  I S I  ON 


1 .  Project  Name: 

2.  Location:  


3.    Brief  Description: 


NEW 


Dept'l  No.. 
Map  Key   


ADDITIOnI       I       REPLACEMENT  |       |  REPAIR 


U.    Cost  Estimates: 


FOR  LAM)  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  hano.  Buoseted.  or 
anticipated  from  revenues, 
or  other  sources. 


$ 

$ 
$ 
$ 


TOTALS 


ADDITIONAL  Funds  Needed 

TO    complete    THE  PROJECT. 

(Present  Request) 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


Months  Required  to 
Complete,  if  Financed 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


beginning  with  Number   1.   indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used  

$ 
$ 
$ 
$ 
$ 
% 


PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 


9.  Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  $  $ 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


ESTIMATED  BY 
APPROVED  BY 


Pub.  Imp 
Dept.  of 
Re  V  I SE  D  . 


Form  I 
City  Pl  ann 
APR.      19  4 


) 


ICHEL  D.  Weill,  PnsiJent 
ARDNEK  A.  Dailey,  V ice-Frei'idtnt 

ORGAN  A.  GUNST 

iis.  Charles  B.  Porter 
.MBS  J.  Walsh 

Roger  Deas,  Secretary 


CITY  AND  COUNTY  OF  SAN 

CITY  PLANNING  COMMISSION 

1947  MAY -5  AM II : 58 

May  2,  19 U7 

SAN  FRANCISCO 


MadORANDTO/I 


TO 

FROM 

SUBJECT 


Room  252,  City  Hall 
San  Francisco  2,  California 


Mayor  Roger  D.  Lapham 
Director  of  Planning 

Status  Report  #2  on  Capital  Improvement  Survey 


Follovvlng  is  the  second  weekly  status  report  on  the  capital 
improvement  survey  v/hich  you  requested  the  City  Planning 
Commission  to  carry  out  for  you  on  April  18,  19^7: 

1.  Satisfactory  progress  is  being  made. 

2.  Further  informal  discussions  have  been 
held  with  several  of  the  depa^^tment  heads 
of  the  eight  departments  concerned; 

3.  There  has  been  unavoidable  delay  in  repro- 
ducing the  project  forms.    However,  the  re- 
production office  has  now  completed  the 
plates  and  is  printing  the  forms  at  the 
present  time.    They  v/ill  be  distributed  as 
soon  as  possible. 


8?  :i  MA  ?-  ^''i 


MEMORANDUM 


TO:  Mayor  Roger  D,  Lapham 

FROM:  Director  of  Planning 

SUBJECT:     Status  Report  on  Capital  Improvement  Survey 


Attached  you  will  find  a  copy  of  my  weekly  report  to  the 
City  Plfiinning  Commission.    Item  3*  of  this  report,  which  has  been 
marked,  presents  a  status  report  on  the  capital  improvement  survey. 
Briefly,  the  status  is  as  follows: 

1.  Each  of  the  eight  departments  or  commissions  has 
been  contacted,  and  they  are  reviewing  their  lists 
and  developing  revised  estimates,  and  are  recon- 
sidering priorities. 

2.  The  Department  of  City  Planning  has,  after  consul- 
tation with  Mr.  Harry  Ross,  developed  an  agreed 
form  for  recording  the  information  you  desire. 
Tnis  form  is  being  reproduced  at  the  present  time 
and  will  be  distributed  in  the  next  day  or  two. 

3.  Mr.  Bryant  Hall,  Principal  City  Planner  on  my 
staff,  is  heindling  this  work  with  me,  and  satis- 
factory progress  Is  being  made. 


I 


Report  No,  17 
Director  of  Planning 
April  24, 


Budget  Hearing 

In  aooordanoe  with  the  instructions  given  by  the  Coiomigsion 
latt  week  the  scheduled  date  for  hearing  the  Commigalon'a  budget 
by  the  Finance  Committee  of  the  Board  hag  been  changed  from  May  7, 
to  Tuesday  night,  April  29 »  between  7         H  Arrangements 
will  be  Bade  to  review  the  budget  with  the  President  prior  to  the 
scheduled  hearing.    No  action  by  the  Commission  is  necessary  at 
this  time. 

I,    ATP  COUWCIL 

It  is  understood  that  a  Council  meeting  has  been  called  for 
next  Tuesday  for  the  puiTpose  of  meeting  with  the  Mayor  to  discus a 
phase  two  of  the  Council's  program  as  recommended  to  and  approved 
by  the  Mayor  on  March  7,  19^7 • 

The  attention  of  the  Commission  is  called  to  an  editorial  in 
the  aan  Francisco  News,  a  copy  of  vdiich  will  be  available  for  dis- 
cussion, concerning  the  Mayor's  transportation  bond  issue  program. 

The  Director  of  Public  Works  has  suggested  to  the  Technical 
Committee  that  it  inform  the  Council  of  action  that  he  is  taking 
concerning  preliminary  planning  on  the  Broadway  tunnel  project. 
This  matter  will  be  placed  on  the  agenda  of  the  next  Council 
meeting* 

The  Mayor  has  forwarded  to  the  Commission  a  copy  of  his  letter 
to  the  Board  in  v^ich  he  vetoed  Supervisor  Lewis'  resolution.  This 
_     veto  was  sustained  last  Monday  by  a  8  to  3  vote. 

U    Capital  Improvement  Survey  for  Mayor 

JLaoh  Commissioner  was  sent  a  complete  set  of  the  correspondence 
between  the  Mayor  and  the  eight  commi salons  who  have  been  called 
upon  by  the  Mayor  to  revise  their  list  of  capital  improvement  needs. 
In  accordance  ^'ith  the  instructions  to  the  Planning  Commlsglon  from 
the  Mayor  oontftintA  in  these  letters,  a  procedure  for  assembling  the 
data  required  by  the  ^yor  has  been  developed  and  is  being  carried 
out.    Briefly,  the  procedure  is  as  follows: 

!•    The  Planning  Commission  will  provide  each  of  the  eight 
departments  concerned  with  blank  forms  which  will  be 
filled  out  for  each  project,  and  will  assist  the  de- 
partments in  revising  their  iSkM-  proJeet5vAierever  such 
assistance  is  requested.    The  new  forms  have  been  de- 
veloped with  the  assistance  of  the  Controller,  and  are  f 
being  reproduced  at  the  present  time, 

2,    Following  completion  of  the  forms,  &  summary  form  for 
eaoh  department  will  be  prepared  so  that  it  will  be 
possible  to  determine  at  a  glance  the  number  and  priority 
of  the  projects  listed  by  each  department. 
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Th.  n.xt  ,t.p  will  "tltS  ^^T^W^l  of  tS^ 

*    in  final  form  In  poBalble  In  hl« 

Mayor.         ^"^rf.fll^er^tl^r^'h^ach  of  the  eight 

htfr  the  Mayor  ha.  '^^^"^"Jga  to  the  Board  of 
Blned  how  It  'houW  be  presentea       ^^^^^^^  he 

Superrlaor.,  we  ""J*^^'  ^!^1.„;  the  material.  ^ 
I      .iree  m  the  way  of  ^Reorganizing  ^    t  agslgnment  for 

tryaSt  Hill  will  he  ln^°^»'"«»  °^  S  thHipenence  gained  In 
the  £5^"or.    Full  use  is  !*L°of  the  Sght  departments  or 

irfe^g  ffi^r^%titrrt:f  rd  rnSU'^- 

"•^rroSe:rrrort^t?f  rSile^U^^^^  to  the  Mayor's  omc 
foU>wlni  each  Oomlsalon  meeting. 
Ufbat  Rad^TalQi^ment 

.ext  Konaay  the  Board  will  ta^e  final  action  on  our  supply 
mental  request  ^or  aO,000.  Coaunlsalon  oonalder  the  work  pro- 

H^/^.nmmende<^  Aotlon*  '^^^^ J'.^^ ,  f  oTca  by        Segoe.    If  the 
gra.  deTelipaci  for  »'i^«^if«^^2  the  Director  vAll  have  a  formal 

iSSd  takes  favorable  action  Monday  Thursday, 
reoommendatlon  concerning  consul taniis  an  i 

^•w  Zpninp;  Ordinance 
gneral  outline. 

n^....  of  -  ^^..^.^^^tatlon  3..^t.lm-0Oh|Ji&ate^^ 

.  progree,  report  will  he  given  on  this  Important  assignment. 

Miatft^^yienuff  It  em  ft 

Ryorts  will  he  ?»  *^L^gi^lt"fon"tanSar  Heport; 

^  \{\    ^/els^clurcte'dX^a?"^-*  °^ 

Is     t;ettr'fi^  Socle^^^^  Monday; 
\i    zSn?^"ppeSf -l^d'aldl^-strong  case  next  Konday; 

ll)    TZZrc^^l  of  Commerce  Interest  In  official 

thoroughfare  plan;  minimum  lot  size  ordinance; 

(1)    ^dainigtrative  Pj;°5«^Hp^HA  ^^T^e  Ci?y  Planning  Gom- 
(J      Sireotor'a  talk  ^J^^^J^f  |^r"  ort  on  the  Present  Program 
mission  Motion  Program:  ^^^fP J ^  Recent  Accompli atoentg" 

(k)  Bulletin; 

(1)  Crocker- Amazon  Playground;  ^ 
(m)    Marshall  Square. 
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CITY  AND  COUNTY  OF  SAN  FRANCISCO 


CITY  PLANNING  COMMISSION 


CHBL  D.  Weill,  President 
.RDNER  A.  Dailey,  V ice-PresidenI 

3RGAN  A.  GUNST 

iS.  Charles  B.  Porter 
viBs  J.  Walsh 


October  3I,  19^7 


100  Larkin  Street,  Civic  Center 
San  Francisco  2,  California 


J.  Kbnt,  Jr.,  Director  of  Planning 
iBPH  Micnola,  Jr.,  Secretary 


File  No.:    D  95^ 

D  923 


Honorable  Roger  D,  Lapham 
14ayor  of  San  Francisco 
200  City  Hall 
San  Francisco 


Dear  Sir: 


Last  April  you  requested  seven  city  departments  and 


the  Board  of  Education  to  submit  to  this  office  for  compilation 
a  list  of  urgently  needed  public  improvements  which  ought  to  be 
considered  in  connection  with  proposed  bond  issue  programs. 

We  have  followed  up  this  request  in  accordance  with 
your  instructions,  by  offers  of  assistance.    Forms  were  pre- 
pared to  simplify  the  work,  and  the  material  was  assembled  and 
summarized  as  fast  as  it  was  received.    Returns  were  slow, 
however,  and  even  at  this  date,  they  are  incomplete  with  res- 
pect to  the  Fire  Department,    Meanwhile,  decisions  have  been 
reached  x\'ith  respect  to  the  November  election,  and  the  proposals 
of  two  of  the  Departments  (Recreation  and  Public  Utilities) 
have  been  ordered  placed  on  the  ballot. 


We  believe  that  you  should  have  before  you,  without 


further  delay,  the  picture  presented  by  the  compilation  as  it 
now  stands.    The  Planning  Commission  has  net  critically  re- 
viewed these  proposals,  but  has  asked  me  to  express  its  entire 
willingness  to  assist  you  in  any  way  it  can,  in  the  event  you 
should  desire  any  further  studies  as  to  priority,  coordination 
and  balancing  of  the  lists,  timing,  and  general  relationship 
to  the  Master  Plan. 


Sincerely  yours. 


TJK:LBC 
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CAPITAL      IMPROVEMENT  PROJECTS 


COMPLETE    FILE  OF 
PROJECT  PROPOSALS  AS  SUBMITTED 
BY  CITY  DEPARTlvlENTS 
to 

The    City    Planning  Commission 
In    Accordance  With 
Directive  of  April  IS,  1914-7  from 
Mayor  Roger  D,  Lapham 


Delivered  to  the  Mayor 
Together  with  Appropriate  Summaries,  Maps 
and  Factual  Comments 
October,  1911-7 


CAPITAL      IMPROVEMENTS       PROJECTS     -  T9?7 

EXPLANATORY  NOTES 

These  proposals  are  those  submitted  by  the  Departments 
Involved,  as  suitable  for  financing  by  bond  issue  in 
the  immediate  future.     Projects  having  to  do  with  high- 
ways, and  with  transportation  in  general,  concerning 
which  the  Mayor's  Administrative  Transportation  Planning 
Council  submitted  a  report  in  March  of  this  year,  are 
not  included  here. 

Except  in  the  case  of  the  Public  Utilities  Commission, 
each  Department's  proposals  are  preceded  by  a  map,  a 
schedule,  and  summary  sheets.     Reference  to  location  on 
the  maps  is  indicated  on  each  project  proposal  sheet 
opposite  the  heading  "Map  Key".     Projects  outside  the 
city  limits  are  not  shown  on  maps.     Guide  tabs  are  pro- 
vided for  the  material  relating  to  each  department  con- 
cerned. 

In  the  "summary"  section  will  be  found  a  brief  review 
of  the  earlier  analyses  of  the  City's  capital  improve- 
ment needs  as  a  whole,  and  by  departments.     Eere  also 
will  be  found  a  general  map  of  the  city,  showing  by 
symbols  the  location  of  all  proposals,  and  a  summary 
chart  showing  totals  proposed  for  land,  for  plans  and 
for  construction,  as  well  as  a  schedule  by  years. 

•}{•  45-        ^-        ^  ^  ^ 


C  A  F  I  T  A  L     IMPROVEMENT     PROJECTS-  1947 


STJWARY 


Overall  Figures 


The  proposal  forms  contained  herein  v/ere  submitted  by  seven  report- 
ing agencies,  and  cover  in  all  153  projects,  the  total  estimated 
cost  of  which  is  £1^92,994,970. 


These  are  divided  as  follows: 


No.  of  Projects      Estimated  Cost 

Eoard  of  Education  32  $  27,500,000 

Park  Department  30  9,689,100 

Police  Department  6  4,500,020 

Public  Library  17  2,309,000 

Public  Utilities  (Water  Supply)                   1  25,000,000 

public  works  (Buildings)  7  11,322,850 

■K-    Recreation  Department  60  12,664,000 

*  These  items  have  been  placed  on  the  Novem.ber  ballot 

The  total,  excluding  those  already  on  ballot,  is  92  projects,  cost- 
ing |55,530,970.     If  the  needs  of  the  Fire  Department,  whose  propos- 
als have  not  yet  been  received,  are  added,  this  total  may  reach,  or 
slightly  exceed  Si60,000,000. 

This,  then,  is  a  measure  of  departm.ental  r  equests  for  needed  capital 
improvements,  outside  of  anticipated  budget  allowances.  It  does  not 
include  those  already  on  ballot,  nor  any  major  projects  in  the  field 
of  transportation,  which  may  be  developed  as  a  result  of  studies  now 
in  progress,  under  the  Mayor's  /tdm.inist rati ve  Transportation  Council, 


Comparison  with  Earlier  Programs 

In  1944,  the  City  Planning  Commission  prepared,  at  the  i^'ayor's  re- 
quest, a  compilation  of  departmental  lists  of  projects,  intended  as 
a  com.plote  inventory  of  needed  post-war  public  vrarks.     This  was 
slightly  revised  in  1945.     It  included  some  projects  for  which  funds 
other  than  bonds  were  available  or  normally  anticipated,  and  also 
some  which  admittedly  represented  needs  deferrable  for  more  than 
six  years. 

Altogether  there  were  560  Projects  -  Estimated  Cost  ^282, 106,000 


Of  these,  the  Com.mission 
recommended  placing  in  a 
"Deferred  List",  for  future 

consideration  284  Projects;  Estimated  Cost  $  150,397,000 

(and  parts  of 
21  others) 

The   "six-Year"  program 

therefore  included  only  255  Projects;  Estimated  Cost  |  131,709,000 
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.vt  that  time,  the  Commission  estiitated  that  ?!,64,735,000  of  this 
total  could  be  financed  out  of  foreseeable  revenues  and  bond 
issues  already  authorized  or  on  ballot,  leaving  ^,66, 974, 000  as 
the  amount  of  bonds  needed  in  the  post-war  period. 

Since  then,  much  has  happened.     Some  of  the  projects  have  been  com- 
pleted, or  are  now  financed  and  under  way.     Others  have  been  alter- 
ed as  a  result  of  further  study,  replaced  by  alternate  proposals, 
consolidated  into  larger  Drojects,  or  otherv/lse  removed  from  active 
lists.     Furthermore,  the  present  listing  is  limited  to  proposals  for 
consideration  in  the  imT»"ediate  future   (six-year  period),  and  excludes 
all  item.s  dealing  with  transportation  and  transit,  since  recommenda- 
tions for  related  bond  issues  have  already/  been  presented  by  the 
V.Sijor  to  the  Board  of  Supervisors,  and  ordered  placed  on  the  Novem^ber 
ballot . 

The  projects  in  the  original  (1945)  post-war  program  compiled  by  the 
Planning  Commission, which  have  been  eliminated  in  these  various  way?, 
from  the  present  listing  may  be  roughly  grouped  and  summarized  as 
shown  below.     All  the  figures  are  apprxiraations,  and  the  cost 
estimates  are  those  of  the  earlier  report. 

^  Post-Vvar  *  Pro  je  ct  s  Not  Included  in  the  Present  List 


Mo.  of 

Projects 


A)  Constructed,  or  under  way,  or 
assumed  to  be  covered  by  anticipat- 
ed allowance  in  annual  budget;  or 
covered  by  bonds  already  voted.  

Sewers  (Bonds  voted  may  not  cover  all) 

Airport  (Bonds  voted) 

Juvenile  Court  (Bonds  voted) 

Streets  and  ?:ighways  (Gas  tax,  etc.) 

P'etch  Tetchy  System  (Revenues) 

V/pter  Distr.  System  ((.Sj/i/yr.  from  revenues) 

Street  Lighting  (Budget  -  ;.350  .OOO/yr. ) 

Public  Fealth  Dept.   (Budget  -  t300,000/yr. ) 

Police  Dept. 

Recreation  Dept. 

Park  Dept. 

Jflscellaneous  (  Library,V/elf are ) 


Subtotals 


B)  Replaced  by  the  Proposed 
Transportation  Bond  Issues  (1947). 

Streets  and  Highways 

Municipal  Railway  Rehabilitation 

1,'otor  Parking  Terminals 


271 


8 
1 
1 


Estim_ated 
Cost  -  1945 


118,347 
20,000 
1,250 
3,589 
1,107 
14,107 
4,309 
1,454 
147 
127 
601 
70 


,000 
,000 
,000 
,000 
,000 
,000 
,000 
,000 
,000 
,000 
,000 
.000 


^65,108,000 


19,996,000 
9,928,000 
3,000,000 


Subtotals 


10 


$32,924,000 
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No.  Of  Estimated 
Projects        Cost  -  1945 


C)  Withheld  for  later  consideration. 


►  Streets  and  Highways  (later  construction) 
Eetch  Hetchy  Power  (later  "bonds) 
Tide land  Reclamation 
Embarcadero  Freeway 
Urban  Redevelopment  Sites 
Civic  Auditorium  (new) 
S.  F.  Housing  Authority 


18 
10 
1 
1 
1 
1 
6 


I  8,771,000 
73,624,000 
4,000,000 
8,000,000 
2,600,000 
10,000,000 
5,500,000 


Subtotals 


38 


5112,495,000 


D)  Inactive  (Abandoned,  combined 
with  others,  or  not  now  presented 
for  other  reasons.  ^  


Board  of  Education  (Combined  6-replaced  12)  18  3,976,000 

Recreation  Dept . ( Combined-21;replaced-9 )  30  839,000 

Park  Dept.   (Combined-14;  inactive-7)  21  2,600,000 

Miscellaneous  (not  presented)  27  4,846,000 

Subtotals  90  |  12,261,000 


E)  Not  Received     (in  preparation) 
Fire  Department     (all  earlier  projects)  13  6,382,000 


TOTALS  428  |229,170,000 

*    The  asterisks  Indicate  that  distribution  between 
Groups        G ,  and  D  is  approximate  in  these  cases. 


The  remaining  132  projects  have  been  again  presented  by  the  depart- 
ments concerned  for  consideration.       But  new  cost  estimates  for 
these  have  increased  the  original  total  of  $52,935,000  by  $31,366,970 
or  nearly  60^-^,  so  that  they  are  now  estimated  to  cost  - 

(132)  84,301,970 

The  following  entirely  new 
projects  have  been  submitted: 


Board  of  Education 

(11) 

5,715,000 

Public  Library 

(2) 

112,000 

Recreation  Dept. 

(3) 

427,000 

Park  Dept. 

(5) 

138,000 

Public  Health  Padgs. 

(1) 

1,485,000 

Bureau  of  Architecture 

(1) 

816,000 

so  that  there  are  now  presented  153  projects,  to  cost  f  92,994,970 


Citizen's  Post-War  Planning  Committee 
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On  August  20,  1945  a  Citizen's  Post-war  Planning  Committee,  having 
considered  the  program  as  submitted  by  the  Planning  Commission  and 
other  proposals,  recommended  a  list  of  projects  totalling 
^177,454,000,  v/ithout  reference  to  any  "six-year"  period* 

The  differences  betv;een  the  Committee's  recommendations  and  those 
of  the  Planning  Commission  may  be  summ.arized  briefly  as  follows: 

a)  Reductions  made  by  the  Committee  Estimated 

Cost  Reduction 


Sewers  (Bonds  had  meanwhile  been  voted) 
Highways  (Various  items  omitted) 
highways  (Lower  estimates  of  cost) 
Central  Traffic  Building( Duplicated  project) 
Retch  Hetchy  Power  System  (Deferred) 
Water  Distr.  System  (To  be  from  revenues) 
Municipal  Railv;ay  (Lower  estimate) 
Public  Library  (Assumed  to  be  in  budget) 
De  Young  Euseum  (Lower  estimate) 
Park  Department  (Various  items  deferred) 
Public  7/elfare  (Repairs  -  not  capital  impr. ) 
War  Memorial  Bldg.   (  "  "  "  "  ) 

Juvenile  Court  Bldg.   (Bonds  had  been  voted) 
Urban  Redevelopment  Sites  (Lower  estimate 
Civic  Auditorium  (Deferred) 
Produce  Market  Land  (Omitted) 
Housing  Authority  (Not  considered) 


w  8 

,652,000 

9 

,292,000 

1 

,730,000 

298,000 

74 

,194,000 

16 

,239,000 

1 

,898,000 

134,000 

11,000 

5 

,302,000 

40,000 

145,000 

1 

,250,000 

500,000 

10 

,000,000 

500,000 

5 

,500,000 

Total  Reductions  $135,685,000 


■K-  Items  were  in  C. P. C.  "Deferred  List" 


B)  Additions  made  by  the  Committee 


(Increased  Cost) 


Reconstruction  of  "street-car  streets", 

traffic  signal  installation,  etc,  f  4,410,000 

Division  Street  Viaduct  6,000,000 

School  Buildings  (revised  estimate)  91,000 
public  Health  Bldgs. (Higher  estimate  of  needs)  1,028,000 

Civic  Center  Land  (Higher  estimate)  565,000 

Transit  Rolling  Stock  15,339,000 

Market  street  Study  3,000,000 

Public  Garage  600,000 


Total 

#  Not  considered  "capital 

by  C.P.C. 


Increases  f531,033,000 
improvement" 


ooeH 
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The  Committee  also  substituted  a  proposed  elevated  extension  across 
yarket  Street  between  Sixth  and  Seventh  Streets  for  the  Planning 
Commission's  proposed  Smbarcadero  Freev/ay,  the  cost  in  each  case 
being  estimated  at  ^'8,000,000.      The  Committee  estimated  that  new 
financing  would  be  required  in  the  amount  of  ^135 ,625,000,  the  re- 
mainder being  handled  on  a  pay-as-you-go  basis  in  annual  budgets. 


Departmental  Proposals  Reviev/ed 

The  Planning  Commission  has  not  at  this  time  passed  upon  the  merits 
of  any  of  the  proposals  submitted  by  the  Departm.ents,  but  has  siKply 
compiled  them,  in  accordance  with  the  Mayor's  directive.     The  priorities 
Indicated,  the  cost  estimates  and  the  selection  of  projects  and  in- 
dications of  proposed  sites  are  all  those  of  the  sponsor  In  each  case. 
However,  in  many  cases,  the  lists  reflect  the  result  of  conferences 
and  discussions  held  in  1943  and  1944,  in  connection  with  the  Post- 
war Program,     The  Commission  believes  that  the  departments  have  given 
these  proposals  very  careful  consideration,  and  that  with  few  ex- 
ceptions they  are  soundly  conceived  and  timely. 

With  reference  to  the  exceptions,  it  is  the  belief  of  the  Commission 
that  conferences  should  be  arranged  at  which  these  may  be  ironed  out, 
80  that  the  program  as  a  whole  can  be  one  which  all  concerned  will 
support.     The  statements  which  follow  have  been  prepared  by  the  staff 
for  convenience  as  a  summary  of  the  m.ore  detailed  project  lists. 


Board  of  Education  52  Projects  $27,500,000 

These  proposals  were  recommended  by  the  Sub-Committee  on  Sites  and 
Buildings  of  the  Board  of  Education,  and  were  approved  by  the  Board 
Itself  for  transmission  to  the  Fayor,     The  Board  has  not  acted  upon 
the  matter  of  priority.     The  Planning  Commission,  upon  request  of 
the  Board,  has  authorized  staff  assistance  during  the  last  two  years 
to  the  Sub-committee  in  its  studies  of  population  trends  and  the 
rising  trend  in  school  enrollment  as  related  to  existing  school 
facilities  and  the  Master  Plan  of  Land  Use,     The  projects  recomjnend- 
ed  are  in  complete  accord  with  the  results  of  these  studies.  Pro- 
posed expenditures  would  be  spread  over  a  five-year  period.     A  bond 
Issue  covering  substantially  this  program  will  probably  be  presented 
to  the  voters  in  1948. 

Proposals  include  five  new  structures  at  the  Junior  College,  two  new 
High  Schools,  two  new  Junior  High  Schools,  10  new  Elementary  Schools, 
additional  units  at  10  school  sites,  an  administration  building,  six 
•dimming  pools,  and  a  broad  program  of  rehabilitation  work  at  all  of 
the  older  schools. 

The  locations  of  the  six  swimming  pools,  which  are  proposed  to  be 
constructed  at  Junior  High  Schools,  require  checking  against  those 
proposed  by  the  Recreation  Comm.ission,  to  assure  an  even  distribu- 
tion r.nd  maximum  usefulness  of  all. 
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Fire  Department 


In  preparation 


The  list  of  projects  to  be  submitted  by  the  Fire  Departirent  is  still 
in  preparation.     In  1944,  this  Department's  requests  included,  in 
addition  to  a  number  of  nev/  engine  houses,  the  following  major  capital 
improvement  items: 


The  cost  estim.ates  given  here  are  those  of  1944.     In  view  of  the 
higher  costs  now  prevailing,  it  may  be  assumed  that  these  projects 
would  require  at  least  ^6, 000, 000  to  construct  now.     The  engine  houses 
and  necessary  rep?.irs  to  existing  buildings  could  be  taken  care  of  on 
a  pay-as-you-go  basis,  if  such  a  policy  met  with  approval. 


park  Commission  50  Projects  |9, 689, 100 

The  Park  Commissioners  had  75  projects  in  their  '*Post-"ar"  list. 
Of  these,  44  are  included  in  the  present  proposals,  some  by  consolidat- 
ing various  minor  projects  at  a  single  location.     Of  those  omitted,  27 
are  very  small  item.s  (15  of  them  involving  not  more  than  |i20,000  each 
and  none  over  ;;70,000)  which  it  would  clearly  be  more  desirable  to 
construct  on  a  pay-as-you-go  basis.    All  but  one  of  the  larger  pro- 
jects omitted  are  among  those  which  the  Planning  Commission  recomm^end- 
ed  for  "deferral"  (beyond  the  first  six-years)  in  the  Post-l'ar  program. 
None  of  the  proposals  included  involve  any  purchase  of  new  land  for 
park  purposes.     In  1945,  the  Planning  Commission  recommended  that  at 
least  half  a  million  dollars  be  set  up  for  land  acquisition.  Five 
million  dollars,  or  a  little  over  half  the  total  amount  proposed  wouDd 
be  absorbed  by  3  projects,  i.e.  ,de  velopm.ents  at  the  Zoological 
Gardens,  a  new  Conservatory  in  Golden  Gate  Park,  and  the  Rehabilitation 
and  Extension  of  the  Yacht  Harbor.     Three  new  projects  have  been  added 
the  total  cost  of  which  is  $138,000.     Fifteen  of  the  30  projects  are 
for  work  in  Golden  Gate  Park. 

The  location  and  extent  of  active  recreation  facilities  included  in 
this  program,  and  in  that  of  the  Recreation  Department,  require  study 
to  determine  whether  optimum  distribution  is  secured  in  the  combined 
result. 

Proposals  included,  in  addition  to  the  three  large  ones  mentioned  above, 
ere  for  general  development  or  rehabilitation  work  in  various  parks, 
repairs  to  Kezar  Stadium,  improvements  at  McLaren  Lodge,  construc- 
tion of  shop  and  warehouse  facilities,  play  facilities,  3  field  houses, 
a  number  of  convenience  stations,  the  improvement  of  water  supply  and 
irrigation  systems  and  other  items. 

Police  Department  6  Projects  $4,500,000 

The  proposals  of  the  Police  Department  are  the  same  as  those  submitted 
in  1944,  except  for  revisions  in  cost  estimates  aid  the  elimination  of 
3  items,  which  have  been  taken  care  of  from  current  revenues.     It  is 
proposed  to  complete  all  projects  within  three  years. 


Project  1001 
Projects  1010-13 
Project  1014 


Headquarters  Building 
High  Pressure  Systems 
Cisterns 


I  572,000 
3,405,500 
500,000 


1 
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Polise  Department   (Con't.)  6  Projects  f 4, 500, OOP 


Proposals  include  a  new  addition  to  the  Plall  of  Justice,  a  Central 
Traffic  Building,  new  facilities  at  the  Police  Training  Grounds,  and 
the  replacement  of  three  obsolete  police  stations. 

The  Planning  Comrrission,  in  its  earlier  report,  emphasized  the  im- 
portance of  placing  new  administrative  buildings  such  as  the  Central 
Traffic  Building  in  proper  relation  to  the  Civic  Center* 


Public  Library  17  Projects  ^2,509,000 

The  proposals  of  the  Public  Library  are  the  sam.e  as  those  submitted 
in  1944,  except  for  the  omission  of  the  Parkside  Branch  (already 
budgeted)  from  the  request  for  funds,  and  the  inclusion  of  proposals 
for  Branch  Libraries  to  serve  fast  growing  Crocker -Amazon  and  Sunny- 
side  districts.     Cost  estimates  have  been  revised  upward. 

The  general  location  of  the  16  proposed  branch  libraries  is  in  line 
with  needs.     Specific  locations,  where  land  is  to  be  acquired,  should 
be  examined  with  a  view  to  possible  co-ordination  with  other  commun- 
ity facilities,  as  was  done  in  the  case  of  the  Sunset  Community  Center. 
Expenditures  for  the  branch  buildings  are  evenly  spaced  over  four  years 
with  the  TV^ain  Library  wing  in  the  fifth  year. 

In  its  former  report,  the  Planning  Commission  suggested  the  possibility 
of  deferring  the  construction  of  the  Main  Library  Wing  (Project  807, 
estimated  cost  ^1,170,000)  until  a  later  date. 


Public  Utilities  Commission  1  Project  $25,000,000 

The  Public  Utilities  Commission  proposes  the  construction  of  Water 
Supply  Aqueduct  Pipe  Lines,  including  a  second  parallel  62"  line 
across  the  San  Joaquin  Valley.     The  proposal  will  increase  revenues, 
and  take  care  of  the  city's  needs  up  t o  1968,  on  the  assumption  that 
about    2, 000, 000  a  year  can  be  expended  out  of  current  revenues  for 
normal  expansion  and  replacements  of  other  elements  of  the  water 
system.     Proposals  for  extensive  power  developments,  included  in  the 
inventory  of  over-all  post-war  needs,  are  not  presented  at  this  tirre. 

Sale  of  about  ^i6, 000, 000  of  the  bondsv/ould  be  deferred  until  the 
third  year.     This  proposal  will  be  voted  upon  by  the  electorate  in 
November,  1947. 

Public  ^^vorks  Department  7  Projects  |;11,552,850 

The  Bureau  of   frchitecture  submits  these  7  projects,  acting  with 
reference  to  the  first  two  on  behalf  of  the  Department  of  Public 
Health  and  with  reference  to  the  last  one,  which  has  to  do  with  a 
new  Civil  Courts  Building,  on  behalf  of  the  judiciary.     The  Public 
Works  Departm.ent  makes  no  recommendation  as  to  this  latter  project. 
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Publio  Works  Department     (Con't.)       7  Projects  |11^552,850 

but  merely  submits  the  data  in  order  that  it  may  be  given  consider- 
ation. 

The  proposal  to  construct  a  new  ward  building  at  the  Laguna  Honda 
Fome  is  a  nev/  project  (not  included  in  the  Post-Vi/ar  Program)   ard  the 
same  is  true  of  the  proposed  municipal  garage  at  the  Civic  Center. 
Such  a  garage  v;as,  however,  advocated  by  the  Citizens'   Post -War 
Planning  Comimittee,     The  proposals  to  make  alterations  at  the  City 
Fall  and  to  increase  the  capacity  of  the  Civic  Center  power  plant 
are  both  contingent  to  some  extent  upon  the  prior  construction  of 
the  new  Civil  Courts  Building  and  a  new  central  buiilding  for  the 
Fire  Department . 

With  reference  to  all  these  projects,  except  those  of  the  Health 
Departm.ent  and  the  proposed  warehouse  for  voting  machines,  attention 
is  called  to  the  comments  made  by  the  Planning  Commission,  in  its 
"Supplemental  Report  on  Post-War  Improvements"  (Oct.  1,  1944),  pp, 
9-11. 


Recreation  Commission  60  Projects  ^1.12,664,000 

The  Recreation  Commission's  former  90  project  proposals  are  reduced 
to  60  because  of  the  completion  of  a  few  of  the  earlier  proposals, 
the  abandonment  of  a  few,  and  the  consolidation  of  what  were  formerly 
individual  projects  into  several  larger  projects.     Only  3  new  projects 
have  been  added.     Cost  estimates  have  been  increased  about  30/o.  The 
entire  program  is  scheduled  for  early  construction,  mostly  v/ithin  the 
first  two  years.     It  has  been  approved  as  part  of  the  "Master  Plan 
for  Youth"  developed  by  citizens  interested  in  the  recreational 
program,  and  will  be  voted  upon  by  the  electorate  in  November,  1947. 
Some  of  the  proposals  call  for  considerable  expenditures  (collective- 
ly about  ^900,000)  within  the  district  now  under  study  for  possible 
redevelopment  in  the  Western  Addition.     These  should  perhaps  be  less 
explicitly  defined,  in  order  to  provide  flexibility  in  connection 
with  new  plans  for  that  area. 

Proposals  include  19  field  houses;  18  new  and  13  improved  playgrounds 
(including  field  houses  in  some  cases);  7  recreational  center  build- 
ings; 6  swimrring  pools;  2  administration  buildings;  lighting  at  20 
playgrounds;  and  other  specialized  facilities  including  beach  develop- 
ment, mxountain  camps,  children's  day  camp,  museum,  drama  center, 
and  roller  rink. 
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bllc  >.orks  Department  (CJon't.)     7  Frojeots  <^  11,552,850 

t  merely  submits  the  data  in  order  that  it  may  be  given  consider- 
i  on  • 

The  proposal  to  construct  a  new  ward  building  at  the  Laguna  Honda 
^'OTne  is  a  new  project  (not  included  in  the  Post-Jl.ar  Program)  and  the 
same  is  true  of  the  proposed  municipal  garage  at  the   Civic  Center, 
ch  a  garage  was,  however,  advocated  by  the  Citizens'  Post-War 
annin.g  Committee,     '-^he  proposals  to  make  alterations  at  the  City 
11  and  to  increase  the   capacity  of  the  Civic  Center  power  plant 
■e  both  contingent  to  some  extent  upon  the  prior  construction  of 
e  nev/  Civil  Courts  Building  and  a  new  central  building  for  the 
re  Department, 

In  its  "SupplementsQ.   Report  on  Post-War  Improvements"  (Oct.  1,1944) 
the  Planning  Con^mission  recommended  deferi'al   of  the  construction 

the  Civil  Courts  Building  because  of  a  lack  of  coordination 
among  major  projects  for  the   Civic  Center  and  the  Kail  of  Justice. 
It  v;as  pointed  out  then  that  whenever  construction  of  this  building 
Is  scheduled  all  related  projects  should  be  carefully  correlated 
therewith. 

In  the  present  compilation,  a  project  for  rem.odeling  the  Hall  of 
Tustice  is  presented  by  the  Police  Department,  as  well  as  a  propos- 
al for  a  Central  Traffic  -oureau  (see  comment  on  previous  page). 

Recreation  Commission  60  Projects  |12,664,000 

Che  Recreation  Commission's  former  90  project  proposals  are  re- 
'ced  to  60  because  of  the  completion  of  a  few  of  the  earlier 
■^oposals,   the  abandonment  of  a  few,  and  the  consolidation  of  v;hat 
/ere  formerly  individual  projects  into  several  larger  projects, 
'nly  5  new  projects  have  been  added.     Cost  estin^ates  have  been  in- 
creased about  50;:^.     '•'•'he  entire  program  is  scheduled  for  early  cons- 
■-ruction,  mostly  within  the  first  tv/o  years.     It  has  been  approved 
^  part  of  the  "Faster  Plan  for  Youth"  developed  by  citizens  inter- 
3ted  in  the  recreational  prograrr,  and  v;ill  be  voted  upon  by  the 
lectorate  in  November,  1947.     Some  of  the  proposals  call  for 
•.onsiderable  expenditii re s  (collectively  about  ;.,900,000)  within  the 
istrict  nov;  under  study  for  possible  redevelopment  in  the  Western 
.ddition.     These  should  perhaps  be  less  explicitly  defined,  in 
•rder  to  provide  flexibility  in  connection  with  new  plans  for  that 
re  a. 

roposals  include  19  field  houses;  18  nev;  and  15  improved  pla:/- 
rounds  (including  field  houses  in  some  cases);  7  recreational 
enter  buildings;  6  swimming  pools;  2  administration  buildings; 
ighting  at  20  playgrounds;  and  other  specialized  facilities  includ- 
ng  beach  development,  mountain  camps,  children's  day  camip,  museum, 
rama  center,  and  roller  rink. 
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portation      Planning  Council      In  1 
March,  1947.  " 

D  s  : 

■  ^  ^      "                 -  X  P  2  N  D  I  T  'J  u  ^ 

TOTALS 

r 
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PARK 
30 

 1 

;i,  930, GOO 

 1 

il, 660, 000 
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$460,000 

$9,689,100 
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POLI 
6 
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^315, 000 

$4,500,020 

5 

puBr 
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C 306,000 

 1 

? 1,170, 000 

2,309,000 
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D] 

{Retsh 

^6,000,000 

$25,000,000 
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PUBL 
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Co, 955, 000 

;212,500 

,  

4200,000 

^11,332,850 
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E 
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$12,664,000 

$22,228,800 

(,10,195,090 
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$7,584,900 
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:SPARTVSNT 


IiHIiiK  OKSCHIFTICN 
OF  FROCSAU 


BCAHD    OF  SDOOaTICK 
32  projects 


30  Pro'ecta 


PCLICE  ZJEFAPTVEIT" 
6  Pro'ects 


FTEri?  IIr?.A?Y 
17  Projects 


fSet=h  Eetcr.T  :;eter) 
1  ?ro.'ect 

PTELI^  10P?2  DEPT. 
7  Projects 


ECCrCiA: ;  '.;  :-EPA?7rE7T 
«C  rrojeets 


?Je»  structures  at  Junior  Colle.-e, 
2  new  hl^h  schools,  2  new  Junior 
high  schools,  10  new  oleicentary 
schools,  additions  at  10  schools, 
adrlnlstratlon  bulldlnc,  6  swlic- 
clnz  pools,  and  rehabilitation 
at  older  school  buildings. 


In  Preparation 


Pehabllltate  "erar  Stedl'an,  new 
ronservat orT,  b-illdln^s  at  Zoo, 
Irrigation  systers,  Inprover.ents 
at  yacht  harbor,  development  and 
rehebilltstlcr.  of  various  park 
areas,  Inoladln,-  ionver.lence  sta- 
tions and  field  hottses. 


Addition  to  the  "all  of  J-jstlce, 
a  central  treffl:  bulldlnr,  new 
facilities  et  the  Police  training 
r-ra^nds  end  repls-enent  of  three 
obsolete  police  stations. 


16  nei:  branch  library  build lars, 
and  construction  of  a  new  win? 
on  the  rain  library  building  at 
the  Civic  Center. 


Construction  of  Water  Supply  Aque- 
duct pipe  lines,  Ir.cl-idlnr  a  new 
€2  Inch  parallel  pipe  line  across 
the  Sen  Joaquin  Velle-r. 


rew  ward  .bulldinr  at  L8;runfi  Honda 
'ore,  F'li'T.ond  Srrer^ency  ?ospital, 
l-unlclpel  garare,  alterations  to 
City  ?-all,  additions  to  Civic  Cen- 
ter power  Fouse , warehouse  for  vot- 
In;?  rechlnes.  Civil  Courts  Eld^. 

Z'^  ne Ifjhborhood  centers,  19  field 
ry^Btn,  18  plaTrrcjnds ,  adrlnls- 
tretlcn  billdln-,  awlrr-inir  pools, 
^x;.enalon  of  nountain  oer-pjllyht- 
Inr  of  20  pleyrro-^tv'.B ,  and  Other 
a     -. : : '  z-  •         1  it  lea . 


TOTALS 


TOTAL      FUNDS  NEEDED 


U*JD 


PLANS  COVCTRUCTIOM  viUIPkETIT 


f 390,000 


U,-'>90,260 


,1,2B7,30C    i  $13,012,700     t2, 000, 000 
rl'is 
4  jSvl  1 ,000 
Alterations 


«644,30O      C  9,026,700  $17, .500 


C27.T,020 


32,000  s  147,000      Cl/JSS.OOO  .155,000 


.0,000  .24,550,000 


eiO.OOO  V'31?>,100     CIO, 219,000  204,750 


'?46,502     $10,205,304  ?321,fl54 


C2, 072, 260    !  C4»-^e7,902    '103,775,704  |  C;2,779,104 


DI?:T!?I?UTTO 


iXPENDlTURK 


ICT  Y-JAR  2ND  YEAR  YiAH 


4TK  YEAR         5TH  Y2AR  CTF  T^A^ 


TOTAL 


12,556,500      i£, 597,300  I  ;7, 659,000      .:6,810,300  M,e74,&CC 


fl, 7- 0,100     ;2,319,000      *1, 930, GOO       -l.-^^Ci.OOO      U, 540, 000  *46O,0OO 


.,':74,.:j.  :i,:.o,.; 


5  273,000         t244,000         C316,000  $306,000     ?1, 170,000 


C15, 000,000 


$6,000,000 


; -03,600     C6, 111, 750      45,955,000  ;212,500  4200,000 


C5, 046,847  I  |5,24a,00o     Vl, 163,800    \  {1,206,290 


i;27,5CC,CCC 


$5,589,10: 


(4,500, OS-: 


:,309,00C 


$25,000,000 


ill,352,3&: 


C30, 330,007 


C22, 186,113    $22,228,800    ilO,lJ5,090    $7,564,900  $460,000 
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CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  740 (new) 
Date :    June.  1947 


Do  Not  Write  in  This  Space 


DEPARTMENT  EDUCATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:     Junior  College 

2.  Location:  


Classroom  Unit 


Phelan  Ave*  and  Ocean  ^ve. 


Dept'l  No  L 

Map  Key  L. 


3.    Brief  Description:  new|  x  I     addition|     |     Replacement!     |     repair  [ 


U.    Cost  Estimates: 


Funds  on  hano.  buogeteo.  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   I 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
 (Present  Request) 


$  60,000 
$  7U0,000 
I  95,000 


895,000 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  Plans. 

ACQUISITION  OF  LAND  (IF  ANY)_ 
final  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100^ 
100^ 


Months  Required  to 
Complete,  if  financed 


2k 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used  

$  12,000 
I  36,000 
1370,000 
$U77,000 
% 

I  

895,000 


Beginning  with  Number    1.    indicate   in  the  space 

OPPOSITE    the    relative    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Ed-ucation, 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  classroom  space  for  students  now  being  cared  for  in 
temporary  buildings  which  must  be  returned  to  another  city  department. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  Salaries 

CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  $  $ 

!0=  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 

IL  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?   No  (except  for  Post-War  Plans) 


12.  REMARKS: 


Increase  decrease 


None 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  709 


Includes  former  715 
Date !    .Tiinff,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  EDUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.    Project  Name:   Junior  College     Administration  &  Library  Unit    Qept'l  No.  L 


2.  Location: 


Ceean  Ave.  &Phelan  Ave. 


Map  Key 


3.    Brief  Description:  New|  X  |  addition[ 


REPLACEMENT 


This  unit  includes  Student  Union  and  Caifeteria. 


REPAIR  [_ 


U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


TOTALS 


5.    Status  of  Vfork: 


percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100^ 
100^ 


8.    Approximate  Work  Schedule  (If  financed): 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$ 

I  120,000 
$  1,U80,000 
J  190,000 

1,782,000 

•■■:t.t'}y-'.  • 

Months  Required  to 
Complete,  if  Financed 


30 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recomnendat ion  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


22,UOO 
67,600 
7U0,000 
9^2,000 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time... 


1,782,000 


PRIORITY 


Ifridetermined,  pending  action  of  Board  of  Education. 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUST  I  F r CAT  I  ON .    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    At?EA   SERVED.    INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  complete  college  facilities  for  students  now  being  housed 
in  temporary  and  inadequate  quarters. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  ,  Increase  decrease 


permanent  salaries 
Wages 

TEMPORARY  Salaries 

CONTRACTUAL  SERVICES  None 
MATERIALS  AND  SUPPLIES 
EQU IPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


11.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No  (except  fnr  Pn.<.t..War  Pi^ns) 


12.  REMARKS: 


fSTIMATED  BY 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPO  No .  710 


D at e :     J\me  ,  1947 


DO  NOT  Write  in  This  Space 


DEPARTMENT  F.DUCATIQN 

COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:  Jimior  College     Auditorium  &  Art  Unit  

2.  Location:  Ocean  Ave.  &  Phelan  Ave.  

3.  Brief  Description:  new|  x  I     additionI     |     replacement  |     |     repair  [ 


Dept'l  No  3 

Map  Key  ^ 


H.   Cost  Estimates: 


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  % 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


TOTALS 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  Plans, 
acquisition  of  land  (if  any), 
final  plans:  specifications- 
construct  i  on  


100^ 
100^ 


Additional  Funds  needed 
TO  complete  the  project. 
(Present  Request) 


$  125,000 

$  1,575,000 

I  200,000 

1,900,000 

Months  Required  to 
Complete,  if  financed 


30 


TOTAL  TIME: 

6.    Approximate  Work  Schedule  (If  financed):  Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7-.  Department's  Recommendation  as  to  Priority: 


beginning  with  number   1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used  

I  2U,000 
$  72,000 

$ 

$  790,000 
$  1,01U,000 
$  

1, 900,000 

PRIORITY 


Undetermined,  pending  action  of  Board  of  Sducation. 


8.    Purpose  Of  Project:    (Use  separate  sheet  !f  necessary) 


GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    S A V ! N GS _ E FF E CT E D,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  complete  college  facilities  for  sttidents  now  being  housed 
in  temporary  and  inadequate  quarters. 

9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  $  $ 

(0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No    (Except  for  Post-YiTar  Plans) 


12.  REMARKS: 


ESTIMATED  BY, 
APPROVED  BY 


Pub  .    Imp.  Form 
Dept.    of  City  P 
Revised.   Apr.  1 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 

Do  NOT  Write  in  This  Space 

DEPARTMENT  EDUCATION   BUREAU  

COMMISSION  OR   BOARD  OR  D I  V  I S I  ON 

1.  Project  Name:   Junior  College      Gymnasiums  &  Grounds  Dept'l  No.  ^  

2.  Location:  Ocean  Ave*  &  Phelan  Ave.   Map  Key  4  

3.  Brief  Description:  new |     \     addition|  X  |     replacement  |     |     repair  |  | 


CPD  No.JZ^S  

includes  former  736 
Date :    June  ^  1947 


U.   Cost  Estimates: 


Funds  on  Hand.  Budgeted,  or 
anticipated  prom  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  S 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   I 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
f 


UOjOoo 
500,000 

55,000 


595,000 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SF^ECI  F  I  C  AT  I  ON  S_ 
CONSTRUCT  I  ON  


100^ 
100^ 


Months  Required  to 
Complete,  if  Financed 


2h 


TOTAL  TIME: 

6.    Approximate  Work  Schedule  (If  financed):  Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)    Fifth  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used  

$ 
$ 
$ 
$ 
$ 
% 

$  595,000 


32,000 
250,000 
313,000 


Beginning  with  Number  1.  indicate  in  the  space 
opposite  the  relative  urgency  or  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8.    Purpose  Of  Project:    (Use  separate  sheet  \f  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED,    INCREASE    IN    CAPACITY,    SAVJNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  more  space  for  greatly  enlarged  student  body 
which  has  increased  from  2700  to  5000.       '  ' 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  Salaries 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  $  $ 

!0o  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  Wr.       (Bxeeub  for  Post-War  Plans) 


12.  REMARKS: 


ESTIMATED  BY 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPO  No.  757 


Date :  June.  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


EDUCATION 


COMMISSION  OR  BOARD 


Project  Name: Junior  College 


BUREAU   

OR  DIVISION 


Stadimn  &  Pool 


2.  Location: 


Ocean  and  Phelan  Aves. 


Dept'l  No.. 
Map  Key  ^ 


3.    Brief  Description:  new|x  I     addition|     |     Replacement  j     |  Repair 


U.    Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   I 


TOTALS 


additional  funds  needed 
to  complete  the  project. 
(Present  Request) 


$ 
% 
$ 


25,000 
325,000 
30,000 


380,000 


5.    Status  of  Work: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100^ 
100^ 


Months  Required  to 
Complete,  if  Financed 


2l4 


TOTAL  TIME: 

Approximate  Work  Schedule  (If  financed):  item  or  percent  cowPLeTEo 

FIRST  6  MONTHS 
SECOND   6  MONTHS 

SECOND  YEAR 

THIRD  YEAR 

FOURTH  YEAR 
(7)i.'ifth  YEAR 

7.  Department's  Recommendation  as  to  Priority: 

Beginning  with  Number    1.    indicate   in  the  space 

opposite    the    relative    UR6ENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME.... 

Undetermined,  pending  action  of  Board  of  Education. 


Portion  of  Requested 
Funds  Used 


% 
% 
$ 
$ 

s 
I 


20,000 
162,500 
197,500 
360,000 

PRIORITY 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  complete  the  Junior  College  facilities. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

I  Go  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?         No     (Except  for  Post-War  Plans. ) 


12.  REMARKS: 


ESTIMATED  BY.. 

APPROVED     BY  ^jhH^ ^  .   Jl/  r)lU.^^^A^  DEPT.    OF    CiTY  P-.Af 

Revised.   Apr.  19* 


^JJ^.^^^^  ^        i^^/t^  PUB.ImP.FormI 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  701 


includes  702; 703 
Date :   .iimt^,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


EBtJCifflON 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:     Abraham  Lincoln  High  School 

2.  Location:  2Uth  Ave*  &  Rivera  Street 


Dept'l  No  E_ 

Map  Key  §_ 


3.    Brief  Description:  new|  x  |     addition|     |     replacement  |     \     repair  [ 


One  unit  of  the  school  is  already  constructed. 


U.   Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


TOTALS 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100^ 
1005? 
90% 
0 


TOTAL  TIME: 


8.    Approximate  Work  Schedule  (If  financed): 


AobiTiONAL  Funds  Needed 

to    complete    the  PROJECT, 

(Present  Request)  

I  Sk,oQa 

$  1,9U6,000 
%  200,000 

2,200,000 

Months  Required  to 
Complete,  if  Financed 


2U 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


beginning  with  number    1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used  

%  975,000 

$1,225,000 

$ 

$ 

$ 

f  

2,200,000 

PRIORITY 


Undetermined,  pending  action  action  of  Board  of  Education 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 


This  school  is  now  greatly  oyercrowdeid.    Large  portion 
of  the  students  are  housed  in  shacks. 

9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  None 
MATERIALS  AND  SUPPLIES 
^  EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  $  $ 

!0o  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


Me  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No    f Except  for  Poirb-War  Plans) 


12.  REMARKS: 


ESTIMATED  BY 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  714 


Date :    June«  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  EDUCATION 

COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:     Lowell  High  School  

2.  Location:  California  &  Presidio  Avenue 


Dept'  l  No  I 

Map  Key  L 


3.    Brief  Description:  new|  x  |     additionI     |     replacement  |     |     Repair  [ 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS, 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 


TOTALS 


5.    Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100^ 
100% 
0 
0 


Additional  Funds  Needed 
TO  complete  the  project. 
 (Present  Request) 

$ 

$  200,000 

$  2,600,000 

%  280,000 

$  3,080,000 

Months  Required  to 
Complete,  if  financed 


30 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  Fifth  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 
$ 
I 


160,000 
1,300,000 
1,620,000 


Beginning  with  Number    I.    indicate   in  the  space 
opposite  the  relative  urcency  or  THIS  project 
AS  related  to  others  submitted  at  this  time..., 


$  3,080,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education 


8.    Purpose  Of  Project:    (Use  separate  sheet  \f  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 

A  new  school  needed  to  replace  an  old  and  inadequate 
high  school  voo;1ofi  ny'r.  U:. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

Permanent  salaries 

WAGES 

temporary  salari es 
Contractual  services 
materials  and  supplies 
equipment 

other  annual  costs 
TOTALS 


Increase 


DECREASE 


None 


!0=  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


11.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?        No      CSbccept  for  Post-War  Plans) 


12.  REMARKS: 


ESTIMATED  BY 
APPROVED  BY 


Pub.    Imp.  Form 
Dept.    of  City  p 
Revised.  Apr. 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANC  I  SCO 

Departmental  Proposal 


CPD  No.  741  (new) 
Date :     June.  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  EDUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  Outer  Mission  Junior  High  School 

2.  Location:  Not  acquired.  


DeptM  No  8. 

Map  Key  §_ 


3.    Brief  Description:  new|x  I  addition| 


REPLACEMENT  j       |      REPAIR  [ 


U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EOUIPMENT^  


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


$ 
I 


TOTALS 


5.    Status  of  Work: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100^ 
-0 

0 

0 


6.    Approximate  Work  Schedule  (If  financed): 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


I  90,000 
$  1,110,000 
$  110,000 


1,310,000 

Months  Required  to 
Complete,  if  financed 


2k 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


72,000 

55^,000 
683,000 


Beginning  with  Number   1.    indicate   in  the  space 

opposite    the    relative    urgency    or    this  PROJECt 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


$  1,310,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMfC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Needed  immediately  to  relieve  tremendous  overcrowding 
in  two  adjacent  junior  high  schools. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


i.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?      No         jCanoepti  far  Peiot'  Yfar  PlanaQ 


1 


12.  REMARKS: 


ESTIMATED  BY  

\L,    y  ^    A  ^  PUB.lMP.FORMi 

APPROVED     BY  -r^-^T-^ — -T"  .S6/-t---«iw<-^  DEPT.    OF    CITY  P:.AN 

Revised,   Apr.     J  94 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Departmental  Proposal 

Do  NOT  Write  in  This  Space 

DEPARTMENT  EDUCATION   BUREAU  

COMMISSION  OR  BOARD  OR  DIVISION 

1 .  Project  Name:   Sunset  JTmior  High  School  Dept  •  I  No.  9  

2.  Location:  37th  Ave.  &  Ortega  Strp^t.   Map  Key  9  

3.  Brief  Description:  new|  x  I     addition|     |     Replacement  |     j     Repair  |  | 


CPD  No .  704  

Date :     June.  1947 


U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


$ 
$ 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request)  


I  67,750 
$  1,682,2^0 

i  175,000 


1,925,000 


5.    Status  of  Vtork: 


Percent  now  completed 
( I  F  any) 


Preliminary  studies  or  plans. 

ACQUISITION  OF  LAND  (IF  ANY)_ 
final  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100^ 
100^ 

0 

0 


Months  Required  to 
Complete,  if  financed 


2n 


p-    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN    THE  SPACf 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


Portion  of  Requested 
Funds  Used  

I 

%  50,000 

$  8U2,000 

I  1,033*000 
$ 

I  1,^25,6(50 — 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

The  Sunset  District  has  no  Junior  High  School.    This  school  will 
receive  great  overloads  in  the  Sunset  District  elementary  schools. 
Our  greatest  shortage  of  classroom:  space  is  in  the  outer  S\mset. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


Permanent  salaries 

WAGES 

Temporary  Salaries 

contractual  Services  None 

materials  and  Supplies 

equipment 

Other  annual  costs 


TOTALS  $ 

!0o  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


I.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?   ^c&viir  for  -Post-Wa:  ftms) 


12.  REMARKS: 


ESTIMATED  BY 


Pub.    Imp.    Form  1 

APPROVED     BY         .^T^-^^--^  DEPT.     OF    C.TY  P^AN^ 

Revised,   Apr.     1 947t 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  745  (new) 
Date :     June,  1947 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT  EDUCATION 

COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.    Project  Name:       Burnett  Elementary  School- 


2.  Location: 


Newcomb  and  Lane  Streets 


3.    Brief  Description: 


New  Ix 


ADDITION 


Dept'l  No.  10 
Map  Key   in 


REPLACEMENT 


REPAIR  [ 


U.    Cost  Estimates: 


6.    Approximate  Work  Schedule  (If  financed): 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT_  


Funds  on  hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


% 
$ 
I 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
 (Present  Request) 


$ 


Uo,ooo 
U85,ooo 
Uo,ooo 


565,000 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  1  ON  


100^ 

100^ 

0 
0 


Months  Required  to 
Complete,  if  Financed 


2U 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
Fifth  YEAR 


Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


% 
% 
$ 
$ 
% 
I 


32,000 


533,000 
i  565,000 


Beginning  with  Number    1.    indicate   in  the  spacc 
opposite  the  relative  urgency  op  this  project 
as  related  to  others  submitted  at  this  timc... 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GfVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

A  new  and  larger  school  needed  to  acccanmodate  the  students  of 
I  the  Hunter's  Point  area. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  $  $ 

!0o  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


lie  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?        No     B.^l&Au^  rui-root  Wriii  Vlnm.) 


12.  REMARKS: 


ESTIMATED  BY 
APPROVED  BY 


Pub  .    Imp.    Form  1 
Dept.    of  City  P. anh 
Revised.   Apr.  194? 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  750 


Date :   June,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


EDUCATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:    Candlestick  Cove  School 

2.  Location:  Wheeler  -&  Lathrop  Streets 


3.    Brief  Description:  new |  x  I  addition[ 


Dept'l  No.  11 
Map  Key  


REPLACEMENT 


REPAIR  [ 


U.   Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues. 
OR  other  sources. 


FOR  land  to  be  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  % 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


TOTALS 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans, 
acquisition  of  land  (if  any), 
final  plans:  specifications- 
construct  i  on  


100^ 
100% 

0 
0 


6.    Approximate  Work  Schedule  (If  financed): 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 
$ 


Uo,ooo 

U8^,000' 

Uo,ooo 


56^,000 


Months  Required  to 
Complete,  if  Financed 


2h 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Departnient 's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  used 


$ 
$ 
$ 
$ 

$ 


8,000 
2U,000 

533,000 


beginning  with  Number    1.    indicate   in   the  space 
opposite   the  relative  urgency  of  this  project 
AS   related  to  others  submitted  at  this  time... 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 


A  new  district  settled  during  the  war.    It  is  now  a  permanent 
housing  section  and  it  needs  a  permanent  elementary  school. 
Children  now  housed  in  tenporary  quarters. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

Permanent  salaries 

WAGES 

Temporary  salaries 
contractual  services 
Materials  and  supplies 
equipment 

other  annual  costs 

TOTALS 


INCREASE 


DECREASE 


None 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?      No      (^i^xcept  for  Post-War  Plans) 


12.  REMARKS: 


ESTIMATED  BY 
APPROVED  BY 


Pub  .    Imp.    Form  1 
Dept.    of  City  Plai 
Revised,   Apr.  s9' 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  744  (new) 

Date :       June.  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


EDUCATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:     Fremont  School 

2.  Location:  


Masonic  Ave.  and  Turk  St, 


3.    Brief  Description: 


Dept'l  No  12_ 

Map  Key  12. 


NEW  I  X  I       ADDITION I       |       REPLACEMENT  \       \       REPAIR  [ 


H,   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES,  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


TOTALS 


5.   Status  of  Work: 


PERCENT   NOW  COMPLETED 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCTION  


100^ 
100^ 

o' 

0 


6.    Approximate  Vtork  Schedule  (If  financed): 


Additional  Funds  Needed 
to  complete  the  project. 
 (PRESENT  Request) 


$ 
$ 


Uo,ooo 
U85,ooo 

i;0,000 


565,000 


Months  Required  to 
Complete,  if  Financed 


2h 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


a,  000 
2U,000 


$ 
% 
$ 

$  533,000 
$ 

t  

$  >&i>,ooo 


Beginning  with  Number    1.    indicate   in  the  space 

OPPOSITE     THE    relative    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


Give  economic  justification,  prospective  benefits,  number  of  persons 
or  area  served.   increase  in  capacity.  savings  effected,  or  other 
appropriate  factual  data  according  to  the  type  of  project. 

A  new  school  needed  to  accommodate  the  children  of  the  new  tract 
about  to  open  on  the  Calvary  Cemetery  Site. 


9.  Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  Honc 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  $  $ 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 

11.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?     No     -te/,um,jL  rnv  Pnnt.a¥ft^i-^q^ft&^^ 

12.  REMARKS: 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPO  No.  742  (new) 
Date :      June,  1947 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT  EDUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:    Hillcrest  School 

2.  Location: 


Silliman  and  Cambridge  Streets 


Dept'l  No.  313 
Map  Key  15 


3.    Brief  Description:  new|x  |     addition|     |     Replacement  |   ,J     repair  f 


U.    Cost  Estimates: 


FOR  land  to  be  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  E0UIPMENT_  


ruNos  ON  Hand.  Budgeted,  or 

ANTICIPATED    FROM  REVENUES. 
OR   OTHER  SOURCES. 


$ 

$ 
$ 
I 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 


30,000 
370,000 
32,000 


U32,000 


6.   Status  of  Vtork: 


Percent  now  completed 
(ir  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100% 
100^ 

0 
0 


Months  Reouired  to 
Complete,  if  financed 


20 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority; 


Portion  of  Requested 
Funds  Used 


$ 
$ 
% 
% 
I 
I 


3,600 
20,U00 

U08,000 


$  U32,000 


Beginning  with  Number    I.    indicate   in  the  space 
opposite  the  relative  urgency  op  this  project 
At  related  to  others  submitted  at  this  time... 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8.    Purpose  Of  Project:    (Use  separate  sheet  !f  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY,    SAVJNGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

Increased  population  in  this  area  reqtiires  a  neir  and 
larger  school. 


9,    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


permanent  salaries 
Wages 

temporary  salaries 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

!0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


11.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?       Md     (acoopt  fnr  pnPit-war  piano t) 


12.  REMARKS: 


ESTIMATED  BY. 
APPROVED  BY 


T 


Pub.    Imp.    Form  1 
DEPT.    of  City  p-^ aP 
Revised.   Apr.  19| 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  751 


Date :     June.  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


EDUCATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:     Hunter's  Point  Elementary  School  . 

2.  Location:     Southridge  Road  near  Kiska  Road  

Add i t I  on 


3.    Brief  Description: 


NEw[x 


 Dept'l  No  Ik. 

  Map  Key  il 

REPLACEMENT  |        |  REPAIR 


U.   Cost  Estimates: 


Funds  on  hand,  BuoeETEO.  or 

ANTICIPATED    FROM  REVENUES. 
OR   OTHER  SOURCES. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


TOTALS 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


$ 
$ 


30,000 

370,000 
32,000 


U32,000 


6.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


1005^ 
100^ 

0 

0 


Months  Required  to 
Complete,  if  Financed 


20 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 

$ 


2U,000 
1^08,000 


$  U32,000 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN     THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTKD.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

This  district  has  no  permanent  school  building,  and  the  population 
is  going  to  stay.    Children  now  housed  in  temporary  quarters. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 

Permanent  Salaries 
wages 

Temporary  Salaries 


contractual  Services  None 

MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


None 


I.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?        No     (Except  for  post-war  pJans) 


12.  REMARKS: 


ESTIMATED  BY  

Pub  .    Imp.    Form  tl 
_  Dept.ofCityPl| 

Revised.   Apr.  19 

I 


APPROVED    B  Y 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  7.-^2 


Date :       June,  1947 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT  BSUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:    Lake  Merced  Elementary  School 

2.  Location:  Tapia  and  Arballo  Drives  


Dept'l  No.  15 
Map  Key  15. 


3.    Brief  Description: 


NEW  X 


ADDITION 


REPLACEMENT  |        |       REPAIR  [ 


H,    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT__  


Funds  on  hano.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project, 
(Present  Request) 


I 
$ 


Uo,ooo 
it85,ooo 
Uo,ooo 


^65,000 


5.   Status  of  Wbrk: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  Plans, 
acquisition  of  land  (if  any), 
final  plans;  specifications- 
construct  i  on  


100> 
100^ 
0 
0 


Months  Required  to 
Complete,  if  financed 


2h 


'6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  used 


% 
$ 
$ 
$ 
$ 


32,000 


533,000 


$  565,000 


BEGINNING    with    NUMBER     1.     INDICATE     IN    THE  SPACt 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS    TIME.  .. 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8.    Purpose  Of  Project;    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Weeded  to  replace  bungalow  type  classes  in  this  new  district. 


9 .    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


permanent  salaries 
Wages 

temporary  salaries 

CONTRACTUAL  SERVICES  None 
MATERIALS  AND  SUPPLIES' 
EQU IPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $  $ 

lOo  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 

i.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No    (Except  for  post-war  plans.) 


12.  REMARKS: 


ESTIMATED  BY 


APPROVED  BY 


Pub.    Imp.    Form  1 
De  pt  .    OF  City  P:,/ 
Revised.    Apr.  19 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  7P4 


Date :     June,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


EDUCATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:     Mjralcana  Elementary  School 

2.  Location:  Ctaar  and  Sequoia  Ways  


Dept'l  No.  16 
Map  Key 


3.    Brief  Description:  new|  x  |     addition|     |     replacement  j     |     Repair  [ 


I.   Cost  Estimates: 


Funds  on  Hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


TOTALS 


Additional  Funds  Needed 

TO    COMPLETE    the  PROJECT. 

(Present  Request) 


$ 
$ 
$ 


30,000 
370,000 
32,000 


14.32,000 


5.   Status  of  Wbrk: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 

ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100^ 
100^ 
0 
0 


Months  Required  to 
Complete,  if  Financed 


20 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


3,600 
20,U00 

108,000 


Beginning  with  Number    1.    indicate   in   the  space 

OPPOSITE    the    relative    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


$ 
$ 
$ 
$ 
$ 
I 

I  U32,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OH    AREA   SERVED.    INCREASE    IN    CAPACITY.    SAVINGS    EFFECTtD,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

This  rapidly  growing  district  has  no  permanent  school  building. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


I 


TOTALS  $ 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?   ^r.     CExcept  for  Post-War  Plans) 


12.  REMARKS: 


ESTIMATED  BY  

/Q  PUB.lMP.FORMl" 
APPROVED    BY  ^  Aj^A.^,^^/^  D^p^      OP    CITY  Pl<^ 


Revised.    Apr.  i9j 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 

Do  NOT  Write  in  This  Space 

DEPARTMENT       SLUCATION   BUREAU   

COMMISSION  OR  BOARD  OR  DIVISION 

1.  Project  Name:     Merced  Manor  Elemaitary  School  Dept'l  No.  17  

2.  Locat  1  on :  Eucalyptus  Drive  and  2^th  Ave»   Map  Key  12!  

3.  Brief  Description:  new|  x|     addition|     |      replacement  |     |     repair  |  | 


CPD  No .  725 
Date:   J^ne,  1947 


4.   Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  Hand.  Buogeteo,  or 
anticipated  from  revenues, 
or  other  sources. 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


30,000 
370,000 
32,000 


ii32,000 


6.   Status  of  Work; 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100^ 
100^ 

0 

0 


Months  Required  to 
Complete,  if  Financed 


20 


8.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
if)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used  

$ 

$ 

$  2li,000 
$ 

$  Uo8,ooo 


$  ii32,000 
PRIORITY 


Undetermined,  pending  action  of  Board  of  Education 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

This  new  tract  is  developing  rapidly.    Children  in  this 
area  must  not  be  conpelled  to  cross  19th  Avenue  arterial 
and  Ocean  Avenue  to  attend  the  nearest  school. 

9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


Permanent  Salaries 

WAGES 

Temporary  salaries 

contractual  services  None 

materials  and  Supplies 

equipment 

Other  annual  costs 


TOTALS  $ 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


ile  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No  rF.vr^pt.  fnr  p^«+-W;.t^  Pi^nc) 


12.  REMARKS: 


ESTIMATED  BY 


APPROVED    B  Y         J^/''^-'^'^-^  ^ 


A.    //  Pub.Imp.FormI 

Dept.  of  City  Pl*n« 
Revised.    Apr.  J94I 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 

Do  NOT  Write  in  This  Space 

DEPARTMENT       S2UCATI0N   BUREAU   

COMMISSION  OR  BOARD  OR  DIVISION 

1 .  Project  Name:  Sunset  Elementary  School  Dept '  I  No.  18  

2.  Location:       39th  Ave,  and  Ortega  St.   j^^y  18  

3.  Brief  Description:  NEwjx  |     additionI     |     Replacement  |     |     repair  |  | 


CPD  No._Zl!L___ 
Date :     June.  1947 


Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


Funds  on  hano,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 
$ 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 
$ 


liO,000 

1185,000 
Uo,ooo 


565,000 


Status  of  Vtork: 


Percent  now  completed 
( I  F  any) 


Preliminary  studies  or  plans. 
Acquisition  of  land  (if  any). 

final  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100^ 
1005^ 

0 

0 


Months  Required  to 
Complete,  if  Financed 


2h 


b.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


8,000 
ili,000 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN     THE  SPACE 
opposite    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


$ 
$ 
$ 

$  533,000 

$ 
$ 

^  563,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Ediacation. 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

West  of  the  Sunset  Bo\alevard  and  south  of  Noriega  demands 

immediate  school  facilities.    This  will  be  one  of  the  units   

of  the  Sunset  Community  Center.  .  m  f.fjoo.J 


Increase 


None 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

temporary  salaries 
contractual  services 
materials  and  supplies 
Equipment 

other  annual  costs 

TOTALS 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


le  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No     (Except  for  i^ost-War  Plans) 


decrease 


12.  REMARKS: 


ESTIMATED  BY 


APPROVED  BY 


Pub  .  Imp.  Form  1  ' 
Dept.  of  City  PLA^ 
Revised.    Apr.  S9^ 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No .  705 


Date :    June,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  EDUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.    Project  Name:   Ulioa  Elementary  School 

38th  Ave,  and  Ulloa  Street 


2.  Location: 


3.    Brief  Description: 


Dept'l  No.  ^9 
Map  Key  19. 


NEW  I  X  I       ADDITIOnI       I        REPLACEMENT  |       |       REPAIR  [ 


U.   Cost  Estimates: 


Funds  on  Mano.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)   $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Re  quest) 


$ 
$ 


Uo,ooo 

U85,000 

Uo,ooo 


^65,000 


6.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100^ 
100^ 
0 
0 


Months  Required  to 
Complete,  if  Financed 


2U 


6-    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 
$ 
I 


8,000 
2U,000 
533^000 


$  565,000 


beginning  WITH  Number    1,    indicate   in   the  space 
opposite  the  relative  urgency  or  this  project 
as  related  to  others  submitted  at  this  time... 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,  OR,..PTHE,B 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT.' 

The  outer  Sunset  District  needs  these  facilities  at  once. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


Increase 


None 


DECREASE 


10-  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


11.  Has  this  project  been  submitted  before  for  consideration  as 


U03A 


part  of  a  city-wide  program? 


12.  REMARKS: 


No       (Except  for  Post  War  Plans) 


ESTIMATED  BY 
APPROVED  BY 


as 


Pub  .    Imp.    Form  1 
Dept.    of  City  Pl* 
Revised.    Apr.  19^ 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  71R 


Date :   Junft,  1947 


DO  NOT  Write  in  This  Space 


DEPARTMENT  EDUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  Administration  3uildii^ 

2.  Location:  Site  not  acquired. 


3.   Brief  Description: 


Dept'l  No.  ^0 
Map  Key  20. 


NEW  I   x|       ADDITIOnI       I        REPLACEMENT  j       |       REPAIR  [ 


U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  hand.  Buogeted,  or 
anticipated  from  revenues, 
or  other  sources. 


$ 

$ 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 


90,000 
910,000 
80,000 


1,080,000 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS;  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 
0 
0 
0 


Months  Required  to 
Complete,  if  Financed 


2k 


8.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 
% 


18,000 
$k,000 

U55,ooo 
553,000 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


^  1,080,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Mucation. 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTEO,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

The  Civic  Auditorium  management  desire  the  return  of  the  Auditorium 
rooms  now  used  as     School  Administration  Headquarters  - 
vastly  inadequate  for  the  purpose, 

9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


permanent  salaries 
Wages 

Temporary  salaries 

CONTRACTUAL  SERVICES  None 

materials  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS 


0.  What  related  projects  must  be  completed  before  or  undertaken 

with  this  project?  „ 

None 


Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?      No     (Except  for  Post-7/ar  Plans. ) 


12.  REMARKS: 


SQ9Q 


ESTIMATED  BY  

Pub  .    I  MP  .    FORM  1 

APPROVED     B  Y  ♦  X.6-l.>i>*.^^C^  DEPT.     OF    CITY  PLA^ 

Revised,   a  p  r  .     t  9  < 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  706 


Date :  June.  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  EDUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.    Project  Name:  6  Swimming  Pools 


2.    Location:      at  6  of  our  Jiinior  High  Schools 

NEW  I  X  I  addition| 


3.    Brief  Description: 


Dept'l  No  ^ 

Map  Key 


REPLACEMENT 


REPAIR 


Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT__  


Funds  on  Hand,  budgeted,  or 

ANTICIPATED    from  REVENUES, 
OR   OTHER  SOURCES. 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


U8,ooo 

602,000 
65,000 


715,000 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100% 
100^ 

0 

0 


Months  Required  to 
Complete,  if  Financed 


2li 


®-    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
Fifth  YEAR 


"7'  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 
$ 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


38,000 
301,000 
376,000 
715,000 

PRIORITY 


UndeteiTnined,  pending  action  of  Board  of  Education, 

c 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GrVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Swimming  pools  are  a  necessity.    Endorsed  by  groups  seeking  more 
recreational  facilities  for  boys  and  girls.    Will  be  open  to 
Recreation  Department  in, after-school  hours. 


Increase 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQU  IPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


DECREASE 


None 


L  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No  (Except  for  Post-War  Plans.) 


12,  REMARKS: 


ESTIMATED  BY 
APPROVED  BY 


Pub  .    Imp.    Form  1 
DEPT.    OF  City  Pla 
Revised.   Apr.     \  9 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  721 


Date :    June.  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  EDUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:  Geo  .Washington  High  Sdiool  Music  Unit  

2.  Location:        3?nd  Ava.  at  Anza  Street  

3.  Brief  Description:  NEwj     )     addition|  x  |      Replacement  |     j  Repair 


Dept'l  No  22_ 

Map  Key  22 


U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


s 
$ 
I 


TOTALS 


5.    Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIF  I  CAT 
CONSTRUCT  I  ON  


ONS. 


100^ 
100$ 
100$ 
0 


6.    Approximate  Work  Schedule  (If  financed): 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


8,000 
102,000 
10,000 


120,000 


Months  Required  to 
Complete,  if  Financed 


18 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)Fifth  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number  1.  indicate  in  the  space 
opposite  the  relative  urgency  or  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME.... 

Undetermined,  pending  action  of  Board  of  Education. 


Portion  of  Requested 
Funds  Used  

$ 

% 
I 
$ 

$  6,1^00 
$113,600 

I  120,000 

PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GtVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

This  \init  will  complete  the  Geo.  Washington  High  School  Building 
Tnhich  was  constructed  in  19 3^ • 

9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQU  IPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  $  % 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 

11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  No      (Except  for  Post-\?ar  Plans.) 

12.  REMARKS: 


Increase  decrease 


None 


ESTIMATED  BY 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  729 


Date :     June.  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RnUCATTON 

COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  Geo.Washington  High  School  Playfield  Unit 

2.  Location:        "^Znd  Ave,  at  Anza  St.  


3.    Brief  Description: 


NEw|x  1  addition[ 


Dept'  l  No  21 

Map  Key 


REPLACEMENT 


REPAIR 


U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  Hand,  Buogeteo,  or 
anticipated  from  revenues, 
or  other  sources. 


TOTALS 


5.    Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100^ 

10056 

0 
0 


6.    Approximate  Work  Schedule  (If  financed): 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
I 
$ 


8,000 
102,000 

5,000 


1X5,000 


Months  Required  to 
Complete,  if  financed 


15: 


TOTAL  TIME: 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  Fifth  YEAR 


Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


6,U00 
108,600 


Beginning  with  Number    1.    indicate   in   the  spac* 

OPPOSITE    the    relative    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME..., 


$  115,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8,    Purpose  Of  Project:    (Use  separate  sheet  iP  necessary) 


Give  economic  justification,  prospective  benefits,  number  of  persons 
or  area  served,   increase  in  capacity,  savings  effected,  or  other 

appropriate    FACTUAL    DATA    ACCORDI'JG   TO    THE    TYPE    OF  PROJECT. 

This  piayfield  was  never  completed  and  is  badly  needed. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

permanent  Salaries 
wages 

Temporary  Salaries 
contractual  Services 
materials  and  Supplies 
equipment 

OTHER  annual  COSTS 

totals 


Increase 


decrease 


None 


$ 


!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


I.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  Mo    (Sxcept  for  Post  War  Plans) 


12.  REMARKS: 


ESTIMATED  BY 


APPROVED    BY  M^-'L^^^ 


r 


Pub.    Imp.    Form  It 
Dept.   of  City  P:. 
Revised.   Apr.  J 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  708 


Date ;     June,  1947 


Do  Not  Write  in  This  space 


DEPARTMENT  EDUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:     Francisoo  Jr,Hlgh  School  -  Shop  Unit 

2.  Location:  Powell  and  Chestnut  Streets  


Dept'l  No  2ii_ 

Map  Key  ?i 


3.    Brief  Description:  new|     |     addition|  X  |     Replacement  j     |     repair  [] 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  land  to  be  acquired  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   I 


TOTALS 


!6.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100^ 
0 
0 
0 


6.    Approximate  Work  Schedule  (If  financed): 


Additional  Funds  needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 
I 


16,000 
18U,000 
2U,000 


22l|,000 


Months  Required  to 
Complete,  if  financed 


15 


TOTAL  TIME: 

Item  oh  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


12, 800 

211,200 
I  22U,060 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN    THE  SPACI 
OPPOSITE    THE    RELATIVE    URGENCY    OP    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME.... 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8o    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Shops  are  now  housed  in  temporary  building  which  occupy  1/2  of  the 
school  yard.    New  shops  are  needed  and- the  yard  space  is  needed  also. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


None 


Permanent  salaries 
wages 

Temporary  Salaries 
Contractual  services 
materials  and  supplies 
equipment 

other  annual  costs 

TOTALS  $ 

!0o  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


I.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No    (except  for  Post-War  Plans.;) 


12.  REMARKS: 


ESTIMATED    BY  • 

lyn             ^     jQ                  .  PUB.lMP.FORMl'' 

APPROVED           ^.^n-f^^^^^    <Z^t,^X^    V  DEPT.     OF    CiTY    P !.  A 

^   /                                         /  Revised.   APR. 19 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  745  (nflw) 
Date :    .Tunfl,  1947 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT  EDUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Gymnasiimi  and 

I.    Project  Name:  Horace  Mann  Jr.  High  School     Music  Units 


2.  Location: 


Valencia  and  23rd  Sts, 


Dept'l  No.. 
Map  Key   


2^ 


25 


3.    Brief  Description:  new|     |     additionI  x  I     Replacement  |     |     repair  |  | 


Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  % 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
 (Present  Request) 


$ 
$ 
$ 
I 


20,000 
230,000 
30,000 


280,000 


6.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100^ 
100^ 
0 
0 


Months  Required  to 
Complete,  if  Financed 


18 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 

I 
$ 
$ 
$ 
I 


16,000 
26U,000 


Beginning  with  Number  1.  indicate  in  the  spac« 
opposite  the  relative  urgency  of  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


$  280,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMSC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

A  girls '  gymnasium  is  required  to  round  out  the  facilities 
of  this  school  in  the  Mission  District. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

permanent  salaries 

WAGES 

temporary  Salaries 

contractual  services  None 

materials  and  Supplies 

equipment 

Other  annual  costs 


TOTALS  $ 

!0=  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


i.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?    No  -t-c-xcpt  fo^root  Tjr -Pjr^ms.) 


12.  REMARKS: 


ESTIMATED  BY. 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  728 


Date :  June^  1947 


DO  NOT  Write  in  This  Space 


DEPARTMENT  EDUCATION 

COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  James  Penman  Jr.^igh  School  -  Little  Theatre  UnltPeptM  No.  26 

2.  Location:     Otsego  and  Df=ilano  Streets   Map  Key  26 


3.    Brief  Description:  new |     |     addition[x  |     Replacement  \     \     repair  [ 


U.    Cost  Estimates: 


for  land  to  be  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EOUIPMENT_  


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


$ 
% 
$ 
$ 


TOTALS 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 

ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100% 
100% 
0 
0 


6.    Approximate  Work  Schedule  (If  financed): 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$ 

$  15,000 
$  205,000 
$  17,000 

237,000 

Months  Required  to 
Complete,  if  Financed 


18 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


12,000 


225,000 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  op  this  project 
AS  related  to  others  submitted  at  this  time.... 


$  237,000 


PRIORITY 


Undetermined J  pending  action  of  Board  of  Education. 


8.    Purpose  Of  Project:    (Use  separate  sheet  sf  necessary) 


GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

This  school  was  never  completed  and  this  unit  is  baxily  needed. 


9,    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  Salaries 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

10,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?      No  (  -  -^t  Tor  Post-War  Plans.) 


12.  REMARKS: 


ESTIMATED  BY, 
APPROVED  BY 


Pub.    Imp.    Form  \ 
Dept.    of  City  p 
Revised.   Apr.  l 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPO  No.  711 


Date !   June,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  EDUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:    Porbola  Jr.  High  School  Gymnasiums 

2.  Location:  Gira-rd  and  Bacon  Stceets  


Dept'l  No.. 
Map  Key   


27 


27 


3.    Brief  Description:  new|x  |     addition|     |     Replacement  |     j     Repair  [ 


U.    Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


TOTALS 


ADDITIONAL  Funds  Needed 

TO    COMPLETE    THE  PROJECT. 

(PRESENT  Request) 


$ 
$ 
$ 
$ 


2U,000 
296,000 
36,000 


356,000 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANYL 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100^ 
100^ 

0 
0 


Months  Required  to 
Complete,  if  Financed 


18 


8-    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
Fifth  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
% 
$ 
$ 


20,000 


336,000 


Beginning  with  Number  1.  indicate  in  the  space 
opposite  the  relative  urgency  or  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


$  356,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8.  Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

This  junior  high  school  in  the  Bayview  area  never  has  had 

Gymnasiiim  facilities  for  its  boys  and  girls.    They  have  been 
forced  to  use  shop  buildings  for  this  purpo3e,«r-,.rj 

9.  Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

10,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?    No   (except  for  Post~7.rar  Plans.') 


12.  REMARKS: 


ESTIMATED  BY  

0  J         <^   J?  Pub.Imp.FormII 

APPROVED    BY       ■  7^-'''fL<^  \ZLa-^ — Dept.ofCityP:.* 

^^^^^  /  Revised.   Apr.  19 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  746  (new) 
Date  ;     Jiine  ,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  EDUCATION 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name  Francis  Scott  Key  Elementary  School 

2.  Location:     U3rd  Ave.  &  Kirkham  St.  


Dept'l  No  28. 

Map  Key  PR 


3.    Brief  Description:  new |     |     addition|  x  I     Replacement  |     |  Repair 


Pour  additional  rooms. 


U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTT^UCTION  

FOR  EQUIPMENT  


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


TOTALS 


additional  funds  needed 
to  complete  the  project. 
(Present  Request)  


$ 
$ 
$ 
$ 


7,500 
82,500 

5,000 


95,000 


5.    Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


1005^ 
100% 

0 

0 


MbNTHs  Required  to 
Complete,  if  Financed 


12 


TOTAL  TIME: 

8-    Approximate  Work  Schedule  (If  financed):  item  or  percent  completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


^-   Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


6,000 
89,000 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  ursency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


$ 
$ 
% 
$ 
$ 
$ 

$  95,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education, 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.    INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

These  rooms  are  a  "must", for  this  school  is  so  overcrorrded  it  is 
necessary  to  transport  pupils  from  it  to  the  Richmond  District. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO,  Persons  Increase  decrease 


PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS 


!0o  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


None 


1.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No  {^a^^i^X  lor  loot  ^Xav  r.laasm) 


12.  REMARKS: 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  747  (new) 
Date :    June,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  ^lUCATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:  Geary  KLementary  School  -  Auditorii 

2.  Location:       Cook  St.  near  Geary  


3.    Brief  Description: 


IS      Dept  'l  No  29 

Map  Key  29 


NEW 


I       I       ADDITIOnI  X    I        REPLACEMENT  |       |      REPAIR  [ 


H.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  % 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCT  I  ON  $ 

FOR  EQUIPMENT   $ 


TOTALS 


5.    Status  Of  Wbrk: 


Percent  now  completed 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100^ 
100^ 

0 
0 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


9 
% 
% 


16,000 
18U,000 
10,000 


210,000 


Months  Required  to 
Complete,  if  Financed 


18 


Approximate  Work  Schedule  (Iff i  nanced ) : 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  Fifth  YEAR 


Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


12,  800 
197,200 


Beginning  with  Number    1.    indicate   in   the  spack 
opposite  the  relative  urgency  op  this  project 
AS  related  to  others  submitted  at  this  time... 


$  210,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


8,    Purpose  Of  Project:    (Use  separate  sheet  !f  necessary) 

GrVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

The  opening  of  the  Laurel  HiH  Tract  Trill  throw  many  additional 
pupils  into  this  school. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO,  Persons  Increase  decrease 


Permanent  salaries 
Wages 

Temporary  Salaries  ■^-r;^^"^  *^cC* 

Contractual  services  ^one 
materials  and  supplies 
equipment 

OTHER  annual  COSTS 


TOTALS  $ 

10,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


lie  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?        No    ^nmn^-ir  for  Pont  War  mn^i.) 


12.  REMARKS: 


1 


ESTIMATED  BY 


P  j>     ^  A       /  ^ •  ' " '*  •  ^^^^  ' 

APPROVED    BY    ^..^T'-'^-^-'.^  ■  /6^--"iL-vt-w>Cv  DEPT.    OF    CiTY  Pr. 

Revised,    Apr.  1 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  748  (new) 
Date :  June,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


EDUCATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  San  Miguel  Elem. School  -  Auditorim  &  8  rooms       Dept't  No.  30 

2.  Location:        Seneca  St.  at  San  Jose  Ave.   Map  Key  30 


3.    Brief  Description:  new|     |     addition|  x  I     Replacement  |     |     Repair  [ 


4.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCT  I  ON  

FOR  EQUIPMENT..  


Funds  on  hano.  BuoeETEO.  or 

ANTICIPATED    FROM  REVENUES. 
OR   OTHER  SOURCES. 


% 
$ 
$ 
I 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


% 
$ 
$ 
$ 


22,000 
278,000 
15,000 


315,000 


5.    Status  of  Vtork: 


Percent  now  completed 
( I  f  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100^ 
100^ 
0 
0 


Months  Required  to 
COMPLETE.  IF  Financed 


18 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


17,500 
297,500 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  op  this  project 
AS  related  to  others  submitted  at  this  time... 


$ 
$ 
I 
$ 
$ 
I 

$  315,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education. 


I 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

This  district  has  expanded  rapidly.    Classes  are  being  held 
in  the  auditorium,  cafeteria  and  other  non-classrooms.  Gi?©atl7 
needed. 


9,    Estimated  Effect  On  Future  Annual  Budget: 

NO,  PERSONS  Increase  decrease 


permanent  Salaries 

WAGES 

Temporary  salaries 

Contractual  services  None 
materials  and  Supplies 
equ ipment 

OTHER  annual  COSTS 


totals  $ 

!0o  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


!L  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No    ^'c::^'-iji:  £i'y  ^uc^jr.Tfox'  Flafic.) 


12.  REMARKS: 


ESTIMATED  BY  

Pub.Imp.FormI 


APPROVED    B  Y  ^rv— -J^^-^,.*,-^  .  '<J..yL—^ — "^-W  Dept.ofCityP:.an 

 _4_ 

Revised.    Apr.  194 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  749  (new) 
Date :   June,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


EDUCATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


.    Project  Name:    Visitaclon  Valley  Elementary  School  -  8  classes  DeptM  No.  31 

.    Location:    Visitaclon  lire,  and  Schwrerin  St.   Map  Kay  51 

.    Brief  Description:  new 


I       I       ADDITIOnI  X  I        REPLACEMENT  j       j      REPAIR  [ 


.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCT  I  ON  

FOR  EQUIPMENT,  . 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


$ 
$ 
$ 


TOTALS 


Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100^ 
0 
0 
0 


Approximate  Work  Schedule  (If  financed): 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


% 
$ 
$ 


10,000 
1^0,000 
8,000 


168,000 


Months  Required  to 
Complete,  if  Financed 


15 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


8,000 
160,000 


Beginning  with  Number    1.    indicate   in   the  spack 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time..., 


% 
% 
% 
% 
$ 

$  

I  168,000 


PRIORITY 


Undetermined,  pending  action  of  Board  of  Education 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    Pf?OSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

This  district  is  a  heavily  populated  one  with  only  1  school 
and  transportation  to  other  districts  very  difficult 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO,  PERSONS      ,  Increase  decrease 


PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


lie  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No  fnr  P-pst  ¥aip  P'teftg,) 


12.  REMARKS: 


ESTIMATED    B  Y,_^  

Pub  .    Imp.  Form 


APPROVED    BY   'If-^'^--'-^  ^ JJ  .'^^.*<..JL^   DEPT.    OF    CiTY  P 

Revised,   Apr.  1 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPO  No. 750  (new) 
Date ;   June,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  EDUCATION 

COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:   Rehabilitation  of  Existing  School  Buildings         Dept'l  No  

2.  Location:'  various   Map  Key  52 

3.  Brief  Description:  new  I     1  additionI 


REPLACEMENT  Ix 


repair  I  X 


Program  sutmittcd  herewith. 


U.    Cost  Estimates: 


Funds  on  hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $  None 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCT  ION  $  None 

FOR  EQUIPMENT    $  None 


TOTALS 


Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 

ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

0 
0 
0 


Approximate  Work  Schedule  (if  financed): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  Fifth  YEAR 

^  Department's  Recommendation  as  to  Priority; 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


9 

$ 
$ 


308,000 
U, 092, 000 


U,Uoo,ooo 

Months  Required  to 
Complete,  if  financed 


TOTAL  TIME 


Item  or  Percent  Completed 


Portion  of  Requested 
Funds  Used 


$ 
% 
$ 
% 
% 
I 


880,000 
880,000 
880,000 
880,000 
880,000 


i,UOO,000 


Beginning  with  Number    1.    indicate   in   the  space 

OPPOSITE    the    relative    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRKDRITY 


Undetermined,  pending  action  of  Board  of  Education 


8»    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Maintenance  and  rehabilitation  of  our  existing  schools  have  been 
badly  neglected  for  over  ten  years.  This  work  of  bringing  our  present 
schools  up  to  a  standard  of  usefulness  is  a  most  pressing  one, 

9.    Estimated  Effect  On  Future  Annual  Budget: 

NO,  PERSONS  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  None 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

!0=  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


IL  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?  No  Us^^  for  ro^t  War  rians.') 


12.  REMARKS: 


ESTIMATED  BY  


MQDER:NIZATIOK  CF  HiESEKT  BUIIDIKGS  M»  SITES 
(Tentative) 


Estimated  Cost 

Cafeterias  -  Elementary  Schools  $  750,000 
Hi^  School  of  Conmerce  - 

Alterations  to  Fell  St.  Bldg.  for  shops  25,000 

Grant  -Elsmentary  playground  U0,000 

Coamodore  Stockton  Elementary  Playground  1^5,000 

Installation  of  steel  lockers  -  Secondary  Schools  ^0,000 

Flooring,  Elementary  Schools  396,000 

Installation  program  clocks  -  Eiemantary  Schools  35,000 

Installation  of  intercommunicating  telephone  systems  2U,000 

Utility  outlets  -  classrooms  30,000 

Installation  of  public  address  systems  -  Secondary  Schools  21,000 

Remodeling  offices  and  libraries  288,000 

Repaying  school  yards  150,000 

Replace  chain  link  fences  1(0,000 

Teacher  rest-rooms  -  School  storerooms  70,000 

Remodeling  stages  »  refurnishing  ll6,500 

Complete  electric  lighting  -  Elementary  Schools  128,000 

Painting  of  interiors  to  improve  lighting  500,000 

Installation  of  adequate  wash  basin  facilities  288,000 

Remove  cornices  on  sdiool  buildings  60,000 

Replace  large  Trindow  sashes  with  more  usable  type  125,000 

Replace  property  line  wood  and  wire  fences  U0,000 

Install  direct  steam  radiation  -  replace  indirect  systems  225,000 

Acoustical  treatment  of  ceilings  500,000 

Replace  8e:;it8  on  outdoor  bleachers  20,000 

Replace  flagpoles  with  counter-balanced  type  -  relocate  several  15,000 

Replace  obsolete  plumbing  fixtures  60,000 

Renew  hot  and  cold  water  pipelines  85, 000 
Provide  hot  water  service  for  Janitorial  purposes  -  Ea.ementary  Schools  7U,000 

Install  slate  blackboards  and  cork  pinning  spaces  150,000 

Replace  or  install  building  hardware  35,000 

Replace  exterior  doors  ~  Secondary  Schools  6,000 

Reline  hot  water  tanks   l5iP00 


s 


FIRE  DEPARTMENT 


The  list  of  projects  to  iDe  submitted  "by  the  Fire  De- 
partment is   still  in  preparation.     For  the  present, 
estimating  the  overall  needs  of  the  city,  considera- 
tion may  be  given  to  the  proposals  submitted  by  this 
department  in  1944,     Analysis  of  these  indicate  that 
if  construction  of  15  nev/  engine  houses,  and  needed 
repairs    to  the  others  could  be  provided  for  on  a  pay- 
as-you-go  basis,  by  budgeting  about  f 400, 000  a  year 
for  five  or  six  years  for  this  purpose,  there  would 
then  remain  for  consideration: 

1944  Cost  Estimate 

Project  1001  Headquarters  Bldg.  |  572,000 

Projects  1010-1013  Figh  Pressure  Systems  ^406,500 
Project  1014  Cisterns  500,000 


Total  r|4,478,000 


In  view  of  the  higher  costs  now  prevailing,  it  may  be 
estimated  that  these  projects  would  require  in  round 
fig\jres  about  11^6,000,000    to  complete. 


■i 


CAPITAL  IMPROVEiraT  PROGRAM  *  Key  Map  *  PARIC  DEPARmENT  -  1947 


•  Park  Development       •  Recreation  Facilities 


9  V/ater  Supp3.y  & 
Irrigation 


\H  FRANCISCO  AND  ENVIRONS 

ANNING  COMMISSION 


i 


PARK  DEPARTIffiM' 
Capital  Improvement  Projects  -  1947 
Schedule 

'reject  Nos.  1st  Yr.  2nd  Yr.  3rd  Yr.  Yr.       5th  Yr, 

.  5,  6,  7,  9) 
,26,28  )        t  447,100 

10,  16-21  ) 

27,  29         )         $     653,000    ^  764,000 

15,  25,  27)        ^    215,000    f     300,000    $  335,000 
2  I      80,000    ^    310,000    ^    410,000    |  350,000 

11,  13,  ) 

24  )        I    385,000    $    945,000    fl, 185, 000    |l, 310, 000  f2, 000, 000* 


TOTALS  $1,780,100    $2,319,000    $1,930,000    |l, 660, 000  $2,000,000 


*    $460,000  in  6th  Year     (Projects  8  and  24) 


J 
( 

I 
( 


o 

— > 

o 

cc 
o. 

LU 

y- 

LU 

 I 

Q_ 
2: 
O 

o 


o 


000000000000000000000000000000 
000000000000000000000000000000 

OOOOlOOOOtOOOOOOOOOOOOlOOlOOOOOOOO 

OOOOtOlOOOeOOOOOOOOOOOOCOOtOlOOlTJOOOlO 
lOOOOlOWOO^OlOOlOOtOOlOOOOOOO  towijowmiooo 
OrHrHlO  HO  lOCNJlO      COeaiHCvlWW      10      COH      H  H 

CVJ  rH  H 


°9 


O 


3!^ 
cr 

I-  0^0 
^5  c:o 


00000000000000000000000000000 
00000000000000000000000000000 
oooooooooooowoooooooooooiooiooo 


WWOOCOlOOOO-OlOOODOlO'^lOlOOOLOOOOOCOOtOOO 
a»0>C>lOMO>(Da>-«;}<OtOlOC\3(DtOO>COCOOD£>H«00'*CV3-^'^C3>l> 
^i*  CO  CVJ  ""i*      M  02      iH  H  H  to  iH  H 


CO 


o  00000000000000000000000000000 
o  00000000000000000000000000000 

O  OOOlOOOO«i>OOOOCOOOOOOOlOOlOOOlOOlOOO 

O  ODCDOeOCvJlOOCQCQOlOOHOlO^lOlOWDQOtOLOOrHOtOOLO 
to  to  OJ  OHlOCV3HiHrHHO>CV2HHH 

H 


o  00000000000000000000000000000 


c: 

O  T3 
.—  (1) 

-•-» 

o  — 

Q.  CX 

o  e 
«-  o 


o  55 


o 00000000000000000000000000000 


Q-  S§ 


O  OOOOOOOOOOOOOOOOOOOlftOOOOOOOOO 


o  00000000000000000000000000000 
o  00000000000000000000000000000 

fH  ^^r^^r-^rAr^r-^^^r-\f-^r^\r^r^r^r^^t-^t-{^^f-^r^r-\rAr^^t~\r^rAr-^r-^t-^r-\ 


in  s 
<  cr 
o 
>-  u. 


cr  < 

O  CO 

-  o 

q:  a. 

ijj  Q-  O 

"<  O 


O 

CO 


< 

3 


CC 
I 

d 
o 

•H 

cd 
w 

•H 


M 
cd  O 


o  - 

LU  Z  O 


«1 


o 

O-  U 


•  03 

CO  •• 

0} 


U  O  Qi 

0  CD  • 

^<  d 

cd 


M 

03  ^Ph  ^ 

©  -H  <D  03  • 

t;}  >  4^  C  M 

U  qS  a  O  (h 
cd  Ph  Ci> 

C5       •  f^  Q) 

c^J  H  cd  +» 
«H      Oc5  cd 

cd  O  O 
OH— 'H  • 

•H  cd  Th  cd  H 

tjD  &  'H  o  o 


O  0 
H  «0 

O  -H 

O  CO 
S] 

I 

u 


0  H  CO 
mod 

03  CD  O  O 

d  p:;  M 


O  2 

cr  o 
a. 

z 

I-  » 

</)  o 

—  I 

_l  C/5 


HO    •  ^ 

puco  -cJ  cd 
d  •  H  +3 

CO  03  pq  CO 

0)  d  H  ^ 
-P  ^  S  N 

cd  cd  © 


©    ©  I  +3 

+3  H  4a  cd 
d    H  d  -p 

©  cd  -H  ©  CO 

o  o  K  S 

Pi  © 

d  H  >-,o  O 
o  Cd  ^1  H  d 
n^  o  ?M  ©  © 

(O        CD  > 

03  tlOrQ  ©  d 

©  O  fe:  P  © 

O  H  cd  > 

a  o  u  o  a 

O  O  -P  o  o 

O  M  CO  N]  O 


W  CO  CP  pc; 


(U 
Q 


HCMtO'sl<lO<DC^CDO>OHCV2tO'«i*l^^C>-COCJ>OHCat0^lO«OD-CO  CJ>0 

HHHHHHHHHH<NlCVlMCM<MNC\2W<>3WCO 


a 

Q- 

O 


t><OeOOCO<OCJ>CDlOlOt>^«0«OHtOCDHl>-00«D£>OH'«i«'^CX)Cv2tO 

HHcv2HlOc>•cv2eoc^JtDlOlO«0'^■^oc\200totoca^^-c^2^Dt^•«0£>c>o 

HHHHHHHHHHHHHHHHHHHHHHHHHHHHHH 


I 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1417 


Date :  August  5,1947 


Do  Not  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.    Project  Name:  Water  Supply  System  -  Irrigation  Dept'l  No.  Ila7»»ll|.l8 

^     polden  Gate  Park,  Lincoln  Park,  Harding  Park,  San  ^  r 

Z.    Location:  Fpannlnoo  Zoolo  gl  oal  Gardeno^  and  Great  HighwdyP  Key  — i  

3.    Brief  Description:  new |     |     AppiThONl  xl     Replacement!  xI     Repair  |  | 

(a)  Proposed  to  make  a  hydraulic  study  and  survey  of  the  existing  systems 

and  to  develop  plans  for  improvement  of  same  to  meet  present  and  future 
conditions  « 

(b)  To  install  in  Golden  Gate  Park  a  modern  underground  sprinkling  system 
_    replacing  old,  rotted  pipe,  and  oroviding  modern  sprinkler  heads  and 

Funds  on  Hand,  budgeted,  or 


ANTICIPATED  FROM  REVENUES. 
OR    OTHER  SOURCES. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT.  


S  Acquired 
%   


TOTALS 


ADDITIONAL  Funds  Needed 

TO    COMPLETE    TXE  PROJECT. 

(PRESENT  Request) 


$ 


None 
50,000. 
600,000, 


650,000, 


6.    Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS;  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100,^ 

0 

0 


Months  Required  to 
Complete,  if  Financed 


9 
18 


6-    Approximate  Work  Schedule  (If  financed) 


TOTAL  TIME 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 
Plans 


Department's  Recommendation  as  to  Priority: 


Beginning  with  Number  1.  indicate  in  the  space 
opposite  the  relative  urgency  of  THIS  project 

AS    related    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


30 

Portion  of  Requested 
Funds  Used  

$  50,000 
$  20,000 

%  200,000 
$  200,000 
$  200,000 
I 


PRIORITY 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

(a)  To  improve  existing  water  supply  systems  and  to  attain  great 
efficiency.     Present  systems  are  not  economical  and  do  not  meet 
growing  needs  of  the  Park  Department. 

(b)  Golden  Gate  Park  -  To  replace  rusted  and  leaky  pipes  which  a 
past  due  for  replacement.    Will  cut  down  water  waste,  labor  and  h 

9.    Estimated  Effect  On  Future  Annual  Budget:  ^ 


!0 


NO.  Persons 


Increase 


0 


N 


Permanent  salaries 
wages 

Temporary  Salaries 
Contractual  services 
Materials  and  supplies 
equ  ipment 

other  ANNUAL  COSTS 
TOTALS 


What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?     Engineering  Study  and  Survey 


decrease 

HONE  -  label 
saved  will  t»< 
used  for  be 
maintenance 
grounds 


I  i Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?    Yes^  Postwar  

12.  REMARKS: 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPO  No.  1416 


Date : August  5.1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 
GOLDEN  GATE  PARK 


BUREAU   

OR  D I  V  I S I  ON 


1.  Project  Name:     Main  Yard  Shops;    Yfarehouse,  Garage 

2.  Location:  South  Drive,  opposite  Fourth  Avenue  

NEW 


Dept'l  No.lkii 
Map  Key  2, 


3.    Brief  Description: 


I   Xl       ADDITIOn|X    I        REPLACEMENT  |       |       REPAIR  [ 


Proposed  tc  construct  a  reinforced  concrete,  fire-proof  warehouse  and  a 
garage  for  storing  equipment.    Enlarging  present  shop  facilities  and 
additions.     Paving  of  areas  around  new  structures© 


4.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT..  


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


S  Acquired 

%   

%   


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


None 

8,000o 
92,000. 


100, 000 • 


5.    Status  of  Vtork: 


Percent  now  completed 
(ir  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100 
0 
0 


Months  Required  to 
Complete,  if  Financed 


1^ 

6 


6.    Approximate  Work  Schedule  (if  financed): 


TOTAL  TIME:  ... 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(T)  YEAR 


Plans 


Department's  Recommendation  as  to  Priority: 


Beginning  with  Number   1.    indicate   in  the  space 
opposite  the  relative  urgency  op  this  project 
as  related  to  others  submitted  at  this  time... 


12 

Portion  of  Requested 
Funds  Used  

$  8,000. 
$  22,000. 

I  20,000. 

$ 

$ 

I 


PRIORITY 


8,    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    Af?EA   SERVED,     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  facilities  for  storing  and  maintenance  of  motorized 
equipment.    Warehouse  for  supplies* 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO,  Persons       ~  Increase  decrease 


TOTALS  $ 


10,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yesp  Postwar  


12.  REMARKS:    Present  facilities  inadequate  and  obsolete 


PERMA^JENT  SALARIES  N  .  N 

WAGES 


0  0 

N  N 


TEMPORARY  SALARIES  £  g 

CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL -COSTS 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1425 


Date :  August  5,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


Park   BUREAU 


COMMISSION  OR  BOARD 
GOLDEN  GATE  PARK 


OR  DIVISION 


1 .  Project  Name:  Administration  Building  -  McLaren  Lodg:e 

2.  Location:    Vicinity  of  Fell  and  Stanyan  Streets 

NEWP 


ADDITION 


Dept'l  No.  114-23 
Map  Key  3 

REPLACEMENT  I  x 


I  X    I       REPAIR  [ 


3.    Brief  Description; 

Proposed  to  make  the  necessary  alterations  and  additions  to  the  present 
structure  to  meet  requirements  for  more  efficient  administration. 


U.    Cost  Estimates: 


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EOUIPMENT__  


Acquired 


TOTALS 


Additional  funds  Needed 
to  complete  the  project, 
(Present  Request)  


$ 
I 
$ 

i 


None 
8,000o 
92,000. 


100,000, 


5.    Status  of  Work: 


Percent  now  completed 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100^ 
0 

0 


Months  Required  to 
Complete,   if  Financed 


k 

6 


6.    Approximate  Vtork  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 


"7-  Department's  Recommendation  as  to  Priority: 


12 

Portion  of  Requested 
Funds  Used 


8,ooOo 

92,000, 


$ 
$ 

I 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORIP»' 


®*    Purpose  Of  Project:    (Use  separate  sheet  \f  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  adequate  facilities  for  administrative  purposes*  Preaent 
quarters  are  not  adapted  throughout  for  the  various  functions  of  the 
park  organization. 

9.    Estimated  Effect  On  Future  Annual  Budget: 
NO,  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 

I  Go  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 

M.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yes  -  Postwar  Program 

"( 

12.  REMARKS: 


INCREASE  DECREASE 


N  N 

0  0 

N  *  ] 


Assistant  Superintendent  revised,  apr.  \ 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1410 


Date : August  5,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:  Kezar  Stadlijiia;  General  Rehabilitation  WorlQept '  I  No.  ll4-10--ll4-ll 
  Blvd. 

2.  LocationiFredftri  ak  St.  between  Willard  and  Arguello       Map  Key  _±  

3.  Brief  Description:  new|     |  addition| 


REPLACEMENT  |       |       REPAIR  |^ 


Proposed  to  make  repairs  to  and  reconstruction  of  walls,  particularly 
tipper  portions  of  stadium,  consisting  of  cracks  and  deterioration. 
To  include  replacement  of  seats  and  construction  of  ticket  booths. 


U.   Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 

$ 


Acquired 


TOTALS 


5.    Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  Plans. 

ACQUISITION  OF  LAND  (iF  ANY)_ 
final  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


20/^ 

loo:^ 

0 
0 


Additional  Funds  needed 
to  complete  the  project. 
(Present  Request) 

$  None 
$  $0,000. 
$  1^70,000. 


$  500,000. 

Months  Required  to 
Complete,  if  Financed 


6'    Approximate  Work  Schedule  (If  financed): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 

SECOND  YEAR 

THIRD  YEAR 

FOURTH  YEAR 
(?)  YEAR 

7.  Department's  Recommendation  as  to  Priority: 


TOTAL  TIME: 


Item  or  Percent  Completed 


Plans 
Plans 


12 
12 

50 

Portion  of  Requested 
Funds  Used 

$     15,000.  . 
$  15,000. 
%  110,000. 

i  210,000. 
$  150,000. 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN     THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 





I 


8,  Purpose  Of  Project:    (Use  separate  sheet  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  make  necessary  maintenance  repairs  to  prevent  furthur  damage  and 
deterioration,     includes  replacement  of  5l|.,000  seats  built  in  1928. 
Main  ticket  booths  are  required  to  expedite  handling  patrons.  Conf^i 
deck  to  support  seats.     Present  construction  mostly  wood  and  is  a 
terrific  fire  menace.     26,000  seats  have  already  been  reconstructed | 

of  m^tal  and  concrete,  ! 

9,  ^Estimated  Effect  On  t-uture  Annual  Budget:  I 

NO.  Persons  iN crease  decrease 

PERMANENT  SALARIES 
1  WAGES  2,600. 

TEMPORARY  SALARIES  ! 
CONTRACTUAL  SERVICES  | 
MATERIALS  AND  SUPPLIES  | 
EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  ""^     $    2,600.  $  ~ 

10,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


I!.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yes   (Post  V/ar  For  gram) 

12.  REMARKS: 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No .  1^58 


Date :  August  5,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK  

COMMISSION  OR  BOARD 

SAL  Friiv^- CISCO  ZOOLOGICAL  GARDENS 


BUREAU   

OR  DIVISION 


I. 

2. 
3. 


4. 


Project  Name:  Concession  Center 


Location:  Slo at  Blvd.,  opposite  I|.^th  Avenue 

3 


Dept'l  No.  Iks8 
Map  Key  5  


Brief  Description: 


NEW 


ADDITION 


REPLACEMENT 


REPAIR 


Proposed  construction  of  a  concrete  or  stucco  concession  stand  with 
gas,  electric  and  water  utilities.  To  include  shelving,  cupboards, 
counters  and  operating  equipment,  complete  for  vending  purposes. 

Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Acquired 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 


None 
3,500 
14.2,500 
7,500 


55,500 


6.   Status  of  Work: 


Percent  now  completed 
( 1 F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100^ 
0 
0 


Months  Required  to 
Complete,  if  Financed 


2 
5 


Approximate  Work  Schedule  (if  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used  

$  3,500 
$  50,000. 

$ 
$ 
$ 
% 


PRIORITY 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  ppovide  a  concession  center  to  meet  the  needs  of  the  Park 
Commissary  Subdivision  operations,  with  facilities  for  serving 
the  public  with  refreshments  and  other  service. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

6      permanent  Salaries 

WAGES 

temporary  Salaries 
contractual  services 
materials  and  supplies 
equipment 

other  annual  costs 
TOTALS 


Increase 
11,700. 

500. 
750. 


$  12,950. 


!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


i.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yftpt  -  Pn  at  war  


DECREASE 


12.  REMARKS:    Estimated  receipts  |60,000.  per  year 


ESTIMATED  B  Y  ^ 
APPROVED 


Engineer 


Asst.  Superintendent 


Pub.  Imp.  Form  1' 
Dept.  of  City  Pr. . 
Revised.   Apr.     \  i 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1476  (new) 
Date ; August  5,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:  S.  F*  Zoological  Gardens;  Sidewalk  &  Pavlrflfept 1 1  Nq .  1^*76 

2.  Location:  Between  Sloat  and  Skyline  Boulevards  Map  Key  _^  

3.  Brief  Description:  new|x  I     additionI     |     replacement  |     |     repair  |  | 

Proposed  to  construct  a  sidewalk  along  the  Zoo  "boundary  fence,  and  to 
pave  the  auto  parking  areas  adjacent  to  the  Zoo© 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT..  


$  Acquired 
$   


TOTALS 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


$ 
$ 


None 
2,000. 

23,000« 


25,000. 


Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans, 
acquisition  of  land  (if  any), 
final  plans:  specifications— 
construct  i  on  


25 

100?^ 
0 
0 


MONTHS  Required  to 
Complete,  if  Financed 


1 
1 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 


"7-  Department's  Recommendation  as  to  Priority: 


beginning  with  Number    t.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used  

$  2,000. 

$  23,000. 

$ 

$ 

$ 

% 


PRIORITY 


8o    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Present  sidewalk  and  auto  parking  areas  are  unpaved.  Paving  of 
sarne  will  improve  walking  and  parking  conditions, 

9.    Estimated  Effect  On  Future  Annua!  Budget: 

NO.  PERSONS 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 

!^0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


-  IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  _Jo  

12.  REMARKS: 


«  r 


Pub.    Imp.  Form 
Dept.    of  City  P 


Assistant  Superintendent  revised,  apr.  i 


Increase 


N 


N 


E 


$  0 


DECREASE 


N 


N 


£ 


$  0 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1429 


Date :  August  5,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 
GOLDEN  GATE  PARK 


BUREAU   

OR  DIVISION 


I .    Project  Name:     Strawberi'y  Hill  Reservoir 


DeptM  No.iiaa. 


2.  Locat i on :  Between  Main  and  South  Drive  opposite  17th  Key  7 

3.  Brief  Description:  new|  y|     addition|     |     replacement  |     j  repair 


Proposed  to  construct  a  concrete  reservoir  on  the  site  of  the  present 
one,  proportionately  larger  in  all  dimensions. 


U.   Cost  Estimates: 


Funds  on  hano,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  land  to  be  acquired  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Acquired 


TOTALS 


Additional  Funds  Needed 
TO  complete  the  project, 
(Present  Request) 


$ 
$ 
$ 


None 
5,000, 

95,000. 


100,000, 


6.   Status  of  Work: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 

100 
0 


months  Required  to 
Complete,  if  Financed 


2 

7 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
if)  YEAR 


Plans 


7.  Department's  Recommendation  as  to  Priority: 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN     THE  SPACE 
opposite    the    RELATIVE    UH8ENCY    OP    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


10 

Portion  of  Requested 
Funds  Used  

$  5,000 

$  95,000 

$ 

$ 

$ 

$ 


PRIORITY 


J 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMSC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    Oh  PROJECT. 

To  provide  increased  storage  of  water  for  irrigation.  Present  reser 
is  inadequate  to  meet  the  growing  demands • 


9.    Estimated  Effect  On  Future  Annual  Budget; 

NO.  Persons  Increase  decrease 


TOTALS  $  0 

10,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


N  N 
0  O 


permanent  Salaries 

WAGES 

temporary  Salaries  n  N 

contractual  services  e  e 

materials  and  supplies 
equipment 

other  annual "costs 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yes,  Postwar  


12.  REMARKS:  Due  to  need  of  water  for  irrigation  during  dry  season, 
the  work  would  have  to  he  completed  in  one  winter  season,  ready 
to  operate  after  rains* 


^  i 


Pub.  Imp.  Form  1 
Dept.  of  City  Pi. 
Revised.   Apr.  J! 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No. 1438 


Date ;  August  5,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 

SAri  FiialiCISCu  ZOOLOGICAL  GARDENS 

I.    Project  Name:    Zoo  Development 


BUREAU   

OR  DIVI SION 


Dept'l  No.  Ik58 


2.  Location:  Sloat  Boulevard,  Opposite  k^th.  Avenue      Map  Key  _8  

3.  Brief  Description:  new |  x  I     addition|     |     Replacement  |     |     repair  |  | 

Proposed  to  construct  a  primate  house,  giraffe  barn,  chimpanzee  cage, 
bird  house,  reptile  court,  administration  building,  children's  farm, 
paddocks,  comvenience  station,  including  necessary  grading,  paving 
and  underground  u till  ties© 
U.    Cost  Estimates:  Funds  on  Hand,  Budgeted,  or 


ANTICIPATED  FROM  REVENUES. 
OR    OTHER  SOURCES. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUI PMENT  


Acquired 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


None 

120,000, 
1,880,000. 


5.    Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  Plans. 

ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100^ 

0 

0 


2,000,000. 

Months  Required  to 
Complete,  if  Financed 


12 

2k 


6.    Approximate  Work  Schedule  (If  financed): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
<^^5th  &  6^]fAR 
Department's  Recommendation  as  to  Priority: 


TOTAL  TIME: 

Item  or  Percent  Completed 


42 


Plans 
Plans 


Portion  of  Requested 
Funds  Used 


$ 

70,000, 

$ 

50,000. 

1 

280,000, 

$ 

14.00,000, 

$ 

14.00,000. 

$ 

800,000. 

Beginning  with  Number    I.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


8 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

Give  economsc  justification,  prospective  benefits,  number  of  persons 
or  area  served,   increase  in  capacity.  savings  effected,  or  other 

appropriate    factual    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  continue  and.  complete  cons  true  t5- on  of  San  Francisco  Zoological' 
Gardens.  To  replace  old  and  obsolete  sections  which  are  unsuitab! 
inadequate,  unsafe  and  in  poor  condition. 

9.  Estimated  Effect  On  Future  Annua!  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  Salaries 

CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 

'         -  i 

TOTALS 

!0,  What  related  projects  must  be  completed  t 
with  this  project?  None 


Increase 


DECREASE 


None 
None 
None 
None 
None 
None 
None 


N 


0 


N 


)efore  or  undertaken 


II 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yf^^^  pngtwar* 


12.  REMARKS:  No  increase  in  operating  expense,  since  old  buildings  noi 
expensive  to  maintain  will  be  replaced  by  new  buildings  which 
should  have  low  maintenance  and  operation  cost.    Also,  children' 
farm  at  Zoo  instead  of  in  park  adds  to  efficiency  of  operation. 


ESTIMATED  BY 
APPROVED  BY/ 


gineer 


Bart  Rolph,  Asst.  Superintendent 


Pub .  Imp.  Form  ' 
Dept.  of  City  Pj 
Revised,   Apr.  1 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


DEPARTMENT  Park 


BUREAU   

OR  DIVISION 


COMMISSION  OR  BOARD 
GOLDEN  GATE  PARK 

1 .  Project  Name:    Convenience  Stations  

2.  Location;    Var^'.ous  Locations  In  Golden  Gate  Park 

3.  Brief  Description:  new |  3^  |  addition 


CPD  No.  1425 


Date :  August  5,  1947 


Do  NOT  Wrjte  in  This  Space 


Dept'l  No.  1^3 
Map  Key  _^  


REPLACEMENT 


REPAIR 


Construction  of  U-  Units  of  Concrete  Construction  and  of  Attractive  Design. 


U.    Cost  Estimates: 


Funds  on  hano,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  land  to  be  ACQUIRED  (IF  ANY)  

FOR  STUDIES.^ PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EOUIPMENT_  


%  Acquired 

$   

$   

$   


TOTALS 


Additional  Funds  needed 
TO  complete  the  project. 
(Present  Request) 


$ 


None 
3,6oo< 
60,000, 


65,600* 


Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100 
0 

0 


Months  Required  to 
Complete,  if  Financed 


2 
10 


6.    Approximate  Vtork  Schedule  (If  financed): 


TOTAL  TIME: 


Item  or  Percent  Completed 


13 


FIRST   6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 


7.  Department's  Recommendation  as  to  Priority: 


PORtioN  OF  Requested 
Funds  Used 


$ 
$ 

9 
$ 
I 


5,600o 
6o,ooo# 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  op  this  project 
as  related  to  others  submitted  at  this  time... 


PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  stations  in  sections  of  the  park  where  a  demand  for  same 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

Permanent  Salaries 

2  WAGES 

temporary  Salaries 
contractual  services 
Materials  and  Supplies 

EQU IPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 

JO,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


.  __LL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yes  -  Postwar  


12.  REMARKS:  One  set  of  plans  could  he  used  for  all  units  except  for 
minor  details  due  to  local  ground  conditions* 


Increase  decrease 


$      #  ii.OOO.       $  0 


T 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1465 


Date :  August  5,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I .  Project  Name: 
2. 


Warding  Park  -  Irrigation  System 


DeptM  NQ.lIi.65 


Location;  East  of  Skyline  Boulevard  vicinity  of  Lake     Map  Key  19  

i-^— I  1— — I  Merced 
3.    Brief  Description:  new|     j     addition|  xI      Replacement  |  x  I     Repair  |  | 

Revise  water  lines  where  necessary  to  reduce  friction  loss  and  Increase 
volume  and  pre s sure ♦ 

Install  gate  valves  where  needed  for  better  control* 
Install  modern  type  snap  valves  for  automatic  sprinkler  operation* 

U. 


Cost  Estimates: 


FOR  land  to  be  ACQUIRED  (IF  ANY) 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EOUIPMENT_  


Funds  on  Hand,  Buoceteo.  or 
anticipated  from  revenues. 
OR  other  sources. 


$  Acquired 

$   

$   

$   


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 
$ 


None 

3,000. 
i|.7,000, 


50,000, 


5.   Status  of  Work: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100 
0 


Months  Required  to 
Complete,  if  Financed 


5 
6 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


10 

Portion  of  Requested 
Funds  Used  

$  5,000. 

$  22,000. 

$25,000, 

$ 

$ 

I 


PRIORITY 


10 


i 


Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVJNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  improve  and  modepnlze  the  existing  irrigation  system  and  to 
attain  greater  efficiency  and  saving  of  man  power* 


9.    Estimated  Effect  On  Future  Annual  Budget; 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES 

WAGES  XT 

N  N 

TEMPORARY  SALARIES  0  0 

CONTRACTUAL  SERVICES  N  N 

MATERIALS  AND  SUPPLIES  ^  ^ 

EQUIPMENT 
t  OTHER  ANNUAL  COSTS 


TOTALS  $ 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


Jl._Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?     Yrs  -  /?o^f  \a/ u <  

12.  REMARKS: 

Completion  of  this  project  would  release  men  from  watering  for 
more  thorough  care  of  other  works 


ESTIMATED  BY 
APPROVED 


ngineer 


Superintendent 


Pub .    Imp.    Form  t 
Dept.    of  City  P a 
Revised.   Apr.     1.9  ^ 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1457 
Date  :Aup;ust  5.1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 

COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


EXTENSION 

I.    Project  Name:   YACHT  HARBOR  -  REHABILITATION  AND  Dept'i  No. 


2.    Location;  :JnT^t-.h  nf  Marina  Blvd.  between  Baker  and 


•  ,  ,  ^     Webster  Streets,  ,  .  ,  .  ,  r— 

3.   Brief  Description:  new|x  |     add[tion|  |     replacement!  |     repair  |  x 


Map  Key  Jl 


Rip-rapping  of  Breakwater 
Rehabilitation  of  Existing  Sea  Walla 
Dredging  Operations 

Replacement  of  Old  Piling  in  Present  Harbor 
jExtenaipn  .of  Harbor  by  Construction  of  New  Berthing  Units 
W,    Cost  Estimates:  Marina  Park  ImprovefiWlfftSN  hand,  budgeted,  or 

ANTICIPATED    FROM  REVENUES. 
OR    OTHER  SOURCES. 


PGR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Acquired 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project, 
(Present  Request) 


$  None 
$  100,000 
$1,14.00,000 
$   


%  1,500,000 


5.   Status  of  Vtork: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100^ 
0 
0 


Months  Required  to 
Complete,  if  Financed 


12 
II4. 


6.  Approximate  Work  Schedule  (If  financed): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 

SECOND  YEAR 

THIRD  YEAR 

FOURTH  YEAR 
(7)  YEAR 

7.  Department's  Recommendation  as  to  Priority: 


TOTAL  TIME 


Item  or  Percent  Completed 


Plans 
Plans 


Beginning  with  Number    t,    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time... 


52 

Portion  of  Requested 
Funds  Used  

$  I|.0,000 

$  60,000 
$  500,000 
$  550,000 

$  550,000 

I  1^00,000 


PRIORITY 


11 


8,    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  rehabilitate  existing  installations  and  to  continue  the  work  of 
extensions  to  Yacht  Harbor  facilities  -to  meet  the  demands  f or v 
additional  berths. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 

i^.       Permanent  Salaries  12,1^.80 

WAGES 

Temporary  salaries 

contractual  SERVICES  ^00 

materials  and  supplies  2,500 
equipment 

other  annual  costs 


TOTALS  313,14.80  ■ 

10,  What  related  projects  must  be  completed  before  or  undertaken 
'  with  this  project?  Uone 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Y^.g  f Pn.^it-.wflr'^  


!2.  REMARKS:   Annual  receipts  could  be  increased  $12,000  by  increasing 
the  moorings . 


ESTIMATED  BY 
APPROVED  BY 


gineer 


Assis  tanfSuperintendent 


Pub .    Imp.  Form 
Dept.    of  City  P 
Revised.   Apr.  1 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No. 


1454 


Date :  August  5,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PaRK 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:    Sutro  Heights  Park  -  Development 

2.  Location:    liSth  Avenue  and  Point  Loboa   


Dept'l  No.  Ik-^L 
Map  Key  «^ 


3.    Brief  Description: 


NEW|x   I       ADDITIOnI       |        REPLACEMENT  j       |       REPAIR  [ 


Construction  of  Concrete  Convenience  Station  (none  on  site). 
Replacement  of  Old  Irrigation  System. 

Paving  of  Roads  and  Walks  and  Construction  of  Additional  Walks « 
Landscaping  qf  grounds,  including  some  grading  work. 
U.    Cost  Estimates:  Funds  on  hano,  budgeted,  or 

ANTICIPATED   FROM  REVENUES. 
OR   OTHER  SOURCES. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  % 

FOR  CONSTRUCTION  $ 

FOR  EQUfPMENT   $ 


Acquired 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
% 


None 
15,000. 
235, 000, 


250,000, 


5.    Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 

100 
0 


0 


Months  Required  to 
Complete,  if  Financed 


6 

8 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 


"7-  Department's  Recommendation  as  to  Priority: 


16 

Portion  of  Requested 
Funds  Used  

$  15,000* 


$ 
$ 
$ 
I 


100,000« 
155, 000, 


beginning  with  number  1.  indicate  in  the  space 
opposite  the  relative  urgency  of  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


1^ 


8a    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

lb  rehabilitate  and  to  some  extent  redesign  the  park,  which  is  in 
poor  condition,    A  verj  popularsppt  for  tourists  and  visitors^ 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO,  'Persons  Increase  decrease 

permanent  salaries 
3   WASES  (approx.)  7,260.  None 

Temporary  Salaries 

Contractual  serv i ces  500 « 

Materials  and  Supplies 

equipment 

other  annual  costs 


,      .  .      _  TOTALS  $  7,700« 

JO,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?    tfAg  ,  Pnafiwa-n   


12.  REMARKS: 


ESTIMATED  ^-^^^'V^  C.-^>9rf^''3P''l^  Kr^lneev 


Pub .    Imp.    Form  1 

APPROVED    B  Y  ^  ^  .  Dept.ofCityP:, 

Revised.   Apr.  1i 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No .  1466 


Date :  August  5,1947 


Do  NOT  Write  in  This  Space 


department, 
commission' 


PARK 


OR  BOARD 


BUREAU   

OR  division 


I.    Project  Name:  McLaren  Park  -  Improvements 


2. 
3. 


Locat  1  on :    Persia  and  LaGrande  Avenues 


Dept'l  No.  Ik66 
Map  Key 


Brief  Descr i  pt I  on : 


NEW|x   I       ADDITIOnI       I        REPLACEMENT  |       |       REPAIR  [ 


Installation  of  Water  Supply  and  Underground  Utilities 
Construction  of  Additional  Roads,  Paths  and  Trails. 
Construction  of  Field  House,  Baseball  Field,   Tennis  Courts,  and 
Convenience  Stations.    Landscaping,  Construction  of  Rifle  Range. 

U.    Cost  Estimates: 


Funds  on  hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES,  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EOUIPMENT_  


Acquired 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
% 


None 
50,000, 
i^.50,000. 


500,000, 


6.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100 
0 
0 


Months  Required  to 
Complete,  if  Financed 


12 
12 


6.  Approximate  Vtork  Schedule  (If  financed): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 

SECOND  YEAR 

THIRD  YEAR 

FOURTH  YEAR 
^^bth  &6thYEAR 

7.  Department's  Recommendation  as  to  Priority: 


TOTAL  TIME: 


Item  or  Percent  Completed 


30 


Plans 
Plans 


Portion  of  Requested 
Funds  Used 


$ 

25,000. 

$ 

25,000, 

% 

75»C)OOo 

$ 

75,000, 

$ 

100, 000 « 

$ 

200, 000 0 

BEGINNING    WITH    NUMBER     1.     INDICATE     IN     THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OP    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


11 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF    PERSONS  i 
OR    AREA   SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  continue  the  iirprovement  work  within  areas  already  acquired  "by  tt 
pity  for  this  new  park.  Present  facilities  do  not  offer  much  to  the! 
people  in  a  populated  section  of  the  city» 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


TOTALS  $      15, 000 o 

What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


Permanent  salaries   

6  WAGES  '  '  14,14.00.  N 

TEMPORARY  SALARIES    0 

CONTRACTUAL  SERVICES  600e 

MATERIALS  AND  SUPPLIES   

EQUIPMENT 
t  OTHER  ANNUAL  COSTS 


N 

R 


U.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Ye s  -  Po s twar  


12.  REMARKS: 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1446 


Date : August  5«  1947 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT  PARK 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name:  nnliimbia  Square  -  Development 

2.  Location:    Seventh  and  Harrison  Streets 


Dept'l  No.  llil|6 
Map  Key  '4 


I        I        REPLACEMENT  |        |       REPAIR  |  | 


3.    Brief  Description:  new |  x  I  addition 

Proposed  to  construct  walks,  a  concrete  convenience  station  and  to 
landscape  the  area.     To  Install  necessary  irrigation  system. 


Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


Funds  on  hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


I 


Acquired 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 
$ 


None 
1,800. 
28,200, 


50, 000 « 


Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 

ACQUISITION  OF  LAND  (iF  ANY)_ 
final  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


50^ 

100 

0 
0 


Months  Required  to 
Complete,   if  Financed 


2 

6 


6.    Approximate  Work  Schedule  (if  financed): 


TOTAL  TIME: 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 


Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


1,800. 

28, 200 • 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN     THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME..., 


PRIORITY 


2k 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

Give  economic  justification,  prospective  benefits,  number  of  persons 
or  area  served.   increase  in  capacity.  savings  effected.  or  other 

appropriate    factual    data    according   TO    THE    TYPE    OF  PROJECT. 

Ho  develop  the  area  into  a  park  in  a  thickly  congested  section. 
This  area  is  a  park  with  minimum  improvements.     It  is  desired  to 
restore  the  park  to  a  new  design. 


9.    Estimated  Effect  On  Future  Annual  Budget; 
NO.  Persons 

PERMANENT  SALARIES 
2  WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


Increase 


(approx, )4,300, 


200, 


S  5,000* 


!0o  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


Decrease 


E 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yes  -  Postwar  


12.  REMARKS: 


I 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No .  1441 


Date  :  August  5  »  194  7 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


PARK 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


PLEISHHACKER  PLAYFTELD 

I.    Project  Name:    Playfleld  and  Pool  Area  Improvement a 


2. 
3. 


Location:        Slr>at  and  Skyline  Boulevards 


Dept'l  No. lUl-l,  1104-3 

114114,  lii.59 
Map  Key  15  


Brief  Description:  new|y  |  addition[ 


REPLACEMENT  |    y I       REPAIR  |  y  | 


Proposed  to  construct  an  aquatic  stadium,  including  diving  platform, 
dressing  rooms  and  public  conveniences  at  the  swimming  pool. 
To  replace  the  pool  recirculating  line  and  the  concrete  walk  around  pool. 
To  recondition  base  and  pave  auto  parking  area  opposite  the  pool  cafe. 
To  construct  a  picnic  area  adjacent  to  beach. 
U.    Cost  Estimates:  Funds  on  Hand,  budgeted,  or 


ANTICIPATED  FROM  REVENUES. 
OR   OTHER  SOURCES. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $  Acquired 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $  ^-^'Z 

FOR  CONSTRUCTION  .$   

FOR  EQUIPMENT   $ 


TOTALS 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 

100^ 
0 

0 


Additional  Funds  Needed 
TO  complete  the  project. 
 (Present  Request) 

$  None 

$  20,000. 
j280,000. 

$  

$  500,000. 

Months  Required  to 
Complete,  if  financed 


8-    Approximate  Work  Schedule  (If  financecj): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 

SECOND  YEAR 

THIRD  YEAR 

FOURTH  YEAR 
(?)  YEAR 

7.  Department's  Recommendation  as  to  Priority: 


TOTAL  TIME: 

Item  or  Percent  Completed 


Plans 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN     THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


6 

12 

21 

Portion  of  Requested 
Funds  Used  

$  20,000. 

$  80,000. 

10.00,000. 
$100,000. 

$ 
% 


PRIORITY 


15 


8,    Purpose  Of  Project:    (Use  separate  sheet  I!^  necessary) 


Give  economic  justification,  prospective  benefits,  number  of  persons 

OR    area   served,     increase    in    capacity.    SAV5NGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  make  necessary  repairs  and  replacements  to  existing  items  at  the 
swimming  pool. 

To  provide  facilities   (stadiTJun)  for  more  extensive  aquatic  activitie£ 
at  the  pool  to  justify  to  a  greater  extent  the  original  investment. 
To  restore  the  former  picnic  grounds  for  use  of  the  public  after  use 
9.    Estimated  Effect  On  Future  Annual  Budget:      the  Army. 

No.  Persons  Increase  decrease 

8  PERMANENT  SALARIES  #  1  t^OS 

WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 

!0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


750 
6oo 


$  8, 11-58 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?    yp..^  -  Pn.qtwaT^  

12.  REMARKS: 

Annual  receipts  could  prohably  be  increased  $5,000, 


E  ST  I  MATED 
APPROVED 


Engineer 


Assistant  Superintendent 


Pub  .  Imp.  Form  1 
Dept.  of  City  P:. 
Revised,   Apr.  I{| 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No._1405 


Date  :  August  5,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 

COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


GOLDEN  GATE  PARK; 

n    Project  Name:    '  Golden  Gate  Park  Stadium-Development 

2.  Location:  Main  Drive,  Opposite  ■j)l\.th  Avenue  

3.  Brief  Description:  new|  xI  addition| 


Dept'l  No .^^03-1^^ 
Map  Key  1^  


REPLACEMENT 


REPAIR 


Proposed  to  construct  a  field  house,  including  grandstand  with  public 
conveniences,  an  equestrian  center  including  stables  and  to  recondition 
an  existing  cinder  track  which  is  in  poor  condition  and  subject  to 

.pomDlaints.. 

H.   Cost  Estimates: 


I 


Funds  on  hano,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT__  


$  Acquired 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  None 

$  15,000. 

$  255,000. 


250,000. 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 

100;^^ 

0 
0 


Months  Required  to 
Complete,  if  Financed 


6 

10 


6-    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 


Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1,    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


18 

Portion  of  Requested 
Funds  Used  

$  15,000. 

$  100,000. 

$  155,000. 

$ 

$ 

$ 


PRIORITY 


16 


8,    Purpose  Of  Project:    (Use  separate  sheet  i!^  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  needed  facilities  in  a  popular  section  of  the  park. 
Present  limited  accoimnodations  are  antiquated  and  in  poor  state  of 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  .'ncrease  decrease 


PERMANENT  SALARIES  |  5,l60, 

WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  500 » 

MATERIALS  AND  SUPPLIES  750. 
EQUIPMENT  i^.,000. 
OTHER  ANNUAL  COSTS 


TOTALS  $10,14.10 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


1.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?   Vi^.q  -  Pn.c»f:waT»  


!2.  REMARKS: 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1428 


Date  :  August  5,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 

GOLDEN  GATE  PARK 

I.    Project  Name:  Arbnretum 


BUREAU   

OR  DIVISION 


2.    Location:  5^m3th  Drive  ^  Opposite  12th  Avenue 


Dept'l  No.  llt-28 
Map  Key  ^7 


3.   Brief  Description:  new|x  1     addition|     |     replacement  |     |     repair  [ 

Proposed  to  construct  a  horticultural  building  and  greenhouses. 


Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


Funds  on  Hano,  Budgeted,  or 

ANTICIPATED    from  REVENUES. 
OR    OTHER  SOURCES. 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT..  


$ 

$ 
$ 
$ 


Acquired 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


None 
6,000, 
9k, 000. 


100,000. 


Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 

100^ 
0 
0 


Months  Required  to 
Complete,  if  Financed 


6 

10 


Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


18 


Portion  of  Requested 
Funds  Used 


$ 

% 

$ 
$ 
$ 


6,000, 

1+0,000. 

5if,ooo. 


PRIORITY 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTtD,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  continue  the  development  of  a  Botanical  Garden  and  Arboretum 
for  the  exhibit  of  horticultural  specimens  from  all  parts  of  the 
world.    Educational  to  the  general  public  and  to  students  in  botany 
and  horticulture.  <■ 

9.  Estimated  Effect  On  Future  Annual  Budget: 

'  -  NO.  Persons  Increase  decrease 


PERMANENT  SALARIES  2,500. 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 

MATERIALS  AND  SUPPLIES  200© 
EQUIPMENT 

OTHER  ANNUAl  COSTS 


TOTALS  $  2,700o 

10..  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


AS 

Has  this  project  been  submitted  before  for  consideration  as  '"-^ 
part  of  a  city-wide  program?  Yea  -  Postwar  


12.  REMARKS: 


ESTIMATED    BY  '^^^^^^ (^^'O/^^ 

APPROVED    .Bg^^^^^^^^--^^*''''^^^.^^^^^  DEPT.     OF    CITY  PL 

Assistant  Superintendent  revised,  apr.  i 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


1401 


Date ; August  5,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 
GOLDEN  Gate  PARK 


BUREAU   

OR  DIVISION 


I.    Project  Name:  Park  Drives  and  Paths  -  Reconstruction      Dept'l  No.  lk01.lk02. 


-     .       .  and  Surfacing 

2.     Location:  Vgrlmia   ^n    Onlrlf^.n        hfi  PflrV 


Map  Key  iE 


i5ir 


3.    Brief  Description: 


NEW 


ADDITION 


REPLACEMENT  |       |       REPAIR  |  y  | 


U.   Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Acquired 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


None 
15,000, 
185,000. 


200, 000a 


Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCTION.  


25^ 

100^ 
0 
0 


Months  Required  to 
Complete,  if  Financed 


6 
6 


6.    Approximate  Work  Schedule  (If  financed); 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
if)  YEAR 


Plans 


7.  Department's  Recommendation  as  to  Priority: 


15 

Portion  of  Requested 
Funds  Used 

$  15,000. 
$  85,000, 
$  100,000, 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  uneENCY  OF  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


18 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAViNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  continue  the  program  of  improving  park  drives  and  paths  in  the 
park.    Drives  to  "be  improved  are  rough,  in  constant  need  of  main- 
tenance, require  drainage  corrections,  and  should  be  modernized  for 
present  day  traffic.     Paths  need  widening  to  uniform  widths  and 
new  surfacing. 


9.    Estimated  Effect  On  Future  Annual  Budget 
no.  persons 

permanent  salaries 

WAGES 

temporary  salaries 
contractual  services 
materials  and  supplies 
equipment 

other  annu-al  costs 
TOTALS 


INCREASE 


N 


DECREASE 


N 


N 


E 


1^0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  Hone 


I ! .  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yft.q,  Pn.gtwar  


12.  REMARKS: 


'0 


E  STIMATED 
APPROVED  B 


gineer 


Assistant  Superintendent 


Pub .  Imp.  Form  1 
DEPT.  of  City  P:. 
Revised.   Apr.  1! 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1407 


Date:  August  5,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


COMMISSION  OR  BOARD 

GOLDEN  GATE  PARK 


BUREAU   

OR  DIVISION 


Field  House  -  Miscellaneous  Sports 

Activities 


1 .  Project  Name: 

2.  Location:    V-^nln-tty  nf  Tennis  Courts 


Dept'l  No.ljiOJ,  1)|1j 
Map  Key  ii: 


lli.2l4.;  Iii27 


3.    Brief  Description: 


NEWj  X| 


ADDITION 


REPLACEMENT 


REPAIR 


Proposed  to  construct  a  Field  House  designed  to  meet  the  needs  of  sports 
activities  such  as  Tennis,  Bowling,  Basehall,  Horseshoe  and  Handball. 
Same  to  include  public  conveniences  also. 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EOUIPMENT_  


$ 
$ 
$ 
$ 


Acquired 


TOTALS 


5.    Status  of  Wbrk: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS;  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 
0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  None 

$  15,000 
$  185,000 


200,000. 

Months  Required  to 
Complete,  if  Financed 


6 

6 


6.    Approximate  Vtork  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 


"7-  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    t.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used  

$  15,000. 
$  85,000. 
$  100,000. 

$ 
$ 
% 


PRIORITY 


12. 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.    INCREASE    IN    CAPACITY.    SAV5NGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OP  PROJECT. 

To  provide  a  combination  field  liouse  for  various  sports  activities. 
Present  structures  are  old,  inadequate  and  have  served  their  purpose 
Lower  maintenance  costs  will  result  in  having  one  structure,  Presen 
structures  are  fire  hazaifids, 

9.  Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS 

3  PERMANENT  SALARIES 

WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 

10,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


DECREASE 


1,000 
10,710 


None 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?    Yes  -  Postwar   


12.  REMARKS: 


CAPITAL     IMPROVEMENT  PROJECTS 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1^50 


Date:  August  5,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 
GOLDEN  GATE  PARK 


BUREAU   

OR  DIVISION 


2. 


Project  NametLandscaplnp:  Boundapy  Borders  DeptM  No.  ll|.50-lk51 

Location:  North  and  South  Sides  -  Ihlrd  Avenue  to  Map  Key  __2o  


3.    Brief  Description: 


Great  Elghwa^U-.'^'tancjaoSttjGii^  Wigy^^waq. 


NEW 


ADDITIOnI       I        REPLACEMENT  j  X   I      REPAIR  [ 


Proposed  to  landscape  and  improve  the  "boundary  borders  for  an  average  of 
50  feet  variable  with  trees,  shrubs  and  lawn,  with  removal  of  existing 
plantings  whicfi  do  not  fit  into  design. 

U.    Cost  Estimates: 


Funds  on  hand,  budceteo.  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT..  


$ 

$ 


Acquired 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 


None 
12,000. 

188,000 


200,000. 


6.    Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 


Months  Required  to 
Complete,  if  Financed 

1 


3 
12 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
if)  YEAR 


Plans 


"7-  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


16 

Portion  of  Requested 
Funds  Used  

$  12,000. 

%  88,000. 

$  100,000. 

$ 
$ 
$ 


PRIORITY 


20 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    Or  PROJECT. 

To  rehabilitate  and  beautify  the  park  borders.  Present  condition 
is  generally  unattractive  and  semi-wild. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

8      permanent  salaries 
Wages 

Temporary  salaries 
contractual  services 
materials  and  supplies 
equipment 

other  annual  costs 
TOTALS 


Increase 
19,200. 

None 
800o 


$  20,000. 


!0o  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yes.  Postwar  


DECREASE 


None 


12.  REMARKS: 


ESTIMATED  BY 
APPROVED  BY 


Engineer 


Assistant  Superintendent 


Pub .  Imp.  Form  1 
Dept.  of  City  P^ 
Revised.   Apr.  1 


CAPITAL     IMPROVEMENT  PROJECTS 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No .  1460 
Date :  August  5,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


BUREAU   

OR  DIVISION 


ment 


COMMISSION  OR  BOARD 
AQUATIC  PARK  CENTER 

1 .  Project  Name:  California  Pax^klng  Company  Lot  Develop-  'Dept '  I  No.  llt.60 

2.  Location:    Jefferson  and  Hyde  Streets   Map  Key 

NEW  I   xl       ADDITiONi  ' 


3.    Brief  Description: 


REPLACEMENT 


REPAIR 


Providing  an  auto  parking  area. 
Construction  of  tennis  and  bocci  courts. 
Irrigation  system  apd  landscaping, 

Grading,  Retaining  Walls,  Walks,  Driveways  and  Curbing, 
Cost  Estimates:  Funds  on  Hand,  BuoeETEo.  or 

ANTICIPATED    FROM  REVENUES. 
OR   OTHER  SOURCES. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EOUIPMENT__  


$  Acquired 


TOTALS 


ADDITIONAL  Funds  Needed 

TO    COMPLETE    the  PROJECT. 

(Present  Request) 


$ 
$ 


None 
5,500. 
75,000. 


78,500. 


Status  of  Work: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100 
100 
75 
0 


TOTAL  TIME 


Months  Required  to 
Complete,  if  Financed 


-5 
9 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


12 

Portion  of  Requested 
Funds  Used 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 


Department's  Recommendation  as  to  Priority: 


$ 
% 
% 
$ 
$ 

i 


5,500. 

35,000. 
14.0,000. 


Beginning  with  Number    1.    indicate   in   the  space 

OPPOSITE    THE    relative    URGENCY    OF    THIS  PROJECT 
AS    related    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


2L 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

Give  economic  justification,  prospective  benefits,  number  of  persons 
OR  area  served,   increase  in  capacity,  savings  effected,  or  other 
appropriate  factual  data  according  to  the  type  of  project. 

To  construct  a  park  on  an  unimproved  lot,  the  continuation  of  the 
development  of  the  Aquatic  Park  Center* 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  '  Increase  decrease 

PERMANENT  SALARIES      .  2,l|.00e 

wages 

temporary  salaries 


CONTRACTUAL  SERVICES  % 
MATERIALS  AND  SUPPLIES  200. 
EQUIPMENT 

OTHER  ANNUAL -COSTS 


N 

E 


TOTALS  $a,6oo.  $  0 

What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  none 


— II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Ye 3  -  Po s twar  


12.  REMARKS: 


«  < 


ESTIMATED  BY 
APPROVED  BY 


Engineer 


Assistant  Superintendent 


Pub .    Imp.    Form  1 
Dept.    of  City  Ph 
Revised.   Apr.  ^\ 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1426 


Date:  August-  5,19  47 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 
GOLDEN  GA'IE  PARK 

I .    Pro ject  Name :     NEW  CONSERVATORY 


BUREAU   

OR  Dl VI S ION 


2.  Location:    Main  PrWe,  opposite  Third  Avenue 

3.  Brief  Description:  NEw|y  |     add  in  on  | 


DeptM  No.  114.26 
Map  Key  ^2. 


REPLACEMENT 


REPAIR 


Proposed  to  construct  a  new  modern  conservatory  to  replace  the  ex-lsting 
structure. 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT_  


$ 
$ 
$ 
$ 


Acquired 


TOTALS 


Additional  Funds  Needed 

TO    complete    the  PROJECT. 

(Present  Request) 


$ 
$ 
$ 
$ 


None 
90,000. 
1^10,000. 


5.   Status  of  Work: 


Percent  now  completed 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  !  ON  


0 

100 
0 
0 


1,500,000. 

Months  Required  to 
Complete,  if  Financed 


6 
12 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 

Plans 

$ 

45,000. 

SECOND   6  MONTHS 

Plans 

I 

i+5»ooo. 

SECOND  YEAR 

% 

230,000. 

THIRD  YEAR 

$ 

500,000. 

FOURTH  YEAR 

$ 

14.00,000. 

(7)  FIFTH  YEAR 

$ 

I|.8o,ooo, 

Department's  Recommendation  as 

to 

Priority: 

Beginning 

w 1 TH  Number   l .    i nd i c ate 

in    THE  space 

PRIORITY 

opposite 

THE 

relative  urgency  or 

THIS  project 

21 

Portion  of  Requested 
Funds  Used 


AS 


related  to  others  submitted  at  this  time 


22 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  modem  conservatory  for  the  propagation  and  conservatioj] 

of  rare  and  tropical  plants  for  the  enjoyment  and  education  of  the 
public.     The  existing  conservatory  is  old.  Inadequate  and  runs  high 
in  maintenance  costs*  ^ 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAt  COSTS 
TOTALS 


Increase 


DECREASE 


10-  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?    Ye s  -  Po s twar  


12.  REMARKS: 


ESTIMATED  BY 


APPROVED  B^<^^j^^ 


gmeer 


Assistant  Superintendent 


Pub  .    Imp.    Form  1 
Dept.   of  City  Pl| 
Revised.   Apr.  1 


1*  / 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1977 (new) 
Date ;  August  5,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


BUREAU   

OR  DIVISION 


COMMISSION  OR  BOARD 
GOLDEN  GATE  PARK 

1.  Project  Name:  Sharon  Building  -  Rehabilitation 

2.  Location  I    Chlliren's  Quarters  


Dept'l  No.  1977 
Map  Key   


Brief  Description: 


New 


ADDITION 


REPLACEMENT  |   X  I       REPAIR  |^ 


Proposed  to  make  al teratiohs ,  repairs  and  various  improvements 
to  present  building.     To  include  heating,  a  rest  room  for  mothers 
and  general  renovation. 

Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$  Acquired 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  None 

$  5,500. 
$  50,000. 

$  10,000, 


65,500. 


5.   Status  of  Work: 


Percent  now  completed 
( 1 r  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100;^ 
0 
0 


Months  Required  to 
Complete,  if  financed 


6 
6 


6.  Approximate  Work  Schedule  (if  financed): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 

7.  Department's  Recommendation  as  to  Priority: 


TOTAL  T IME: 

Item  or  Percent  Completed 


Plans 


Beginning  with  Number  1.  indicate  in  the  space 
opposite  the  relative  urgency  of  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


15 

Portion  of  Requested 
Funds  Used 

$  5,500. 

$  20,000. 

%  50,000. 

% 

$ 

$ 


PRIORITY 


21 


8,    Purpose  Of  Project:    {Use  separate  sheet  if  necessary) 


GiVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OB  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  5_inproY©  present  facilities  for  serving  the  public  and  to 
make  various  repairs  to  same.     Present  building  needs 
modernizing.    No  work  of  consequence  has  been  done  since  its 
construction. 

9.    Estimated  Effect  On  Future  Annual  Budget; 

NO.  Persons  iNCREASE  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 

MATERIALS  AND  SUPPLIES  NONE 
EQU I PMENT 

OTHER  ANNUAL  COSTS 

TOTALS  Z  $ 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  NONE 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  

!2.  REMARKS: 

Can  be  operated  with  present  staff. 


Pub  .  Imp,  Form  1 
Dept.    of  City  Pr. 


Asst.  Superintendent  Revised,  apr.  i 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1420 


Date  :AuF.ust  5,  19  47 


Do  NOT  Write  in  This  Space 


DEPARTMENT  Park 


BUREAU   

OR  DIVISION 


COMMISSION  OR  BOARD 
Golden  Gate  Park 

1 .  Project  Name:  ChRl^^.t  Recreation  Field  Developinent 

2.  Location:    V/eat  End  of  Golden  Gate  Park  


Dept'l  No.  lh2D 
Map  Key  £±  


3.    Brief  Description: 


NEW  I  X  I       ADDITIOnI       I        REPLACEMENT  |       \       REPAIR  |  )(  | 


Reconstruction  of  Chalet  for  Field  House,  including  refreshment  facilities. 
Construction  of  Tennis  Courts,  Soccer  Field,  Children's  Play  Area,  and  a 
sun  bathing  area. 


U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTTRUCTION  

FOR  EOUIPMENT_  


Funds  on  Hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


$  Acquired 

% 
$ 
$ 


TOTALS 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  Plans, 
acquisition  of  land  (if  any), 
final  plans:  specifications— 
construct  i  on  


0 

100 
0 

0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  None 
$  25,000 

$  500,000 
_$  

325,000 

Months  Required  to 
Complete,  if  Financed 


10 
8 


6-    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH^^YEAR 
{!)  J  -    ^  VeAR 


Plans 
Plans 


7-  Department's  Recommendation  as  to  Priority: 


20 

Portion  of  Requested 
Funds  Used 

$  12,500 

i  12,500 

f  60,000 

i  60,000 

s  60,000 

$  120,000 


Beginning  with  Number   1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


2k. 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DAVA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  create  a  large  cnetralizepl  recreational  area  in  the  West  End  of 
Golden  Gate  Park  to  provide  for  diversified  activities  and  sports 
for  both  minors  and  adults. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES 
3         WAGES  6,000. 
TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  750. 
MATERIALS  AND  SUPPLIES  500. 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $7,250. 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?    Yea  -  Postwar  


12.  REMARKS: 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1461 


Date :  August  5,1947 


DO  NOT  Write  in  This  Space 


DEPARTMENT 


PARK 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I .    Project  Name:    Buena  Vista  Park  ■*  Development 


2. 
3. 


Location:   Hftlght-.  5^hreftt  and   Riiena  V-^ata  Avftmift 

Brief  Description:  new  I  x  I     addition I 


Dept'l  No.  /^^/ 
Map  Key  2.5 


REPLACEMENT 


REPAIR 


Construction  of  roadway  and  additional  paths* 

Provide  additional  drainage  and  irrigation  facilities* 

Construction  of- a  convenience  station,  tennis  courts  and  play  areas. 
Landscaping  -  Planting  lawns,  trees,  and  shrubs. 

U.    Cost  Estimates:  Funds  on  Hand.  Budgeted,  or 

^  anticipated  from  revenues. 

OR  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


$  Acquired 


FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT_J   $ 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
 (Present  Request) 


$ 
$ 
$ 
$ 


None 
10,000, 
11^.0,0000 


150, 000, 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 

100 
0 
0 


Months  Required  to 
Complete,  if  Financed 


k 

8 


8.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


Ik 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 

$ 
$ 


10,000, 

j+OjOOOa 

50,000. 
50,000. 


Besinning  with  number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  additional  improvements  to  encourage  greater  use  of 
this  park* 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  .  Increase  decrease 


'PERMANENT  SALARIES  |  [(.,800, 

WAGES  , 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  200, 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $5,000. 

10-  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  Hone 


L  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?   Yes  -  Postwar  


12.  REMARKS: 


ESTIMATED    B  Y  "^^-^  ^-<<y^^-t'<l^'^B:lnQeV 

Pub .    Imp.    Form  1 

APPROVED     B'f  /^.^^-^^CX-^^^ea^^.^^^   yy-fcy^-^v  DEPT.    OF    CITY  PLi 

Assistant  Superintendent  revised,  apr.  m 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.JiiZi. 


Date  .'August  5,19  47 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Dept'l  No.  Ii4.7ii 
Map  Key  2.6 


1 .  Project  Name:  Mt.  Davidson  Park  -  Trails  

2.  Location:  Lansdale  and  St,  Croix  Drives  

3.  Brief  Description:  new|  x  I     addition|     |     replacement  |     |  repair 
To  construct  trails  involving  grading  operations  and  base  work. 

Drainage  Requirements. 


U.   Cost  Estimates: 


Funds  on  hano,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 
$ 


Acquired 

0 
0 
0 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 


None 
1,500< 


25,000. 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 
Acquisition  of  land  (if  any). 

final  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100 
0 
0 


Months  Required  to 
Complete,  if  Financed 


1 

2 


6'    Approximate  Work  Schedule  (if  financed): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 

SECOND  YEAR 

THIRD  YEAR 

FOURTH  YEAR 
(7)  YEAR 

7.  Department's  Recommendation  as  to  Priority: 


TOTAL  TIME: 

Item  or  Percent  Completed 


Plans 


Beginning  with  Number    t.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


1+ 

Portion  of  Requested 
. Funds  Used 

$  1,500. 

«  25,500. 

% 

$ 

$ 

$ 


PRIORITY 


26 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  better  circulation  facilities  in  this  park,  which  is 
in  a  natural  state  and  in  the  main  unimproved. 

To  facilitate  approaches  to  the  park  for  Easter  Sunday  services 
and  for  usual  visitors  to  the  park. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

•NO.  PERSONS  Increase  decrease 


Permanent  Salaries 

WAGES 

temporary  Salaries 
contractual  services 
materials  and  supplies 
equipment 

other  annual  costs 


TOTALS  3  0 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?     Y^.q,  pnatwa-p  . 


12.  REMARKS: 


ESTIMATED  BY 


APPROVED 


_ Engineer 


Assistant  Superintendent 


Pub.  Imp.  Form  1 
Dept.  of  City  P-. 
Revised.   Apr.  I 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1464 


Date :  August  5,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


Park 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.    Project  Name:  Holly  Park  -  Rehabilitation 
TT-tphland  and  Bennington  Ave « 


Dept'l  No. 


2.  Location: 


Map  Key  2JL 


3.   Brief  Description:  new |  x I     addition|     |     replacement  j     |     Repair  |  X| 

Construction  of  New  Hand  Ball  and  Tennis  Courts 
Modernization  of  Irrigation  System. 

Construction  of  Baseball  Field  and  Field  House. 
Landscaping  -  including  Grading  and  Construction  of  Wal^ks . 
U.    Cost  Estimates:  Funds  on  hand,  budgeted,  or 

anticipated  from  revenues. 

or  other  sources. 


I 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUI  PMENT   


%  Acquired 

%   

%   

%       — — 


TOTALS 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


None 
10,000 
ll].0,000 


150,000 


5.    Status  of  Work: 


Percent  now  completed 
{ I F  any) 


Preliminary  studies  or  Plans. 
Acquisition  of  land  (if  any). 

final  PLANS:  SPECIFICATIONS- 
CONSTRUCTION  


0 

100 
0 

0 


Months  Required  to 
Complete,  if  Financed 


8 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 


Item  or  Percent  Completed 


llj. 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


%  10,000. 

$  Ii.o,ooo, 
%  50,000. 
%  50,000. 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  or  this  project 
as  related  to  others  submitted  at  this  time... 


PRIORITY 


27 


8,    Purpose  Of  Project:    (Use  separate  sheet  ii^  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA   SERVED,    INCREASE    IN    CAPACITY.    SAV5NGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

General  rehabilitation  and  redesign  of  park  to  offer  better  facility 
to  the  public.     The  park  is  in  poor  condition  and  unattractive. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


Permanent  salaries   

2  WAGES  5,000. 
temporary  Salaries 
contractual  services 

materials  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $5,000. 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yes  -  Postwar  


12.  REMARKS: 


ESTIMATED    R  Y  ^  ^1^^  KnglnftftT' 

XV"*-^^^^^^^^;^^^^  Pub.    Imp.    Form  t 

APPROVED  •'«^;f'^^'--t:^*'*'^!9^^^''f]>^  DEPT.    OF  CITY 

Asst.  Superintendent  revised,  apr.  \\ 


CAPITAL     IMPROVEMENT  PROJECTS 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1^78  (new) 
Date : August  5,  1947 


DO  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Project  Name:  Sunset  Heights  Park  Development 
Location:    Rockrldge  Drive  and  12th  Avenue 


Dept'l  No.  1478 
Map  Key  _2S__ 


NEW  I   xl       ADDITIOnI       I        REPLACEMENT  |       |       REPAIR  |  | 


Brief  Description: 

Proposed  to  construct  a  convenience  station,  and  to  continue  the 
development  work  to  completion,  including  irrigation  lines, 
construction  of  walks  and  landscaping* 


Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $  Acquired 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $  0 

FOR  CONSTRUCTION  $  0 

FOR  EQUIPMENT                                      $  0 


TOTALS 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request)  


$ 
$ 
$ 
$ 


None 
3,500. 

i].6,500. 


50,000, 


Status  of  Vtork: 


Percent  now  completed 
{ I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100^ 


Months  Required  to 
Complete,  if  Financed 


5 
6 


6-    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 


7.  Department's  Recommendation  as  to  Priority: 


BEGINNING    with    NUMBER     1.     INDICATE     IN    THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


10 

portion  of  requested 
Funds  Used  

«     3, 500, 

$  1+6,500. 

$ 

$ 

$ 

I 


PRIORITY 


28 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  more  complete  facilities  In  the  park  for  the  use  of  the 
residents  in  a  growing  district* 

The  present  park  is  in  an  unfinished  condition* 

9.  Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


permanent  Salaries  5*000« 

WAGES 

Temporary  Salaries 

contractual  SERVICES  2^0* 

Materials  and  Supplies 
equipment 
^  other  annual  costs 


TOTALS  $  5,250» 


10,  What  related  projects  must  be  completed  before  or  undertaken 
'       with  this  project?  ^^^^ 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Wn  


12.  REMARKS: 


ESTIMATED    BY      ^ 

^    ^  Pub.Imp.FormI 

APPROVED     B  Y^Z:---^^-*^''**^*^^;;?^/^---^  » T,  DEPT.    OF    CITY  PL. 

Assistant  Superintendent  revised,  apr.  ii 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1472 


Date:-^^^®^  5,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMEt^T  PARK 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Project  Name:    Bay  View  Park:  Improvementa 


Locat  I  on :    F.nd  of  Jamestown  Avenue 


Dept'l  No,_j472_ 
Map  Key  ^9 


REPLACEMENT |       |       REPAIR  [ 


Brief  Description:  new|x  I     additionI  | 

Construction  of  Children's  Play  Area,  and  Concrete  Convenience  Station, 
Landscaping,  Drainage,  Irrigation, 
Reconditioning  of  ExJ<sting  Paths  and  Roads. 
Development  of  Vista  Points  and  Picnic  Areas, 
Cost  Estimates:  Funds  on  hand,  budgeted,  or 

ANTICIPATED    FROM  REVENUES, 
OR    OTHER  SOURCES. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$  Acquired 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 


None 
10,000, 
90,000* 


100,000, 


Status  of  Wbrk: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCTION  


0 
0 


Months  Required  to 
Complete,  if  Financed 


5 

10 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 


Item  or  Percent  Completed 


16 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 


Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


10,000. 
]4.0,000« 

50,000. 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


29 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 


To  provide  facilities  lacking  in  this  park,  the  only  one  available  ii 
district  populated  by  the  lower  income  bracket.  To  continue  improvei 
work  done  by  the  W.P.A, 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

2    PERMANENT , Salaries  $  ^yOOOi, 

WAGES     *  0 

TEMPORARY  Salaries 

CONTRACTUAL  SERVICES  '^OO  p 

MATERIALS  AND  SUPPLIES 

EQU  IPMENT  ' 
OTHER  ANNUAL  COSTS 


TOTALS  $  5,500.  $  0 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?    Yf^.?i  -  Postwar  


12.  REMARKS: 


ESTIMATED  BY 
APPROVED 


neer 


Assistant  Superintendent 


Pub  .  Imp.  Form  1 
Dept.  of  City  Pl 
Revised.    Apr.  i 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


1406 


Date:  August  5 ,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  PARK 


BUREAU   

OR  DIVISION 


COMMISSION  OR  BOARD 

GOLDEN  GATE  PARK  Development 

1.  Project  Name:      John  McLaren  Memorial  Rhododendron  Delld)eptM  No .  Ii4.06 

2.  Location!  Main  Drive  opposite  Sixth  Avenue 

NEW  I  y   I  ADDITI0n| 


Map  Kfty  5o 


3.    Brief  Description: 


REPLACEMENT  |       |       REPAIR  |  | 


Landscaping,  Construction  of  Roads,  Paths,  Drainage,  etc. 


U.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $  Acquired 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $  0 

FOR  CONSTRUCTION  $  0 

FOR  EQUIPMENT__s   $  0 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 
$ 


None 
5,000. 

70,000. 


75,ooo< 


Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 

ACQUISITION  OF  LAND  (iF  ANY)_ 
final  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


90 
100 

0 

0 


Months  Required  to 
Complete,  if  Financed 


3 
6 


6 .    Approximate  Work  Schedule  (Iff i  nanced ) : 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
if)  YEAR 


Plans 


7.  Department's  Recommendation  as  to  Priority: 


12 

Portion  of  Requested 
Funds  Used  

%  5,000. 

$  20,000. 
$  50,000. 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


JO. 


8,    Purpose  Of  Project:    (Use  separate  sheet  i*^  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OH    ArtEA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

Display  and  Propagation  of  Rhododendrons  and  Azaleas. 


9.    Estimated  Effect  On  Future  Annua!  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES  2,1^.000 

WAGES     

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $  2A00. 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  None 


U.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?    Yea  -  Postwar  


12.  REMARKS: 


CAPITAL  IIvIPROTOMT  PROJECTS 
Key  Map 


POLICE  DEPARTTvIENT  -194.7 


SAN  FRANCISCO  AND  ENVIRONS 

p    I     A    ^'     M    !         n  '"^  M    I    S    5    I    O  N 


POLICE  DEPARTT^NT 
Capital  Improvement  Projects  -  1947 
Schedule 


First  Year 


1. 

Hall  of  Justice 

1  475,000 

2. 

Police  Academy 

17,000 

3. 

Central  Traffic  Bldg. 

110,000 

4. 

Mission  Station 

173,200 

5. 

Golden  Gate  Park  Station 

25,410 

6. 

Ingleslde  Station 

25,410 

Totals,  by  Years 

1  826,020 

Second  Year      Third  Year 

11,525,000  11,000,000 
333,000 
490,000 

163,000 
163,000 

12,674,000  11,000,000 


CAPITAL  IMPROVEMENT  PROJECTS. 
CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No._ii21 


Date  :June,  19^:^7 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


POLICE 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Project  Name:  New  addition  to  Hall  of  Justice  

additionIX  I 


Dept'l  No.. 
Map  Key   


REPLACEMENT 


REPAIR  [] 


2.  Location:  Kearny  ?>t 

3.  Brief  Description:  new 
The  proposed  new  Hall  of  Justice  Bldg.  to  be  a  new  addition  to  present 
Hall  of  Justice  on  land  fronting  on  Kearny  St.  to  Merchant  (109  feet)  and 
running  easterly  221  feet  from  the  easterly  line  of  Kearny.  The  proposed 
structure  to  be  approximately  seven  story  class  A  structure. 

U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


TOTALS 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS;  SPECIFICATIONS- 
CONSTRUCT  I  ON  


TOTAL  TIME: 


Additional  Funds  Needed 
to  complete  the  project. 
 (Present  Request)  

$  500,000.00 
$  175^000.00 
$  2,525,000.00 

$  

$  3,000,000.00 

Months  Required  to 
Complete,  if  Financed 

9  months 
18 

18  " 

5  yr.  9  mo. 


6-    Approximate  Work  Schedule  (If  financeci): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number   1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used  

$  325,000.00 
J  150,000.00 

$ 

J  2,525,000.00 

$ 
$ 


PRIORITY 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

This  proposed  building  will  provide  adequate  garage  space  for 
Police  automotive  equipment,  administrative  offices  for  Police 
Commission  and  Chief  of  Police,  Bureau  of  Inspectors,  Laboratory, 
Identification  and  Photo  Bureaus, Li cense  Bureau,  Bureau  of  records, 
Comraunication,Div,    Property  Clerk, General  Office,  City  Prison  visit< 
room  an,d  prisoner  receiving  units. 

9.  Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


permanent  Salaries 
wages 

temporary  salaries  j^Ow 

contractual  services 
materials  and  Supplies 
equipment 

other  annual  costs 


TOTALS 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yf^c  


12.  REMARKS: 

See  C.P.D.  #1101,  dated  8/31 "Postwar  Public  improvement 
projects:  and  Citizens  Postwar  Planning  committee  report  to 
Mayor  Roger  D.  Lapham  recommending  this  requested  new  structur 


ESTIMATED    BY         - '^^"^^ 


APPROVED     BY  ^§Jl{i')J ^  ^  1'^^     AuMUJ  ■  DEPT.    OF    CITY    P  r.  A 

c. oi- POLICE  Revised.   Apr.  19 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1102 

Date :  June,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  POLICE 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:   Police  Academy  &  Training  grounds 

2.  Location:         T^.ke  uevced  &  Skyline  Blvds.  

3.  Brief  Description:  NEwjx  1     addition|     |     replacement  j     j     repair  [ 


Dept'l  No  2 

Map  Key  Z 


Project  to  include  gymnasium  building  vith  full  size  gymnasium  and 
adjoining  building  to  consist  of  classrooms,  locker  room,  shuwers 
and  toilet  facilities. 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
OR  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES,  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


TOTALS 


5.    Status  of  Work: 


%  0 

Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


TOTAL  TIME: 


Additional  Funds  Needed 
to  complete  the  project, 
(Present  Request)  

$  -o- 

$  17,000.00 
$  335,000.00 


350,000.00 

Months  Required  to 
Complete,  if  Financed 

3  mqi;hs 
none 

6  months 
1  year 

1  yr.  9  mos. 


6.  Approximate  Work  Schedule  (If  financed): 

FIRST  6  MONTHS 
SECOND  6  MONTHS 

SECOND  YEAR 

THIRD  YEAR 

FOURTH  YEAR 
if)  YEAR 

7.  Department's  Recommendation  as  to  Priority: 


Item  or  Percent  Completed 


Portion  of  Requested 
Funds  Used  

$  4,000.00 
$  13,000.00 

$333,000.00 

$ 


Beginning  with  Number    J,    indicate   in  the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  adequate  facilities  for  training  Police  Officers, 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  Salaries 
Contractual  services 
materials  and  supplies 
Equipment 

other  annual  costs 
TOTALS 


Increase 


DECREASE 


None 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?   


12.  REMARKS: 


See  0  P  D  #1102,  dated  8/^1  A^,"  Postwar  Public  improvement 
projects"  and  Citizens  Postwar  planning  corairittee  report  tc 
Mayor  Roger  D.  Lapham  recoinraending  this  requested  new  struc 


ESTIMATED  BY 
APPROVED  BY 


Pub .    Imp.    Form  T 
Dept.    of  City  P^Aif 
Revised,   Apr.  S9 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


Date:    Jur^p.,  lQ/,,7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  POLICE 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name: 

2.  Location:  


Central  Traffic  Bldg, 


Central  Traffic  Zone 


Dept'l  No.. 
Map  Key   


3.   Brief  Description:  new|  X  |     addition|     |     replacement  |     |     repair  |  | 

Building  to  be  approx.  three  story  Class  A  concerete,  reinforced 
steel  construction. 


U.   Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS, 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


s 

$ 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project, 
(Present  Request) 

$  79,000.00 
$  i|-0,000.00 

$  if90,000.00 

$ 


5.   Status  of  Wbrk: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 

ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCTION  


TOTAL  TIME 


,600,000.00 

Months  Required  to 
Complete,  if  Financed 

5  months 

9  months 
1  year 


6-    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  op  this  project 
AS  related  to  others  submitted  at  this  time... 


2  years 

Portion  of  Requested 
Funds  Used 

$  80,000.00 

$  30,000.00 

$  490,000.00 

$ 

$ 

% 


PRIORITY 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF    PERSONS  ' 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

The  construction  of  a  Central  Traffic  Building  vill  provide  adequate 
space  and  quarters  for  housing  all  units  of  the  Traffic  Bureau, 
administrative  offices,  lockers  and  assembly  rooms, Traffic  Courts, 
Fines  Bureau,  garage  and  other  minor  traffic  units. 

9.  Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  $      0  «  0 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

No 


llo  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yfts  


12.  REMARKS: 

See  C  P  D  #1103,  date  8/31/44,  "Postwar  Public  improvement 
projects"  and  Citizens  Postwar  Planning  Committee  report 
to  Mayor  Roger  D.  Lapham  recommanding  this  new  structure. 

There  is  available  in  the  City  Architect's  office  a 

preliminary  sketch  of  this  building  made  about  10  years 

ago  which  proposed  construction  on  City  owned  property  at 
Gough  &  Page  Sts. 


ESTIMATED    B  yl2_  ^  

Pub  .    I  MP  .    Form  t^'' 


APPROVED  ^yjllaii^J/J.  .^MihA^'. 


Dept.    of  City  Pla 

Cr.lcF  OF  POLICE  Revised.    Apr.  19 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 

Do  NOT  Write  in  This  Space 

DEPARTMENT  POLICE   BUREAU   

COMMISSION  OR  BOARD  OR  DIVISION 

1.  Project  Name:    Mission  Police  Station  Dept'l  No.  h  

2.  Location:        Valencia  St.  Bet.  23rd.  &  24th.  Sts.  Map  Kfty  ^  

3.  Brief  Description:  new|     )     addition|     |     replacement  |  x  \     Repair  |  | 

One  story  concrete  steel  class  A  structure 


CPD  No._ii^ 


Date :. 


June,  1947 


U.    Cost  Estimates: 


Funds  on  Hand,  Buogeteo.  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


%  acquired 


FOR  STUDIES.  PLANS.  SPECIFICATIONS  % 

FOR  CONSTRUCTION  % 

FOR  EQUIPMENT   % 


TOTALS 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


70 
100^ 


Additional  Funds  Needed 
to  complete  the  project, 
 (Present  Request) 

%  none 
$  10,200.00 
%  165,000.00 

%  

%  173,200.00 

Months  Required  to 
Complete,   if  Financed 


9  months 


6-    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME:  9  months 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used  

jl73,200.00 

$ 
% 
% 
% 
% 


PRIORITY 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    B  E  N  E  F  I  T  S  ,  (n  UMB  E  R    OF    PERSONS  95*244 
OR    AREA    SERVED.   )|NCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  replace  present  Mission  Police  Station  now  located  17th  &  Treat  A 
The  present  structure  is  unsafe  and  unsanitary,  approx.  50  yrs  old  a 
present  location  is  remotely  situated  with  reference  to  practical  po 
necessity  both  to  residents  of  the  area  served  and  police  persnnnel 
occupying  same. 

9.  Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

permanent  Salaries 
wages 

temporary  Salaries  None 
contractual  services 
materials  and  supplies 
Equipment 

other  annual  costs 

TOTALS  $     0  ^0 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yea  


12.  REMARKS: 

See  CPD  #110^,  dated  8/3lA^  "Postwar  Public  Improvement 
Projects  and  Citizens  Postwar  Planning  Committee  report 
to  Mayor  Roger  D.  Lapham  recommending  this  requested 
replacement . 


I 


P  PROVED    B  Y^v^^-^^^'^'^'^-  ^    ,  ...^ 


ESTIMATED  BY   

'^/rn  j\ — ~ — ■  

Pub  .    Imp.    Form  I 

APPROVED     B  Y     ^i^yiKJ)'^''-'-^'^  ~        .  .  DEPT.    OF    CITY  PL« 

Revised.   Apr.  i 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


Date  :J"une.  1Q/..7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  POLICE 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name: 

2.  Location:  


Golden  Gate  Park  Police  Station 
Wfl.ller  &  Stanyan  Sts.  


Dept'l  No.. 
Map  Key   


3.   Brief  Description: 


NEW 


I       I       ADDITIOnI       I        REPLACEMENT  |   X  I       REPAIR  [ 


One  or  tvo  story  concrete  steel  class  A  structure.  The  height  of 
structure  will  depend  on  size  of  building  site  purchased. 


4.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  % 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


TOTALS 


6.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


TOTAL  TIME 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request)  

$  10,000.00 
$  15,410.00 
$  165,000.00 

_$  

188,410.00 

Months  Required  to 
Complete,  if  Financed 

J      2  months 

6  months 
9  months 

1  yr.  5  mos. 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


$  12,500.00 
I  12,910.00 
I  165,000.00 

$ 


PRIORITY 

5" 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    B  E  N  E  F  1  T  S  .(  N  UMB  E  R    OF    PERSONS  800^9 
OR    AREA    SERVED ,) I NCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  replace  the  present  Golden  Gate  Park  Station  nov  located  in  G.G.Park 
near  Kezar  Stadiim.  The  present  structure  iss  unsafe  and  unsanitary, 
approx.  50  yrs  old  and  present  location  is  remotely  situated  with  refer 
to  practical  police  necessity  both  to  residents  of  the  area  covered  ai 
police  personnel  occuping  same. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  persons  '  '  '-^     - ' 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


INCREASE 


DECREASE 


none 


,$  0 


lOi  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yes  


12.  REMARKS: 


i 


See  C  P  D  #1105,  dated  8/3lA4  "Postwar  Public  improvement 
projects  and  Citizens  Postwar  planning  committee  report  to 
Mayor  Roger  D.  Lapham  recommending  this  requested  replaceme 


ESTIMATED  BY 
APPROVED  BY 


Pub .    Imp.    Form  I 
Dept.    of  City  Pr.A 
Revised.   Apr.  19' 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1106 


D.te:  ^9A7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  POLICE 
COMMISSION  OR  BOARD 


BUREAU  

OR  DIVISION 


1.  Project  Name:      Ingleslde  Police  Station 

2.  Location:  San  Jose  &  Ocean  Ave. 


Dept'l  No.. 
Map  Key   


6 


3.    Brief  Description: 


NEW 


ADDITION 


REPLACEMENT  |  X  I       REPAIR  [ 


One  or  tvo  story  concrete-steel  Class  A  structure.  The  height  vlll 
depend  on  size  of  building  site  purchased 


U.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


% 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  10,000.00 
2  15,^10.00 
%  165*000.00 

% 


Status  of  Wbrk: 


Percent  now  completed 
( I F  any) 


Preliminary  studies  or  plans. 

ACQUISITION   OF   LAND    (iF  ANY)_ 
FINAL    PLANS:  SPECIFICAT 
CONSTRUCT  I  ON  


ONS. 


TOTAL  TIME: 


%  1^8,410.00 

Month:  Required  to 
Complete,  if  Financed 

)    2  months 

6  months 
9  months 


1  yr.  5  mos. 


S.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


^  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  used 


Beginning  with  Number  1,  indicate  in  the  space 
opposite  the  relative  urgency  or  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


%  12,500.00 
^  12,910,00 

$165,000.00 

% 

% 

% 


PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS^   NUMBER    OF    PERSONS  92^881 
OR    AREA    SERVED.)   INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  replace  the  present  Ingleslde  Police  Station  nov  located  In 
Balboa  Park,  The  present  structure  Is  unsafe  and  unsanitary, 
approximately  50  yrs.  old  and  present  location  Is  remotely 
situated  vlth  reference  to  practical  police  necessity  both  to 
residents  of  the  area  served  and  Police  personnel  occuplng  sai 


decrease 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  ,  Increase 

permanent  Salaries 
wages 

temporary  Salaries 

contractual  services  none 

materials  and  supplies 

Equipment 

other  annual  costs 

TOTALS  $     0  $  0 

jO.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yes  


12.  REMARKS: 

See  G  P  D  #1106,  dated  8/31 A^,  "Postvar  Public  Improvement 
projects"  and  Citizens  Postwar  Planning  Committee  report  to 
Mayor  Roger  D.  Lapham  recommending  this  requested  replacemen 


ESTIMATED  B 
APPROVED  BY 


Pub.    Imp.    form  1 
Dept.    of  City  P:.ai 
Revised.   Apr.  19I 
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CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


801 


Date:  ^9^7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  SAN  FRANCISCO  PUBLIC  LIBRARY 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name: 

2.  Location:  


MARTNA  BRANCH 


Chestnut  near  Scott  Streets 


Dept'l  No.. 
Map  Key   


3.    Brief  Description: 


New 


X]       ADDITIOnI       I        REPLACEMENT  |       |  REPAIR 


One  storv  and  basement,  Class  "A"  building!;  of  reinforced  concrete 
wltb  brlcT^  stairs  and  walk.    Basement  area  to  contain  staff  quarters, 
restrooms,  bind erv  and  furnace  rooms.    Main  floor  to  have  two  rooms 
with  office.    lot  PC  T  100 


Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY] 


Funds  on  Hand.  Budgeted,  or 

ANTICIPATED    from  REVENUES. 
OR   OTHER  SOURCES. 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


20,000. 
•^OjOOO. 


TOTALS 


70,000. 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


$  none 
$  7,000. 
$  50,000. 
$  5,000. 


62,000. 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  Plans. 
Acquisition  of  land  (if  any). 

final  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


none 
none 
none 
none 


TOTAL  TIME: 


Months  Required  to 
Complete,  if  Financed 

1 
1 

2 
8 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


(  Plans 

C  Construction 
(  Equipment 


7.  Department's  Recommendation  as  to  Priority: 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN    THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


1  year 

Portion  of  Requested 
Funds  Used  

$  7,000. 
J  50,000. 

^62,000. 

$ 

$ 

$ 


PRIORITY 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

Give  economic  just i f i cai i on .  prospective  benefits,  number  of  persons 

OR    Af?EA    served.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

T'o  Tirovid*  library  service  to  this  district,  the  most  thickly 
tJomlated  Tmiltiple-dvrellinf?  district  in  vSan  Francisco.  Three 
schools  In  the  immediate  vicinity. 


.Q',,  Est  i mated  Effect. Ob  JuX^r,e  Anau^ I  Budgej ; 

.  P.T«»>tlBr^^  NO.-  ^ERSQNSqctncO    c  t    3'='TR  ?  .  Vrgy    ^! NCREASE-:-. ■•■t  <^  DECREASE 

...ooT  cw.t  evBr^  ^permanSt  s^LAR. es^^^^^^  7w,97^r".A;:^r';;: 

WAGES  2,300. 
TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 


rrn  r  r 


OTHER  ANNUAL  COSTS 


-  TOTALS  $   10,27^.  $ 

What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


No  Has  this  project  been  submitted  before  for  consideration  as         -  UOOA 
part  of  a  city-wide  program?        Yes -post -war  program 


12.  REMARKS: 


ESTIMATED  BY 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  802 


Date:  Jme  19^7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  SAM  FRANCISCO  FU3LIC  LIBRARY 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name: 

2.  Location:  


NORTH  BEACH  BRANCH 


Union  Strftfft  n«ar  Columbus  Avenue 


DeptH  No.. 
Map  Key   


3.    Brief  Description: 


NEwfX 


ADD  I T  i  ON 


REPLACEMENT  |       |       REPAIR  |  | 

One  story  and  basement,  Class  "A"  construction.    Basement  area  to 
contain  sta^^^  Quarters,  rest  rooms,  bindery  and  furnace  room.  Main 
floor  to  contain  two  main  rooms  with  office.    Lot  90  x  105 


H.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT__  


$  20,000. 
$ 

$  50,000. 

$ 


TOTALS 


$  70,000. 


Additional  Funds  Needed 
TO  complete  the  project, 
(Present  Request)  


$  7,000. 

$50,000. 
$  5»ooo. 


$  62,000. 


Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


none 
none 
none 
none 


Months  Required  to 

Complete,  if  Financed 

_ 

1 

2 
8 


8-    Approximate  Work  Schedule  (If  financed) 


TOTAL  TIME 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


(  Plans 

(  Construction 
(  Equipment 


7.  Department's  Recommendat ion  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


1  year 

Portion  of  Requested 
Funds  Used  

$  7,000. 

I  50,000. 
^  5,000. 

$  62,000. 

$ 
$ 
$ 


PRIORITY 


I 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provl(^e  adequate  library  service  which  at  the  present  time 
has  none.    Many  schools,  community  centers,  etc.  in  this 
congested  district^.        -  ,  - 

9.  Estimated  Effect  On  Future  Annua!  Budget: 

NO.  Persons  I^ncrease  .  .  decrease 


permanent  salaries  '  $7,97^'.' 

WAGES  2,300. 


temporary  Salaries 
Contractual  services 
Materials  and  Supplies 
equipment  ' 
other  annual  costs 


totals  $  10, 27^-. 


!0,  What  related  projects , must -be  completed  before  or  undertaken 
with  this  project? 

none 


lie  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  ves  

12.  REMARKS: 


no  Kt  nff^j"  p '^o'^  ' 


ESTIMATED  BY 
APPROVED  BY_ 


Pub.    Imp.  Form 
Dept.    of  City  P 
Revised.   Apr.  I 


CAPITAL     IMPROVEMENT  PROJECTS 
CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


803 


Date :   June  19^7 


Do  Not  Write  in  This  Space 


DEPARTMENT  SAN  FRANCISCO  PUBLIC  LIBRARY 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I .    Project  Name: 


OUTER  SUNSET  BRANCH 


,Djeptn.-No  1 


2.  Location;    Sunset  CoTPmunlty  Center  (37tli  &  Ortega  StJ^^  i^py 

3.  Brief  Description: 


NEW  I  X  I       ADDITIOnI       I        REPLACEMENT  |       |  REPAIR 

One  story  and  basement,  Class  "A"  construction.    Basement  area  to 
contain  sta^-^  Quarters,  rest  rooms,  bindery  and  furnace  room, 
^'ain  floor  to  contain  two  main  rooms  and  office.    Lot  90  x  105 


U.    Cost  Estimates: 


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$  20,000. 

$ 

$  75,000. 
I 


TOTALS 


5.   Status  of  Wbrk: 


$  95,000. 

Percent  now  completed 
(if  any) 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$  7,000. 
$  25,000. 
$  5,000. 


I  37,000. 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS;  SPECIFICATIONS- 
CONSTRUCT  I  ON  


none 

100^ 

0 
0 


Months  Required  to 
Complete,  if  Financed 

i 
1 

2 
8 


Approximate  Work  Schedule  (if  financed): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 

SECOND  YEAR 

THIRD  YEAR 

FOURTH  YEAR 
(7)  YEAR 

Department's  Recommendation  as  to  Priority: 


TOTAL  TIME: 


Item  or  Percent  Completed 


1  year 


Plans 

Equi  pment-Cons  true  t i  > 


$  7 


Portion  of  Requested 
Funds  Used 


,000. 
.000. 


$37 

s 

$ 
% 


,000. 


beginning  with  number  1.  indicate  in  the  space 
opposite  the  relative  urgency  or  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OH    AREA    SERVED,     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    Of  PROJECT. 

T'o  provide  library  service  ^or  this  raT5idly  growing  district 
which  at  the  present  time  has  none.    Two  new  schools  built 
and  two  more  contemplated  in  the  Simset  Development  Project 
as  well  as  playground,  park,  etc.  , 

9.  Estimated  Effect  On  Future  Annua!  Budget: 

NO.  PERSONS  Increase  -decrease 


PERMANENT  SALARIES  $7,97^. 
WAGES  2,300. 


TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $10,27^. 


10,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


none 


ilo  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  yes  


12.  REMARKS: 


ESTrMATED  BY  

Pub .    Imp.    Form  1 

APPROVED     B  Y  ( „>ag|i^^O^'<-^^-^-.^   DEPT.    OF    CITY  PLAN 

Revised.    Apr.  19< 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


805 


Date:  ^9^^ 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


SAN  FRANCISCO  PUBLIC  LIBRARY 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Project  Name: 
Location:  


1?XCELST0F  BRANCH 


Russia  and  London  Streets 


Dept'l  No.. 
Map  Key   


Brief  Description: 


NEWjX  I       ADDITIONI       I       REPLACEMENT  |       |       REPAIR  [ 


One  story  and  basement  Class  "A"  construction.    Basement  area  to 
contain  sta^^  Quarters,  rest  rooms,  bindery  and  furnace  room. 
Main  floor  to  contain  two  main  rooms  and  office.    Lot  'yO  x  105 


U,   Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues. 
OR  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT..  


$ 
$ 
$ 


7,^00. 


TOTALS 


Status  of  Wbrk: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


none 
100^ 

0 

0 


Additional  Funds  Needed 
to  complete  the  project. 
 (Present  Request) 

$  none 

$  7,000. 
$100,000. 

$  5,000. 
I  112,000. 

Months  Required  to 
Complete,  if  Financed 


2 
8 


\t    Approximate  Work  Schedule  (If  financedh. 


TOTAL  TIME: 

'Item  oi^  Pe'r-cent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
if)  YEAR 


Plans 

Construction  and  Equipment 


r«  Department's  Recommendation  as  to  Priority: 


beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


11  months 

Portion  of  Requested 
Funds  Used  

$  7,000. 

$105,000. 

$112,000. 

$ 
$ 
$ 


PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

Give  economic  justification,  prospective  benefits,  number  of  persons 
or  area  served.   increase  in  capacity.  savings  effected.  or  other 
appropriate  factual  data  according  to  the  type  of  project. 

To  provide  library  service  for  this  district.  Present  library 
housed  In  inadeauate  rented  q-uarters.  Heavily  populated  area, 
many  schools,  office  buildings,  etc. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

No.  Persons  In,crease  .  decrease 


0 


12.  REMARKS: 


Permanent  Salaries  '  ...<■<■ 

wages 

temporary  Salaries  none 
contractual  services 
Materials  and  Supplies 
Equipment 

OTHER  annual  COSTS  5*+0. 


TOTALS  $  $5^0, 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 

IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?        yes-post-var  program 


Present  rented  quarters  must  be  vacated  within  six 
months.    "Rental  of  S^'T.OO  per  month  will  be  saved  when 
new  branch  constructed. 


ESTIMATED    B  Y  

APPROVED  BY 


Pub .  Imp 
Dept.  of 
Re  V  I SE  D  . 


.    Form  t 
City  Plan 
APR.  194 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


806 


Date :     June  19^7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  SAN  FRANCISCO  PUBLIC  LIBRARY 
COMMISSION  OR  BOARD 


BUREAU   

OR  D I  V  I S I  ON 


I .    Project  Name:        potpt^RQ  T^paNGH 


Dept'l  No  1 


2.  Location:  ^Oth  ^t.,  "Rftt .Connectlc-ut  &  Mission  Sts.,^p  y^^^  5 

3.  Brief  Description:  new|  x  |     addition|     |     replacement  |     |     repair  |  | 

On<»  story  anri  basement  wood  frame,  stucco  or  artificial  stone  front. 
Larpe  room  with  work  room  In  rear.    Staff  quarters  in  basement. 
Lot  a-DDroxlmately  "^0  x  100, 

4.  Cost  Estimates: 


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT.  


$ 


3,200. 


TOTALS 


3,200, 


5.    Status  of  Vtork: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS;  SPECIFICATIONS— 
CONSTRUCT  I  ON  


none 

100"^ 
0 
0 


Additional  Funds  Needed 
to  complete  the  project, 
 (Present  Request) 

$  none 
$  3,500. 

$  50,000. 

$  2,500. 
I  56,000. 

Months  Required  to 
Complete,   if  Financed 


1 


J.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME 


Item  or  Percent  Completed 


6  months 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans,  construction  &  equipment 


Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
% 
$ 


$56,000. 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  or  this  project 
as  related  to  others  submitted  at  this  time... 


PRIORITY 


8,  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER, OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  T)TOvlde  library  service  to  this  district  which  at  the  present 
time  has  none.  Present  structure  inadequate,  temporary  hulldlng 
with  no  facilities  ^ot  expansion. 

9.  Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  $5,517.  $ 

!.0;"What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 

lie  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?      Yfts-Post-var  pro.iects. 

■  I'j 

12.  REMARKS: 


Increase        •  -  decrease 
$3,717. 
1,800. 


ESTIMATED  BY, 
APPROVED  ByJ 


Pub.  Imp. 
Dept.  of 
Re  V  I SE  D . 


Form  1 
City  Pr.  / 
APR.  19 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  811 


Date:  19^7 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


SAN  FRANCISCO  PUBLIC  LIBRARY 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name: 

2.  Location:  


PA'^TTSTDl?;  BRANCH 


Dept'l  No.. 
Map  Key   


3.    Brief  Description: 


NEW  I    Xl       ADDITIOnI       I        REPLACEMENT  |       |       REPAIR  [ 


On^  story  and  baseinent  wood  frame  construction.    Basement  area 
to  contain  staff  quarters.    Main  floor  to  contain  one  large 
room  with  work  room  in  rear.    Lot       x  100, 


4.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUI PMENT  


Funds  on  hand,  budgeteo.  or 
anticipated  from  revenues. 
or  other  sources.  

_$  s,^oo. 
—  i  3,500. 

_$  60,000. 
_  i  3,000. 


TOTALS 


6.   Status  of  Vtork: 


f  75,000. 

Percent  now  completed 
(if  any) 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


none 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


none 
none 
none 
none 


Months  Required  to 
Complete,  if  Financed 

1 
1 

2 
8 


6 .    Approximate  Work  Schedule  (if  f i nanced ) : 


TOTAL  TIME: 
.  ;i,TEM..0R  Percent  Completed 


1  year 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used  

$ 
$ 

s 
$ 
$ 
$ 


PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  T>7*ovlde  lihrary  facilities  to  this  district  which  has  been 
Tecei"^rlnf  inadeauate  library  service  due  to  improper  rented 
quarters. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

Permanent  Salaries 
wages 

Temporary  salaries 
Contractual  services 
materials  and  Supplies 
equipment 

Other  annual  costs 
totals 


Increase 


same 


decrease 


901 


1200. 


$  1200, 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


none 


o  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?     Yes  -  Post-war  program 


12.  REMARKS: 


At  the  r)resent  time  the  Library  Department  is  paying  $100 
per  month  rental  at  15^1  Taraval  Street.    Construction  ofj 
our  own  building  will  obviously  eliminate  this  monthly 
expense  item  in  the  budget. 


ESTIMATED  BY 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  816 


Date :    June  19^7 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT 


SAN  FRANCISCO  PUBLIC  LIBRARY 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name: 

2.  Location:  


ALAMO  BRANCH- 


near  Alamo  Square 


Dept'l  No.. 
Map  Key   


1. 
7 


NEW  I  T  \       ADDITIOnI       I        REPLACEMENT  |       |       REPAIR  [ 


3.   Brief  Description: 

One  storv  and  basement  Class  ♦♦A"  building  of  reinforced  concrete 
wit>>  brick  stair  and  walV:.    Basement  area  to  contain  staff  quarters, 
restrooms,  bindery  and  ^rnace  room.    Main  floor  to  contain  two  rooms 
and  office.    Lot  90  x  100 
H.    Cost  Estimates: 


Funds  on  Hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  % 

FOR  CONSTRUCTION  % 

FOR  EQUIPMENT   % 


none 


TOTALS 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 

ACQUISITION  OF  land  (IF  ANY)_ 
final  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


none 


Additional  Funds  Needed 
to  complete  the  project. 
 (Present  Request) 

$  20,000. 

%  7,000. 
J  100,000. 

$  5,000. 
$  132,000. 

Months  Required  to 
Complete,  if  Financed 

1 
1 

2 
8 


8.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 


Item  or  Percent  Completed 


1  year 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


liiand 

Plans,  construction  and 
equipment 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  U: to 


<5 


f  20,000. 
$ 

^ 112,000. 


132,000. 


Beginning  with  Number   1.    indicate   in  the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


^'    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

Give  economic  justification,  prospective  benefits,  number  of  persons 
or  area  served.   increase  in  capacity.  savings  effected,  or  other 
appropriate  factual  data  accordimg  to  the  type  of  project. 

To  provide  adeatiate  library  service  to  this  district, 
now  without  library  facilities. 


9.    Estimated  Effect  On  Future  Annua!  Budget; 

NO.  PERSONS  !. NCR  EASE.  ,  .  DEQRfASE 

PERMANENT  SALARIES  $7 , 97^ .  ' 

WAGES  2,300, 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES 

MATERIALS  AND  SUPPLIES  ' 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


r 


TOTALS  $10,27^. 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


I.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?       Yes  -  Post  war  plans 


12.  REMARKS: 


To  obtain  maximum  coveragre  of  various  districts 
throup^hout  the  city  and  county,  this  particular  location 
is  necessary  to  our  over-all  post-war  plan. 


ESTIMATED  BY 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


DEPARTMENT  FRANCISCO  PU8UC  UBRftRY 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVI SION 


CPD  No.  617 


Date:  J^ne  19^7 


Do  NOT  Write  in  This  Space 


1 .  Project  Name: 

2.  Location:  


CHOCKEH  -  AMAZON  BRANCH 


Geni^va  Avenue  and  Paris  street 


Dept'l  No.. 
Map  Key   


8 


8 


3.    Brief  Description: 


NEW 


I    x\       ADDITIOnI       I        REPLACEMENT  |       j  REPAIR 


One  story  nnd  basement  wood  frame  building  with  stucco  or 
artl-Plclal  stone  front.    Larpe  room  with  work  room  In  rear. 
Staf^  Quarters  In  basement  area.    Lot  '^O  x  100 


4.    Cost  Estimates: 


Funds  on  hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


none 

0 
0 


TOTALS 


if,  w 


ADDITIONAL  Funds  Needed 

TO    complete   the  PROJECT. 

(Present  Request) 


$ 
$ 
$ 


none 
3,500. 
50,000. 
2,500. 


56,000. 


5.   Status  of  Work: 


Percent  now  completed 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


none 

100^ 
0 
0 


Months  Required  to 
Complete,  if  Financed 


1 


•6.    Approximate  Work  Schedule  (If  financed); 


TOTAL  TIME: 

Item  -or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans,  construction  &  Equlpmt 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  number   l.    indicate   in  the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


6  months 

Portion  of  Requested 
Funds  Used  

$ 

.  ||56,ooo. 

$ 
$ 
$ 


PRIORITY 


8 


^'    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAViNGS    EFFECTEO.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  Tirovlde  adeonate  library  service  to  a  district  without 
library  facilities.    Tremendous  growth  during  the  past 
five  years  makes  necessary  a  branch  library  in  this  area,_ 

9=    Estimated  Effect  On  Future  Annua!  Budget; 
no.  persons 

permanent  salaries 

WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


Increase  decrease 


$3,717. 
1,800. 


Z  •^,517. 


11.  Has  this  project  been  submitted  before  for  consideration  as  i 
part  of  a  city-wide  program?  No.  

i 

12.  REMARKS: 

Cond-mnation  Droceedin^s  have  been  commenced  on  this  siti 
as  well  as  the  money  appropriated  to  purchase  this  prope: 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


813 


Date ;      June  19^7 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


SAN  FRANCISCO  PUBLIC  LIBRARY 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I .    Project  Name:        GLEN  PARK  BRANCH 


2.  Location: 


3.    Brief  Description: 


Diamond  St.  and  Bernal  Cut 


Dept'l  No.. 
Map  Key   


NEW 


I       I       ADDITIOnI       I        REPLACEMENT  |       |      REPAIR  [ 


On^^  story  an<1  bas^^ment  wood  frame  building  with  stucco  or  artificial 
stone  fronting.    Lar?e  room  with  work  room  in  rear.    Staff  quarters 
in  bt semen t  area.    Lot  approximately  '^0  x  100. 


U.   Cost  Estimates: 


Funds  on  hano,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS, 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


I 

$ 


none 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  6,000. 
$  3,500. 

$  50,000. 

$  2,500. 


62,000. 


5.   Status  of  Vfork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  Vl^E  C  1  F  I  CAT  I  0NS_ 
CONSTRUCT  I  ON  


none 


TOTAL  TIME: 


Months  Required  to 
Complete,  if  Financed 


1 
1 
1 

h 


8.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


7  months. 

Portion  of  Requested 
Funds  Used 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land 

Plans,  construction,  equip 


7.  Department's  Recommendation  as  to  Priority: 


$ 
$ 
$ 
•  $ 
$ 
$ 


6,000. 

^6.000. 

62,000; 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  op  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


8.    Purpose  Of  Project;    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAV!N6S    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  ad'^a'aate  library  service  in  a  raT>idly  growing 
district.    Present  rented  q-uarters  inadequate  to  serve 
the  needs  0"^  this  community. 


9.    Estimated  Effect  On  Future  Annua!  Budget: 

NO.   PERSONS  i  NCR  EASE  -    -  DECREASE 

PERMANENT  SALARIES  -  '  ^ 

WAGES 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES  none 

MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  3  .  $  5^0. 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?     Yes  -  Post~war  plans 


!2.  REMARKS: 


Present  quarters  rents  for  $^^.00  per  month. 
Construction  of  own  quarters  would  reduce  this 
item  in  the  library  budget. 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  812 


Date :    June  19^7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  

COMMISSION  OR  BOARD 


SAN  FRANCISCO  PUBLIC  LIBRARY 


BUREAU   

OR  DIVISION 


1 .  Project  Name: 

2.  Location:  


POT>TOLA  BRANCH 


Dept'l  No.. 
Map  Key   


10 


10 


3.   Brief  Description:  new|  X|     addition|     |     Replacement  |     \     repair  [ 


One  story  and  basement  wood  frame  build inp  with  *ucco  or 

artificial  stone  ■f'ront.    Larpe  room  with  room  in  rear. 

Ptaff  quarters  in  basement  area.    Lot  approximately  50  x  100. 


U.    Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 


none 


TOTALS 


Additional  Funds  Needed 

TO    complete    the  PROJECT. 

(Present  Request) 


$  6,000. 
$  3,500. 
$  50,000. 
$  2,500. 


62,000. 


5.   Status  of  Work: 


Percent  now  completed 
{ I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANYL 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


none 


TOTAL  TIME 


Months  Required  to 
Complete,  if  Financed 

1 
1 
1 

h 


7  months 


8.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land  ^ 
Plans,  construction  &  eauip. 


Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


6,000. 
)6.000. 
)2,000. 


Beginning  with  Number    t.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORipr 


10 


8.    Purpose  Of  Project;    (Use  separate  sheet  if  ne:cessary) 

Give  economic  justification,  prospective  benefits,  number  of  persons 
or  area  served,  increase  in  capacity,  savings  effected.  or  other 
appropriate  factual  data  according  to  the  type  of  project. 

To  provide  sdeonate  library  service  to  the  citizens  of  this 
district,  now  inadeq-uately  served  in  rented  quarters. 


9c    Estimated  Effect  On  Future  Annua!  Budget; 

NO.  PERSONS  Increase  decrease 

PERMANENT  SALARIES 

WAGES  ^r^^^ 

none 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

•■■^^^^  r  OTHER  ANNUAL  COSTS  600. 

TOTALS  3  $  600. 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


L  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?      v^g,-  Post-war  plans 


12.  RE^4ARKS: 

&t  the  T5resent  time,  the  Portola  Branch  is  located  at 
Sqti  Bruno  Avenue,  the  rental  is  $^0.00  per  month 
and  construction  of  our  own  quarter  s   will  eliminate 
this  expense. 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


810 


Date :        June  19^7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  

COMMISSION  OR  BOARD 


SAN  FRANCISCO  PUBLIC  LIBRARY 


BUREAU   

OR  D I  V  I S I  ON 


Project  Name:      BAYVIEW  BRANCH 


Dept'l  No.. 
Map  Key   


11 


11 


2.  Location:         ^rd  Street  near  Williams  Avenue 

3.  Brief  Description:  new|x  |     additionI     |     replacement  j     |     repair  |  | 

One  story  and  basement  wood  frane,  stucco  or  artificial  stone  front. 
Lnrre  room  with  work  room  in  rear.    Staff  quarters  in  basement. 
Lot  approximately  "^0  x  100. 


Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUI PMENT  


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


$ 
$ 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  ^,000. 

$  3j500. 

$  50,000, 

%  2,500. 


60,000. 


Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SFE €  I F I C AT  I  ON S_ 
CONSTRUCT  I  ON  


none 


Months  Required  to 
Complete,  if  financed 

1 
1 
1 

h 


B.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  oh  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land 

Construction,  plans  andE^uipmt. 


Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


7  months 

Portion  of  Requested 
Funds  Used  

$ 
$ 

$  ^,000. 
$  56.000. 
$  60,000. 

$ 


PRIORITY 


11 


8.  Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

Give  economic  justification,  prospective  benefits,  number  of  persons 
or  area  served.   increase  in  capacity.  savjngs  effected.  or  other 
appropriate  factual  dava  according  to  the  type  of  project. 

To  provide  library  service  to  this  district.    The  present 
location  in  rented  quarters  is  inadequate  to  serve  the 
needs  of  one  of  the  largest  districts  in  the  City  and  County 
of  San  Francisco;  ' 

9.  Estimated  Effect  On  Future  Annua!  Budget: 

NO.  PERSONS  Increase  decrease 


PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


none 


600. 


TOTALS  Z  $  600. 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?       Yes  -  Post-var  plans 


!2.  REMARKS: 


At  the  present  time  the  Library  Department  is  paying 
150.00  per  month  rental  at  5025  -  3rd  Street.  This 
expense  will  be  eliminated  by  cons  truction  of  our  ovm 
quarters. 


E  ST  I  MATED 


APPROVED 


Pub .  Imp 

DEPT.  OF 

Re  V  I SE  D  . 


I 


Form  1 

CITY  P'.ANI 
APR.  19^' 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


80k 


Date: 


Do  NOT  Write  in  This  Space 


DEPARTMENT  

COMMISSION  OR  BOARD 


SAN  FRANCISCO  PUBLIC  LIBRARY 


BUREAU   

OR  DIVI SION 


1 .  Project  Name: 

2.  Location:  


INGLESIDE  BRANCH 


Ocean  near  Phelan  Avenues 


Dept'l  No.. 
Map  Key   


IZ. 


12 


3.   Brief  Description: 


new)  X  I       ADDITIOnI       I       REPLACEMENT  |       |       REPAIR  |  | 


One  story  Class  "A"  construction.  Basement  area  to  contain 
staff  quarters,  rest  rooms,  bindery  and  furnace  room.  Main 
floor  to  contain  two  large  rooms  and  office.    Lot  90  x  105 


4.   Cost  Estimates: 


Funds  on  Hand,  Buogeteo.  or 

ANTICIPATED    from  REVENUES. 
OR   OTHER  SOURCES. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT_  


TOTALS 


Status  of  Vtork: 


% 

Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 
Acquisition  of  land  (if  any)_ 
final  plans:  specifications- 
construct  i  on  


none 


Additional  Funds  Needed 
TO  complete  the  project. 
 (Present  Request) 

$  20,000. 
$  7,000. 
$  100,000. 

$  5,000.  

$  132,000. 

Months  Required  to 
Complete,   if  Financed 

1 
1 

2 
8 


Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
if)  YEAR 


Land 

Plans,  construction  &  equip. 


Department's  Recommendation  as  to  Priority: 


1  year 

Portion  of  Requested 
Funds  Used  

$ 
$ 

$  20,000. 
«  112,000. 
I  132,000. 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


12 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFltS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.    INCREASE    IN    CAPACITY,    SAVJNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDtNS   TO    THE    TYPE    OF  PROJECT. 

To  provide  library  service  to  this  district.  Present 
library  housed  in  inadequate  rented  quarters.  Many 
schools  in  the  immediate  vicinity  plus  increased  population, 


9.    Estimated  Effect  On  Future  Annua!  Budget: 

NO.  Persons  -  Increase  decrease 

PERMANENT  SALARIES  .  I7,97^.  $3? 71?. 

WAGES  2,300.  2,800. 

Temporary  salaries 
contractual  services 
materials  and  supplies 
equipment 

other  annual  costs  '  900. 


TOTALS  310,27^.  $7,^-17. 

10,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?     ves  -  post-war  plans 


!2.  REMARKS: 


Present  rented  quarters  at  $75.00  per  month  will  be 
vacated  upon  completion  of  permanent  branch. 


ESTIMATED    B  Y_  

^  Pub.Imp.FormI 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


DEPARTMENT  

COMMISSION  OR  BOARD 


SAN  FRANCISCO  PUBLIC  LIBRARY 


BUREAU   

OR  DIVISION 


CPD  No.. 


8llf 


Date :     June  19^7 


Do  Not  Write  in  This  Space 


1 .  Project  Name: 

2.  Location:  


OCEAN  VIEW  BRANCH 


Broad  St.  nr.  Plymouth  Avenue 


Dept'l  No.. 
Map  Key   


13 


13 


3.    Brief  Description: 


NEwjx  I  addition[ 


REPLACEMENT  j        j       REPAIR  |  | 


One  story  and  basement  wood  frame  building  with  stucco  or 
artificial  stone  front.    Large  room  with  work  room  in  rear. 
Staff  quarters  in  basement  area.    Lot  50  x  100, 


Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


Funds  on  hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EOUIPMENT___  


none 


TOTALS 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 

9  6,000. 

$  3,500. 
$  50,000. 

$  2,500. 


%  62,000. 


Status  of  Vtork: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


none 


Months  Required  to 
Complete,  if  Financed 

1 
1 
1 

h 


Approximate  Work  Schedule  (If  financed ) : 


TOTAL  TIME: 

Item  or  Percent  Completed 


7  months 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land 

Plans,  construction  &  equipmt. 


Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 
$ 
% 


6,000. 
56.000. 
62,000. 


BEGINNING    WITH    NUMBER     t.     INDICATE     IN     THE  SPACE 
opposite    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


13 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAViNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  adequate  library  service  in  a  district  now  rapidly- 
approaching  maximum  population.  Present  facilities  too  small 
for  satisfactory  service. 


9.    Estimated  Effect  On  Future  Annua!  Budget: 

NO.  PERSONS 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


INCREASE 


none 


DECREASE 


600. 


$  600. 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none  ./,  . 


I.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?      Yes  -  post-var  plans 


12.  RE^4ARKS:  ,      ^  .  * 

Present  branch  library  in  rented  quarters  located  at 
111  Broad  Street  at  $50.00  per  month.    Own  building 
will  eliminate  this  fixed  expense  in  library  budget. 


ESTIMATED  BY 
APPROVED  B 


Pub .    Imp.   form  l 
Dept.    of   City  P'.an«i 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


DEPARTMENT  

COMMISSION  OR  BOARD 


SAN  FRANCISCO  PUBLIC  LIBRARY 


BUREAU   

OR  DIVISION 


CPD  No.. 


815 


Date :      June  19^7 


Do  NOT  Write  in  This  Space 


1 .  Project  Name: 

2.  Location:  


VISITACION  VALLEY  BRANCH 


Leland  near  Bay shore  Blvd. 


Dept'l  No.. 
Map  Key   


1^ 


JJt. 


3.   Brief  Description: 


NEW 


ADDITION 


REPLACEMENT  j       |       REPAIR  |  | 


One  story  and  basement  wood  frame  building  with  s  tucco  or 
artificial  stone  front.    Large  reading  room  with  work  room 
in  rear.    Staff  quarters  in  basement  area.    Lot  50    x  100 


Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


$ 


none 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

%  6,000. 

I  3,500. 

$  50,000. 

$  2,500. 


62,000. 


Status  of  Work: 


Percent  now  completed 
( 1  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


none 


Months  Required  to 
Complete,  if  Financed 


1 
1 
1 

k 


Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(f)  YEAR 


Land 

Plans,  construction  &  equipment 


Department's  Recommendation  as  to  Priority: 


7  months 

Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 
$ 
% 


6,000. 
56.000. 
62,000. 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time... 


PRIORITY 


8.    Purpose  Of  Project;    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.     INCREASE    IN    CAPACITV,    SAVSNGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  adequate  library  service  in  an  outlaying  district 
now  being  served  in  inadequate  rented  quarters. 


9.    Estimated  Effect  On  Future  Annua!  Budget: 

NO.  PERSONS  .  tvL'ix   -  Increase  decrease 


permanent  Salaries 

WAGES 

TEMPORARY  SALARIES  none 

Contractual  Services 
materials  and  supplies 
equipment 

other  annual  costs 


600. 


TOTALS  %  $  600. 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 

11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?      Yes  -  Post-war  plans 


!2.  REMARKS: 


Our  present  branch  located  in  a  store  located  at 
37  Leland  Avenue.    Rental  is  $50.00  per  month. 
Over  the  past  five  years  have  paid  out  of  city 
funds  $3,000.    Our  own  building  will  eliminate 
this  expense  from  our  annual  budget. 


ESTIMATED  BY  

Pub .    Imp.    Form  1 

APPROVED     B  Y  JC^'f^'^^f^^^'^'^*^^ —    DEPT.    OF    CITY  P'.»NII 

Revised.   Apr.    1 9'' 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


808 


Date :     June  19^7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  

COMMISSION  OR  BOARD 


S/SN  FRANCISCO  PUBIIH  L'BRARY 


BUREAU   

OR  DIVISION 


1.  Project  Name:        RICHMOND-PRESIDIO  BRANCH 

2.  Location: 


California  St.  and  2^th  Avenue 


Dept'l  No.. 
Map  Key   


15 


15- 


3.    Brief  Description: 


NEW 


I  X  I       ADD1TI0NI       I        REPLACEMENT  j       |       REPAIR  |  | 


One  story  and  basement  wood  frame  building  with  s  tucco  or 
artificial  stone  front.    Large  reading  room  with  work  room 
in  rear.    Staff  quarters  in  basement  area.    Lot  50  x  100 

4.    Cost  Estimates: 


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 
% 


none 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 


8,000. 
3,500. 
50,000. 

2,500. 


6^,000. 


Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


none 


Months  Required  to 
Complete,  if  Financed 

1 

1 
1 

3 


Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

iTEMjftR  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land 

Plans,  construction  &  equipment 


Department's  Recommendation  as  to  Priority: 


6  months 

Portion  of  Requested 
Funds  Used 


% 
I 
% 
$ 
$ 


8,000. 
56,000. 
64,000. 


BEGINNING    WITH    NUMBER     t.     INDICATE     IN    THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


15 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary)  . 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCOROIMG    TO    THE    TYPE    OF  PROJECT. 

To  provide  library  service  to  this  district  which 
at  the  present  time  has  none.    Nearest  branch  library  is 
approximately  twenty  blocks  away  and  across  two  busy 
traffic  arterials. 


9.    Estimated  Effect  On  Future  Annua!  Budget: 


NO.  Persons 


Permanent  salaries 
Wages 

Temporary  salaries 
contractual  services 
Materials  and  supplies 
equipment 

other  annual  costs 

TOTALS 


Increase 

^3,717. 
1,800. 


decrease 


3  5,517. 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


I.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?     Yes  -  post-war  plans 


12.  REMARKS: 


Multiple  dwelling  district  with  many  schools  and 
hospitals  in  the  area. 


ESTIMATED  BY 
APPROVED  BY 


Pub .    I  MP .    Form  1 
DEPT.    OF  City  p. an 
Revised.   Apr.  19^ 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No .  809 


Date :    June  19^7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  FRANCISCO  PUBLIC  LIBRARY 
COMM I SS I  ON  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 

2. 
3. 


Project  Name: 
Location:  


PARK-MERCED  BRANCH 


19th  Ave.  &  Hollovay  Avenue 


Dept'l  No.. 
Map  Key   


16 


16 


Brief  Descr 1 pt 1  on : 


NEW  I  X  I        ADDITIOnI        I        REPLACEMENT  |        |  REPAIR 


One  story  and  basement  wood  frame  building  with  artificial  stone 
exterior.  Large  room  and  work  room  in  rear  of  main  floor.  Staff 
quarters  in  basement.    Lot  50  x  100 


4.   Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 
$ 


none 


TOTALS 


ADDITIONAL  Funds  Needed 

TO    COMPLETE    the  PROJECT. 

(Present  Request) 


$ 
$ 


6,000. 
3,500. 
50,000. 
2,500. 

62,000. 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


none 


Months  Required  to 
Complete,  if  Financed 

1 
1 
1 

h 


8-    Approximate  Vtork  Schedule  (if  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land 

Plans,  construction  &  Equipment 


7.  Department's  Recommendation  as  to  Priority: 


7  months 

Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 
$ 
% 


6,000. 
56,000. 
62,000. 


beginning  with  Number   1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


16 


I 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN   CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DAVA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  adequate  library  service  to  a  rapidly  growing 
district  now  without  such  service.    Nearest  branch  librar 
is  present  Ingleside  Branch  in  rented  quarters. 


9.    Estimated  Effect  On  Future  Annual  Budget; 

NO.  Persons  Increase  decrease 


PERMANENT  Salaries  $3)717. 

WAGES  1,800. 

TEMPORARY  SALARIES 

CONTRACTUAL  SERVICES 

MATERIALS  AND  SUPPLIES 

EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  3  5,5177 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?       Y^s.  -  post-war  plans 


12.  REh4ARKS: 

One  of  San  Francisco's  latest  housing  developments. 
Within  a  short  time  this  a-ea  will  be  full  developed 
and  it  is  the  desire  of  the  Library  Department  to  keep 
pace  with  the  growth  of  the  City  and  County. 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  gig  V^-> 
Date :  Jnnp,  IQ/7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  SAN  FRANCISCO  PUBLIC  LIBRARY 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1 .  Project  Name: 

2.  Location:  


SUNNYSIDE  BRANCH 


Monterey  and  Forester  Sts 


Dept'l  No  17. 

Map  Key  12. 


3.    Brief  Description: 


NEW 


ADDITION 


REPLACEMENT  |        |       REPAIR  |  | 


One  story  and  basement  wood  frame  building  with  stucco  or 
artificial  stone  front.    Large  room  with  work  room  in  rear, 
staff  quarters  in  basement.    Lot  50  x  120. 


Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EOUIPMENT_  


5,050. 

none 


TOTALS 


$  5,050. 


ADDITIONAL  Funds  Needed 

TO    complete    THE  PROJECT. 

(Present  Request) 

«  none 


$  3,500. 
$  50,000. 
$  2,500. 


56,000. 


Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 

ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


none 
100% 

0 

0 


Months  Required  to 
Complete,  if  Financed 


1 
if 


Approximate  Work  Schedule  (if  financed ) : 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans,  construction  &  equipment 
r-  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number  1.  indicate  in  the  space 
opposite  the  relative  urgency  of  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


6  months 

PORTION  OF  Requested 
Funds  Used  

$ 
$ 
% 
$ 

J  56,000. 

$ 


PRIORITY 


17 


8,    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.     INCREASE    IN    CAPACITY.    SAVJNGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  adequate  library  service  to  a  district  without  any 
library  facilities.  This  district  is  rapidly  being  populated 
with  new  homes. 

9c    Estimated  Effect  On  Future  Annua!  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  Salaries 

CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  ^5,517.  $ 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

none 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


I 

Increase  decrease 
$3,717. 
1,800. 


12.  REMARKS: 

The  nearest  public  library  at  the  present  time  is 
approximately  a  mile  distant  in  the  Glen  Park  Area, 
which  in  turn  is  being  served  by  small,  inadequate 
rented  quarters. 


ESTIMATED  BY 
APPROVED  BY 


Pub .    Imp.    Form  I 
Dept.    of  City  P'.»n* 
Revised.   Apr.  19^1 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


SAN  FRANCISCO  PUBLIC  LIBRARY 
DEPARTMENT   BUREAU 


COMMISSION  OR  BOARD 


OR  DIVISION 


CPD  No .  807 


Date :    June  19^-7 


Do  NOT  Write  in  This  Space 


I. 

2. 
3. 


Project  Name: 
Location:  


MAIN  LIBRARY  WING 


Civic  Center 


Dept'l  No.. 
Map  Key   


18 


18 


Brief  Description:  new|  x|     addition|     |     replacement  |     j     repair  |  | 

Additional  wing  on  south  side  of  Main  Library  building., 
to  provide  stack  areas  for  books  and  reading  rooms  for 
public . 


4.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES,  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


none 


TOTALS 


^.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 

100% 

0 
0 


additional  funds  needed 
to  complete  the  project. 
(Present  Request) 

$  70,000. 
J  1,000,000. 

$  100,000. 
1,170,000. 

Months  Required  to 
Complete,  if  Financed 


2 
9 


»•    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Department's  Recommendation  as  to  Priority: 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN     THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


1  year 

PORTION  OF  Requested 
Funds  Used  

$ 
$ 
$ 

$ 
$ 

$1,170,000. 


PRIORITY 


18 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,    INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    TKE    TYPE    OF  PROJECT. 


9.  Estimated  Effect  On  Future  Annua i  Budget: 

NO.  Persons  i increase  decrease 

Permanent  Salaries 
Wages 

Temporary  salaries 
contractual  services 
materials  and  Supplies 
Equipment 

other  annual  costs 

totals  3  $ 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


ESTIMATED  BY 
APPROVED  BY 


Pub.    Imp.  form 
DEPT.    of  City  P 
Revised.  Apr. 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Departmental  Proposal 


Sheet  1. 


CPD  No.^ 


Date :    "Tuhe  ^"^7 


DEPARTMENT  RJELIC  UTILITIES 
COMMISSION  OR  BOARD 


BUREAU 
OR  DIVISION 


1 .  Project  Name:  Water  Supply  Aqueduct  P3.pe  Lines 

2.  Location:  (See  attached.)  


^       Do  NOT  Write  in  This  Space 

Mf^pfove-i  by  voTen  v/jy^; 
WATER  and  TTFITGH  KRTGHY  


Dept'l  No.. 
Map  Key   


3.    Brief  Description: 


NEW  I       I       ADDITIOnI  X  I       REPLACEMENT  |       j       REPAIR  [ 


(See  attached,) 


Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANs'.  SPECIFICATIONS. 

FOR  .CONSTRUCT  I  ON  _^  

FOR  EQUIPMENT__^  


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues. 
OR  other  sources. 


360,000 
250,000 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


% 
$ 
$ 


650,000 
24,350,000 


25,000,000 


Status  of  Vtork: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans, 
acquisition  of  land  (if  any), 
final  plans:  specifications- 
construct  i  on  


20% 


(See  Remarks  attached.  Item  5«) 
Approximate  Work  Schedule  (If  financed): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 

f '  Department's  Recommendation  as  to  Priority: 


Months  Required  to 
Complete,  if  Financed 

6 
12 

12 
24 


TOTAL  TIME: 

Item  or  Percent  Completed 


beginning  with  number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  otwers.  submitted  at  this-time... 


36 

Portion  of  Requested 
Funds  Used  

$  650,000 
$18,350,000 
$ 

$  6,000,000 

$ 

% 


PRIORITY 


-1- 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA   SERVED,     INCREASE    IN    CAPACITY.    SAVINGS   EFFECTED^    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

(See  attached.) 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 


Increase 


DECREASE 


1         PERMANENT  Salar I ES (Patrolmaiir)      $  3,000 

WAGES 

TEMPORARY  SAL  ARIES  (Seasonal  Mtce.  )  6,000 

Contractual  services 
materials  and  supplies 

EQUIPMENT  <  (Bond  Int.)      750,000    decreasing  each  yr. 

OTHER  ANNUAL  COSTS  (Bond  Red.)  760,000 

(DeDreciatlon) 417  ^  000 

TOTALS  $1,936,000 
(See  reraarks  below)  Net. 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


Has  this  project  been-submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yes^  


5,000^000 

$3  ,  000,000 
^,064,000 


12.  REMARKS: 


ESTIMATED  BY  N.  A.  EckaTt  &  T>  Bspy 
APPROVED  BY    J.  H.  Tumep 


Y    J .  JbL.  Turner 


Pub .    Imp.    Form  1 
Dept.    of  City  P^anni 
Revised.   Apr.  f9<' 


C^ITaL  II£PROVElvIEIlNrT  PROJECTS 
CITY  MD  COUNTY  OF  SM  FRANCISCO 
laEPiiRTMENTAL  PROPOSAL 


Sheet  2» 
Addendum 


2.      From  Oakdale  Portal  of  the  Hetoh  Hetohy  Tunnel  in 

"       Tuolumne  County  to  Tesla  Portal  in  San  Joaquin  County 

through  portions  of  Tuolximne,  Stanislaus  and  San  Joaquin 
Counties  and  from  Irvington  Portal  in  Alameda  County  to 
Pulgas  Tunnel  in  San  Mateo  County  through  portions  of 
Alameda,  Santa  Clara  and  San  Mateo  Counties,  and  between 
San  Andres  Reservoir  Outlet  through  San  Mateo  County  to 
the  Sunset  Reservoir  in  San  Francisco. 


3#      The  project  contemplates  a  second  parallel  pipe  line 
across  the  San  Joaquin  Valley,  approximately  62"  in 
diameter;  and  a  third  Bay  Division  pipe  line  of  ap- 
proximately 72"  in  diameter  extending  from  Irvington 
Portal  of  the  Coast  Range  Tunnel  around  the  south  end 
of  San  Francisco  Bay  to  the  Pulgas  Tunnel  discharging 
into  Crystal  Springs  Reservoir;  also  certain  portions 
of  the  San  Andres -Sunset  Supply  Line  60"  in  diameter 
between  the  Peninsula  reservoirs  and  the  Sunset  reser- 
voir in  San  Freincisco.      The  San  Joaquin  and  Bay  Division 
pipes  will  provide  an  additional  capacity  of  76  million 
gallons  per  day  between  Hetch  Hetchy  £ind  the  Peninsula 
reservoirs.      The  inclusion  of  certain  portions  of  the 
San  Andres-Sunset  pipe  line  from  the  Peninsula  reservoirs 
to  Sunset  reservoir  is  primarily  to  provide  for  earlier 
completion  of  this  line,  which  is  now  under  construction 
and  being  financed  by  annual  budget  appropriations  from 
revenue* 


5»      Remarks  •  - 

These  time  estimates  are  at  best  approximate,  and  will 
depend  to  a  large  degree  upon  time  required  for  delivery 
of  steel  plates,  initial  delivery  of  which  can  not  be 
promised  earlier  than  twelve  months  after  placement  of 
order  vdth  twelve  months  additional  time  required  for 
completion  of  plate  deliveries*      Contracts  for  pipe  will 
be  awarded  first  with  contracts  for  excavation  of  trenches, 
furnishing  of  necessary  valves  and  auxiliaries  being  awarded 
while  awaiting  delivery  of  steel  plate. 


8.      Purpose  of  the  project  is  to  provide  additional  aqueduct 

capacity  to  bring  water  from  Hetch  Hetchy  to  San  Francisco 
and  suburban  commiinities. 

On  the  basis  of  present  requirements,  and  a  normal  increase 
of  3  per  cent  per  year,  it  is  essential  that  additional 


CAPITAL  IMPHOTOvrENT  PROJECTS 
CITY  AND  COUNTY  OF  SMI  FRANCISCO 
DiEPARTIIBNTAL  PROPOSAL 


Sheet  3, 
Addendum 


8.  (Cont'd.) 

capacity  between  Hetoh  Hetohy  and  the  Peninsula  reservoirs 
be  avedlable  in  1951 •      These  proposed  pipe  lines  will 
provide  approximately  76  million  gallons  per  day  additional 
capacity  delivered  to  Crystal  Springs •      On  the  basis  of 
this  average  3  per  cent  normal  increase,  these  pipes  will 
take  care  of  our  requirements  until  about  1968#  Co- 
ordinated extension  of  our  distribution  system,  including 
distribution  reservoirs,  mains  and  pumping  facilities, 
etc.  will  involve  an  expenditure  of  an  equal  sum  (ap- 
proximately $2,000,000  per  year)  over  the  period. 

This  expansion  of  our  facilities  will  produce  an  increased 
annual  revenue  amounting  to  approximately  $350,000  in  the 
first  year  following  completion  of  the  pipes  £ind  increasing 
thereafter  to  approximately  $6,000,000  per  year  in  1968 
when  the  capacity  of  these  lines  will  have  been  reached. 
One -half  of  the  increased  revenue,  or  $3,000,000  per  year, 
must  be  credited  to  the  construction  of  this  project* 

This  increased  revenue  is  a  conservative  figure,  taking 
into  consideration  distribution  losses  and  making  reason- 
able allowance  for  a  larger  proportionate  gain  in  the 
suburban  areas  where  water  is  sold  at  lower  rates  for  re- 
sale purposes* 


£.      Remarks.  - 

On  the  basis  of  40-yT.  bonds  redeemable  after  seven  years 
in  thirty-three  equal  payments  annual  redemption  charges 
would  amount  to  approximately  $760,000  per  year.  The 
life  of  the  pipe  lines  will  be  not  less  than  sixty  years 
equal  to  a  depreciation  charge  of  $417,000  per  year.  It 
is  estimated  that  as  a  result  of  completion  of  the  pipe 
lines,  and  the  coordinated  distribution  facilities,  revenue 
will  increase  about  $350,000  in  the  first  year  finally 
reaching  an  increase  of  $6,000,000  per  year  in  1968  when 
capacity  of  the  new  lines  is  reached.      The  actual  net  effect 
therefore  will  be  to  provide  a  decrease  of  approximately 
$1,000,000  a  year  in  budgetary  requirements  after  1968  with 
proportionately  less  prior  to  that  time. 


10.      It  is  essential  that  the  Vfater  Department's  program  for 

expansion  and  replacement  of  other  elements  of  the  system, 
involving  expenditure  of  approximately  $2,000,000  a  year 
from  revenues  be  carried  on  concurrently. 


APITAL  E'PROVS.IEITT  PROJECTS  *  Key  Map  *  PUBLIC  Y:0RKS  DSPARTIvISInJT  -  I947 


AN  FRANCISCO  AND  ENVIRONS 

PLANNING  COMMISSION 


August  6, 


1947 


PUBLIC  WORKS  DEPARTMENT 


BUREAU  OF  ARCHITECTURE 
CAPITAL  IMPROVEMENT  PROJBCTS-1947 
SCHEDULE* 


Health  Department  Buildings  1st  Yr,  2nd  Yr.           3rd  Yr. 

.    Ward  Building  -  Lag una  Honda  Home  104,600  1,280,000  100,000 

•  Richmond  Emergency  Hospital    25,000  105,000 

Sub -totals  1104,600    $1,305,000  $205,000 

Other  Public  Buildings 

•  Municipal  Garage  66,500  750,000 

•  C,  C,  Power  House  Additions  15,500  204,750 
.    Warehouse  for  Voting  Machines  102,000  102,000 

•  City  Hall  Alterations  (4th  yr. $212, 500;  5th  yr.|200,000) 

•  Civil  Courts  Building 

(Sponsored  by  the  Judiciary)  565,000  3,750,000  3,750,000 

Totals- 
1st  Yr.  853,600 

2nd    "  6,111,750 

3rd    "  3,955,000 

4th    "  212,500 

5th    "  200,000 


te:  Distribution  of  expenditures  by  years  not  reported  by  Department. 
That  given  here  is  based  upon  time  required  for  plans  and  construc- 
tion, and  the  inter-relationship  of  projects  4,  6  and  7, 
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CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1225  (new) 
Date ;  August  6,1947 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT  OF  PUBLIC  WORKS 
COMMISSION  OR  BOARD 


BUREAU 


ARCHITECTURE 


OR  DIVISION  (Department  of  Public  Health) 


I.    Project  Name:  BUILDING  f  &  R 


2.  Location: 


Laguna  Honda  Home 


Dept'l  No  1. 

Map  Key  L 


3.    Brief  Description: 


NEW  I  X  I  addition[ 


REPLACEMENT  j       j      REPAIR  [ 


U.   Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS, 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


$ 
I 


TOTALS 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


NONE 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$ 

$  10^,600,00 
$1,280,000.00 
$  100,000.00 

%  1,484,600.00 

Months  Required  to 
Complete,  if  Financed 


6 
12 


6-    Approximate  Work  Schedule  (If  financecj): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number  J.  indicate  in  the  space 
opposite  the  relative  urgency  or  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


20 

Portion  of  Requested 
Funds  Used  

$ 
$ 
$ 
$ 
$ 
I 


PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMiC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY,    S AV I N6S    E FF E CTED ,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    0  i=-  PROJECT. 

Increase  capacity  of  Laguna  Honda  Houie,  now 
to  present  capacity. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 
,    '  OTHER  ANNUAL  COSTS 

'  TOTALS 


Increase 


DECREASE 


Wards  to  be  opened 

as  and  when  urgent  need 

develops 


!0.,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE. 


c  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  NO  


12.  REMARKS: 


ESTIMATED  ry    ^0^6®  A.  Rledy 

_    ,        -      T-ij^j^  Pub.    Imp.    Form  1 

APPROVED  ,v      Dodge  A,  Rledy,    ^^^^        ^^^^  ^^^^^ 

City  Architect.  revised,  apr.  is* 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1218 


Date : August  6,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  OF  PUBLIC  WORKS 
COMMISSION  OR  BOARD 


BUREAU    OF  ARCHITECTURE 


•OR  DIVISION  (Department  of  Public  Health) 


1 .  Project  Name:      RICHMOND  EMERGENCY  HOSPITAL 

2.  Location:  Not  selected  


.Dept  '  b  No  §_ 

Map  Key  A 


3.    Brief  Description:  new|  X  |     addition|     |     replacement  |     |     Repair  |  | 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE. ACQUIRED  (IF  ANY)  

FC3R  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPM£NT_  


TOTALS 


5.   Status  of  Work: 


PERCENT   NOW  COMPLETED 
{  I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


NONE 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
 (Present  Request) 

$  10,000.00 

$  15,000.00 
J  100,000.00 

J  5,000.00 
$  1^0,00^.00 

J40NT+IS  Required  to 
Complete,  if  Financed 

2 
4 
6 

10 


8-    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number  1.  indicate  in  the  space 
opposite  the  relative  urgency  of  this  project 

AS    related    to    others    SUBMITTeo    AT    THIS  TIME.,. 


22 

Portion  of  Requested 
Funds  Used  

$ 
$ 
$ 
$ 
$ 


PRIORITY 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 


Emergency  Hospital  to  serve  the  RlchmondDistrlct, 


9.    Estimated  Effect  On  Future  Annua!  Budget: 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES  .^q  000.00 

Wages 

temporary  salaries 

contractual  services  4,000.00 

materials  and  supplies  3>500.00 

EQUIPMENT  ^,000.00 


,  OTHER  ANNUAL  COSTS 


TOTALS  $62,^00.00 

iO,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None. 


lo  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  NO.  


12.  REMARKS: 


ESTIMATED  BY     DocLge  A.  Rledy 

■TN        ^   A      -D*^^^  Pub.    Imp.    Form  t 

APPROVED  Dodge  A.  Rledy,  

City  Architect.  revised,  apr.  i9 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No. 67  (new) 
Date : August  6,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  0^  PUBLIC  WORKS 
COMMISSION  OR  BOARD 


BUREAU  _ 
OR  DIVISION 


ARCHITECTURE 


I.    Project  Name:      MUNICIPAL  GARAGE. /^^qXoi  tu;;.;  -ol  o^eT  '     Depti|  nq  3 

  Map  Key  5_ 


2.  Location: 


3.    Brief  Description:  new |  X  |  addition[ 


REPLACEMENT 


REPAIR 


U.   Cost  Estimates: 


Funds  on  Hand.  Buogeted.  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  land  to  be  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


TOTALS 


5.   Status  of  Wbrk: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


NONE 


ADDITIONAL  Funds  Needed 

to    complete    the  PROJECT. 

(Present  Request) 


$  66,500.00 
9  750,000.00 
$  

$  816,500.00 

Months  Required  to 
Complete,  if  Financed 


6 
12 


6. 


0  "  J  3  ifid- 


TOTAL  TIME: 

Approximate  Work  Schedule  j(lf  financed  );>.-:  r  ^  o  ri  Ttwron^.-PERctNT  complete  d 

?      ^      ■  t;  n  r:''    ^       'rz  '[:■   ^ "    ■  '<^'^.ovoo  joo  ::r v. 

FIRST  6  MONTHS 
SECOND  6  MONTHS 

SECOND  YEAR 

THIRD  YEAR 

FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  number    1.    indicate   in   the  space 

OPPOSITE    the    relative    URGENCY    Of  JHI^  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    ATTHIS  TIME... 


21 

Portion  of  Requested 
Funds  Used  

$ 
$ 
$ 
$ 
$ 
$ 


PRIORITY 


8a    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GrVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    S A V  I N G S    E F F E CT E D .    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Garage  for  Miinicipal  .cars.iO  JA-  :  . 


f 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 
.    05  ^c)'-  OTHER  ANNUAL  COSTS 

cc.  ore,  OcT   — — ■  — — ■  

TOTALS  $  $ 

JOo  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

iL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  jiq  


I2r  REMARKS: 

This  project  contemplates  a  one  story  sub-surface 
reinforced  concrete  garage,  \inder  the  Comnierce  High  School 
Athletic  Field  to  be  replaced. 


ESTIMATED    BY       ^^^g^  ^^^^^ 


APPROVED  BY      Dodge  A«  Rledy 

City  Architect, 


Pub .    Imp.    Form  1 
Dept.    of  City  Plak 
Revised.   Apr.  \St 


CAPITAL     IMPROVEMENT  PROJECTS 
CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No  ^ 


Date  lAugust  6,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  OF  PUBLIC  WORKS 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


ARCHIT5CTURS 


Dept'l  No  i 


Civic  jCenter  Pow^r  ffou^e'  ' 

1 .  Project  Name:     Additions  and  Cli&gges       ,  ,  , 

2.  Locationi      I^*  E,  Corner  Polk  &  McAllister  Sts.^ 

3.  Brief  Description:          NEwj     |     addition|  X  |  replacement  |     |     repair  |  X  | 


Map  Key 


U.   Cost  Estimates: 


6. 


I 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 
FOR  CONSTRUCTION  Building 
FOR  EQUIPMENT.  


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


i  None 
ft 

fi 


TOTALS 


5.   Status  of  Vtork: 


Percent  nOjW  complEiTEO ^-tr.-r,, 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


Norie 
II 

ft 
It 


'I  U ; 


TOTAL  TIME: 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request)  

$ 

$  15,500.00 
$  25,000.00 
$  179,750.00 

220,250.00 

Months  Required  to 
Complete,  if  Financed 


5 
10 


Approximate  Work  Schedule  (If  financed): 

, — J  IP    .  ' — J  or  ; .  :  qoo  -ire,.  Om  v 


Item  or  P^e_rc,e^X)  Co^mpleteo 


3:;J  OC;.^   e:::i}0(:j.    uClL   C  ") 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number  1.  indicate  in  the  space 
opposite  the  relative  urgency  of  this  project 

AS    related    to    others    SUeMITTEO    A  T  *T  H  I  S  TIME... 


16 

Portion  of  Requested 
Funds  Used  

$ 
$ 
$ 
$ 
$ 
I 


PRIORITY 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS   EFFECTED.  'OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Enlarge  Pover  House,  install  new  boiler  ^or  Civil  Courts  Building 
and  Fire  Department  Off ice"^ Bui iiding;^ also  J»^5placing  sotoe  of  prese]|; 
equipment  in  Power  House  to  kccbtDmbdate^new^ toiler  and  replace  27o 
of  high  pressure  return  mai© 3  in  streetp,^;, 

9.  Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

ro.OC,:^  ::I  OTHER  annual  costs 


TOTALS 


!0:j^What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

Civil  Courts  Building 

r      Fire  Department  Officp  Building 

IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  yeSo  


12.  REMARKS: 

Estimated  costs  are  for  construction  only. 

These  do  not  include  incidentals,  furnishings,  etc 


ESTIMATED  BY   H.  S.  Haley  

Pub  .    I  MP .   FORM  t 

APPROVED  BY     Dodge  A»  Riedy   dept.  of  city  p' 

City  Architect.  revised,  apr.  \ 


i 


CAPITAL     IMPROVFMENT  PROJECTS 

CPD  No.  64 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Date: August  6,1947 

Departmental  Proposal 

Do  NOT  Write  in  This  Space 


DEPARTMENT    OF  PUBLIC  WORKS   BUREAU  ARCHITECTURE  

COMMISSION  OR  BOARD  OR  DIVISION 

1 .  Project  Name:     Varet^use  for  toting^  MacMnes    ,  Dept  M  No .  5 

2.  Location:   ^^^^  ^^^^  ^'^^^  sputh  of  Army  Sl^^^  Key 

3.  Brief  Description:  new|X  )     additionI     |     replacement  |     |     repair  |  | 


U.   Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  E  QU I PMENT  FuTplahlngs 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


TOTALS 


5.    Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  !  ON  


50^ 


Additional  Funds  Needed 
TO  complete  the  project, 
(Present  Request)  


$  15,000.00 
$  189,000,00 

20i^,000o00 

Months  Required  to 
Co^iPLETE.  IF  Financed 


3 
9 


TOTAL  TIME:  13 
^'    Approximate  Work  Schedule^(  If  f  iij^^nceq):^  ^      _  item  or  .PEHCE.f,T  g^Ltrto   portion  of  requested 


.  0, 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


7.  Department's  Recommendation  as  to  Priority: 


Funds  Used 


$ 
$ 
$ 
$ 
$ 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  or  thisproject 
AS  related  to  others  submitted"  at  this  time... 


PRIORITY 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA   SERVED.    INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACC0RDU4G   TO    THE    TYPE    OF  PROJECT. 

To  have  e  properly^  equipped  warehouse  to  J:iandle  repair  and 
store  voting  machines  efficiently  and  td'^e^-imlnate  present 
warehouse  rental.       :     '  '  ,  ^  ^ .  :^  ^ 

9.  Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

:  r 

*    "  OTHER  ANNUAL  COSTS 

r 

TOTALS  -   f    .  3;  r  %  $ 

JO,  ^What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 

11 . -Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  ygs  


12.  REMARKS: 

Estimated  costs  are  for  construction  only. 

These  do  not  include  incidentals,  furnishings,  equipment,  etc. 


ESTIMATED  by    ^o^S^  A.  Riedy 


APPROVED  BY      Dodge  A.  Riedy 

City  Architect. 


Pub.  Imp 
Dept.  of 
Re  V  I SE  D  . 


.    Form  t 
City  P:. an 
APR.  194 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.__61 


Date :  August  6,1947 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT  

COMMISSION  OR  BOARD 


OP  PUBLIC  WORKS 


BUREAU  _ 
OR  DIVISION 


ARCHITECTURE 


I .    Project  Name:     City  Hall  Alterations 


o' 


  Dept'l  No. 

2.    Location:     Van  Ness  Ave.,  McAllister,  Polk  &  Grove  St^  ^ 
  ZZI  _-_,ALT 


3.    Brief  Description: 


NEW 


ADDITION 


REPLACEMENT 


ERATICE 


U.    Cost  Estimates: 


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 
FOR  CONSTRUCTION. 


FOR  EQUIPMENT  I^rnlshlflgs 


TOTALS 


5.   Status  of  Vtork: 


Percent  now  completed 
{ I p  Aky)  ' 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


NONE 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$  37,500.00 
$  375,000.00 
$  ? 

412,500.00 

Months  Required  to 

I'  •  -■  • 

Complete,  if  Financed 


6 
12 


6.  Approximate  Work  Schedule  (If  financed): 
—————————— — -. — .  '  J I  "  ■  ■  V  ri 

.  V      piRST  6  MONTHS       i:in/trj'i  .sXadf  -  .  0( 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 

7.  Department's  Recommendation  as  to  Priority: 


TOTAL  TIME 


Item  or  Percent  C0Mi>LETED 


Beginning  with  Number  1.  indicate  in  the  space 
opposite  the  relative  urgency  or  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    ATT MIS  TIME... 


Portion  of  Requested 
Funds  Used  

$ 
$ 
% 
% 
$ 
I 


PRIORITY 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 


Give  economic  justification,  prospective  benefits,  number  of  persons 
or  area  served.  increase  in  capacity.  savings  eftected.  or  other 

appropriate    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  additional  office  space. 


9,  Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  '      '    I  $  '  $ 

10.  /Whait  related  projects  must  be  completed  before  or  undertaken 

with  this  project? 

Civil  Courts  Building. 

Additions  and  changes  to  Civic  Center  Pover  House. 

II  a.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  Yes  

12.  REMARKS: 

•21 

Estimated  costs  are  for  construction  only. 

These  do  not  include  incidentals,  furnishings,  equipaent,  etc. 


ESTIMATED    BY       ^^^8*^   ^'  ^^^^^ 

.T^.j  PUB.lMP.FORMt 

APPROVED     BY            ^Q^g®    ^'    ^^^^^    D  E  P  T  .     0  F    C  I  T  Y    P . 

City  Architect.  revised,  apr.  i 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  60 


Date :  August  6,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  

COMMISSION  OR  BOARD 


OP  PUBLIC  WORKS 


BUREAU 


ARCHITECTURE 


I.    Project  Name: 


OR  DIVISION 

f.co  .o^Mro  0    }       -  v-s "  J'^m       -  .;  or 

CIVIL  COURTS  BUILDING 


0  0  C''. 


Dept'l  No  Z. 


2.    Locat  I  on :    McAllister ,  Hyde  /  Grovfe  &  Larjcln  Streets 


3.    Brief  Description: 


NEW  \  X  I  ADDITION 


REPLACEMENT  |        |       REPAIR  |  | 


4.   Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 
FOR  CONSTRUCTION. 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues. 
OR  other  sources. 


$ 


FOR  EQUIPMENT  Furnishings 


TOTALS 


5.   Status  of  Vtork: 


Percent,  Naw  cpMBLEiEp ^ 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


30^ 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


I  565,000.00 
I  7,500,000.00 

_$  l_ 

$  8,065,000.00 

MoNjTHS  Required  to 
Complete,  if  Financed 


8.    Approximate  Work  Schedule  (if  financed b  - 

FIRST  6  MONTHS 
SECOND   6  MONTHS 

SECOND  YEAR 

THIRD  YEAR 

FOURTH  YEAR 
(7)  YEAR 

7.  Department's  Recommendation  as  to  Priority; 


TOTAL  TIME 


Item  or  PctiCcENf  boiiPLETtb 


10 

2h 


Portion  of  Requested 
Funds  Used 

$ 
% 
$ 
% 

s 


Beginning  with  Number   1.    indicate   in  the  space 
opposite  the  relative  urgency  op  this  project 
AS  related  to  others  submitted  at  t^his  time... 


PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

Give  economic  justification,  prospective  benefits,  number  of  persons 
or  are/^  served.   increase  in  capacity.  savings  effected.  or  other 

appropriate    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  coruplete  Covoc  Center  and  relieve  the  crowded  conditioiis 


of  the  City  Hall. 


All  the  Civllr Courts ,  -  Qhevlffr,  Co^ty ;  C^pr^,;  Recorder  and 
the  Law  Library  will  be  housed  in  this  structure. 


C' 


9,    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

permanent  Salaries 

WAGES 

Temporary  salaries 
Contractual  services 
materials  and  Supplies 
equipment 

other  annual  costs 


Increase 


decrease 


totals 


\0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

Additions  and  ciianges'  to  Civic  Center  Power  House 

Alterations  to  Cifty  Hall. 

L  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  prog  ram?  


12.  REMARKS: 

Estimated  costs  are  for  construction  only. 

These  do  not  include  incidentals,  furnishings,  equipment,  etc 


ESTIMATED  BY,. 
APPROVED  BY 


Dodge  A.  Riedy 
Dodge  A.  Rledy 


City  Architect. 


Pub.    Imp.    Form  1 
Dept.    of  City  P^a 
Revised.   Apr.  f9 
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RECREATION  DEPART^'TEM'       At"  ^ 
Capital  Improvement  Projects  -  1947 
Schedule 


Project  Nos, 


1st  Year      2nd  Year 


3rd  Year 


4th  Year 


1-3;  7,11,12;  ) 

14-16;  24,26,30;  ) 

52-36;  43,  55B,  ) 

55D.  )  42,238,660 

4-6;  8-10;  13;  ) 
17-23;  25;  27;  31) 

37-41;  55a;55C  )  $2,268,887  $5,217,743 


28,  29 
44-51 
52 
53 

42;  54;  55P 
55E 


$    209,300  I        8,600  $  139,100 

I  501,000 

$  245,000  126,000 
J  85,000 

I  173,770 
$      15,720  f  228,930 


94,000 
;l, 112, 290 


Totals, by  Years 


$5,046,847  $5,242,063  $1,168,800 


$1,206,290 
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CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1324 


Date: June  IQ,  19/.7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU  

OR  DIVISION 


2. 
3. 


Project  Name:  nnRAW  vtkw 


Locat  1  on :  PT.YlvinnTH  AVE.  AND  LQBQS  STREET 


Dept'l  No  1 

Map  Key  43 


Brief  Descri pt ion: 


NEW 


ADDITION 


REPLACEMENT  |    X  |       REPAIR  [ 


Construction  of  a  large  fieldhouse  containing  a  gymnasium,  clubrooms, 
showers,  locker-rooms  and  sanitary  facilities,  and  rehabilitation  of 
court  areas,  pave  paths,  and  complete  fencing  of  playground. 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


% 


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  Plans. 
Acquisition  of  land  (if  any), 
final  plans:  specifications- 
construct  i  on  


100 
100 

93 
0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  0.00 

$  4,400.00 

«  19B,g00.00 
^  5,^00.00 

209,000.00 

Months  Required  to 
Complete,  if  Financed 

0 
0 
2 
10 


8.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  oh  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
•     THIRD  YEAR 

FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time... 


12 

Portion  of  Requested 
Funds  Used  

$  4,400.00 

$204,600.00 

$ 

$ 

$ 

$ 


PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  greatly  needed  recreation  center  building  on  an  exist 
ing  playground  and  to  rehabilitate  and  complete  various  facilities 
on  the  playground,  thereby  increasing  efficiency  of  that  area. 


9«    Estimated  Effect  On  Future  Annual  Budget: 


>1  ^9ilP 


NO.  PERSONS  Increase  decrease 


Permanent  Salaries  2  250.00 

WAGES  50.00 
TEMPORARY  SALARIES  ^ 


CONTRACTUAL  SERVICES  2,200.00 

MATERIALS  AND  SUPPLIES  500.00 

EQUIPMENT  0.00 

OTHER  ANNUAL  COSTS  I5O  .00 


TOTALS  $5,150.00 

10,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NOM  . 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  

Post  War  Program 
Master  Plan  for  Youth 

12.  REMARKS: 

This  project  supersedes:  ,  ''-'^'"■^±J33^ 

(1)  Ocean  View  Building  -  C.P.D.  I30S 
(a)       "  "    Grounds    -  C.P.D.  1324 

Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY  GEORGE  S.  HARJ^AN 

P       ,        TV  ffV  1  Pub.    Imp.    Form  1 

APPROVED     BY      *=rO-X.^y>>n^V>w^        ^  .  \l  ia.>^C\.<X.-g-<l.  •  DEPT.    OF    CiTY  PLAN 

J0SEPHI-NErl5.  RANDALL,  SUPERIl^ENDENT  revised,  apr.  s94 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1313 


Date :  June  19,  19U1 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Project  Name:  FOTRERO  HILL 


2.    Location:     7?m  and  ARKANSAS  STREETS 


3.    Brief  Description: 


New 


Dept'l  No.. 
Map  Key   


ADD  I T 1  ON 


I        I        REPLACEMENT  |        j       REPAIR  |  | 


Construction  of  a  large  fieldhouse,  containing  a  gymnasium, 
clubrooras,  offices,  showers,  locker-rooms,  and  sanitary  facilities 


U.    Cost  Estimates: 


Funds  on  hano,  BuoeETEO.  or 

ANTICIPATED    FROM  REVENUES. 
OR   OTHER  SOURCES. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 

% 
% 
I 


0.00 
0.00 
0.00 

0.00 


TOTALS 


5.   Status  of  Work: 


%  0.00 

Percent  now  completed 
{ I f  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS;  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100 
100 
100 
0 


TOTAL  TIME 


Additional  Funds  Needed 
to  complete  the  project, 
 (Present  Request) 

%  0.00 
$  0.00 

$  175,400.00 

^  5,600.00 
%  1^1,000.00 

Months  Required  to 
Complete,  if  Financed 

0 
0 
0 
9 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Construction 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used 

%  0.00 
11^1,000.00 

$ 
$ 
$ 
$ 


PRIORITY 


1 

1 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUST  I  F I  CAT  I  ON ,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  fieldhouse  for  an  existing  operating  playground 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


permanent  SALARIES  3,350^00 
WAGES 

temporary  SALARIES  50.00. 

CONTRACTUAL  SERVICES  2,600.00 

MATERIALS  AND  SUPPLIES  950.00 

EQUIPMENT  50.00 

OTHER  ANNUAL  COSTS  250.00 


TOTALS  $7,250.00  $ 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 

11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  

Post  War  Program 
Master  Plan  for  Youth 

12.  REMARKS: 

Under  item  #9  above  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime  pre- 
vention and  healthier  children  in  both  mind  and  body. 


ESTIMATED    BY     nFiOT? OF,   S.  HARMAN 

APPROVED    BY  '^Xtf">'<y^  U.<*<.  >V  T^^-^  ^^^--^^T-^.  DEPT.    OF   CiTY   Pr.  a 

J0SEPH5I3B^  RANDALL,  SUPERINTENDENT  revised 


APR 


CAPITAL     IMPROVEMENT  PROJECTS 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


1306 
CPD  N0.I3DT 


Date :June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  BKHREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 
2. 
3. 


Project  Name:    .qT.  MARYts  PLAYGROUND 


Location: 


Dept'l  No.J_ 
Map  Key 


Brief  Descr i pt i on : 


New 


ADDITION 


REPLACEMENT 


REPAIR  [ 


This  project  includes: 

(1)  Completion  of  large  playground,  including  grading,  bleachers, 
court  areas,  turfing,  etc.: 

c*    te+ifi^^oe.  »  P^/^j,3  BUDGETED.  OR     


U.    Cost  Est  incites: 


ANTICIPATED  FROM  REVENUES. 
OR    OTHER  SOURCES. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $  Q.OO 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $  0.00 

FOR  CONSTRUCTION  $  19,950.00 

FOR  EQUIPMENT                                      $  q.OO 


TOTALS 


5.   Status  of  Vtork: 


$  19,950.00 

Percent  now  completed 
(if  any) 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 


0.00 
0.00 

367,400.00 

5.600.00 


373,000.00 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100 
100 
100 
0 


Months  Required  to 
Complete,  if  Financed 

0 
0 

0 
9 


6.    Approximate  Vtork  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Construction 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1,    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used  

$  0.00 

$  373,000.00 

$ 

% 

$ 

I 


PRIORITY 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OP  PROJECT. 

(1)  Complete  large  playground  in  district  having  none  at  the  prase 
time . 

(2)  Construct  fieldhouse,  which  is  necessary  on  any  playground  to 
obtain  the  greatest  efficiency  on  a  recreational  area  of  that 

9,  Estimated  Effect  On  Future  Annual  Budget: 

NO.   PERSONS  I  increase  DECREASE 


PERMANENT  SALARIES  5,  600.00 

WAGES  2 > 500. 00 

TEMPORARY  SALARIES  50.00 

CONTRACTUAL  SERVICES  3,450.00 

MATERIALS  AND  SUPPLIES  ^^q  qq 

EQUIPMENT   ,  '  50.*00 

OTHER  ANNUAL  COSTS  250.00 


TOTALS  $13,350.00  $  0.00 

What  related  projects,  must  be  completed  before  or  undertaken 
with  this  project? 


NONE 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  

Post  War  Program 
Master  Plan. for  Youth 
12.  REMARKS: 

This  project  is  combination  of 

St.  Mary^s  Playground  (Grounds  only)  C.P.D.  I3O6 
"      "         Fieldhouse  C.F.D.  1307 

Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime  preve 
and  healthier  children  both  in  mind  and  body. 


ESTIMATED   BY    nRnROK  .S .  HABMAN 

^  -"sr~-/'7)  Pub.    Imp.    Form  1 

APPROVED    BY  ^/rX^>^U«^    jb .  \^  |  OU^  <A.A»C^  .  DEPT.    OF    CiTY  P^ANi 

JOSEPHI^S^.  RANDALL,  SUPi?RINTENDENT  Revised,  apr.  i94 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


1302 
I32F 


Date :  June  19,  19kl 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECRLATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 

2. 
3. 


Project  Name:    SIGMUND  STERN  GROVE 


Location: 


Brief  Description: 


NTMFTF.ENTH  AVENTTF,  and  .ST,nAT  ROUT.EYARD 

ADDITION  fx 


Dept'l  No  .A 
Map  Key  53 


NEW  |x 


REPLACEMENT 


REPAIR 


Fieldhouse  for  activities  on  upper  levels;  permanent  stage 
and  facilities  for  Summer  Grove  concerts. 


U.   Cost  Estimates: 


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT^  


% 

% 


0.00 

9,200.00 
0.00 


TOTALS 


9,200.00 


Additional  Funds  Needed 
to  complete  the  project, 
(Present  Request) 


$ 
$ 

% 


0.00 
0.00 

64,000.00 

3,000.00 


67,000.00 


5.   Status  of  Vfork: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans, 
acquisition  of  land  (if  any), 
final  plans:  specifications— 
construct  i  on  


60 
100 

40 

0 


Months  Required  to 
Complete,  if  Financed 

2 
0 

4 

6 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


12 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Construction 
tt 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


% 
$ 
$ 
% 
% 
% 


23,000.00 

44,000.00 


Beginning  with  Number   l.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


4 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide: 

(1)  Fieldhouse  or  clubhouse  for  activities  of  upper  portion  of 
Grove,  including  sanitary  facilities.    This  is  required  for 
proper  operation  of  the  existing  facilities. 

(2)  A  permanent  stage  and  necessary  accommodations  for  the  artis 
using  the  stage  in  the  summer  concerts. 

9,  Estimated  Effect  On  Future  Annual  Budget: 

No.  Persons  Increase  decrease 

PERMANENT  SALARIES  900.00 
WAGES  150.00 

temporary  salaries  0.00 

contractual  services  250.00 

materials  and  supplies  150.00 

Equipment  0.00 

other  annual  costs  50.00 


TOTALS  $  1,500.00 

!0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


Mo  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


This  project  is  a  combination  of 

(1)  Wawona  Fieldhouse,  C.P.D.  1302 

(2)  Sigmund.  Stern  Grove  (Stage  and  Facilities)  C.P.D.  1326 

Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
^there  should  be  a  decrease  in  tot  al  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED   BY    GF.nRaF.  S.  HARMAN 

APPROVED     B  Y  <r><fr/^  ^^U^d-XK^O-f 


Pub .    Imp.    Form  I 
Dept.    of  City  P:. an 

JOSEPH^l^  D.  RANDALL,  SUPERINTENDENT  Revised,  apr.  i94 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


1347 
CPD  No.  1320 


Date  :June  19, 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVI SION 


I .    Pro j ect  Name :  ANOELO  J.  ROSSI 


2.    Location:  ARrriiET.T.n  bottt.evarti  and  EnwA^n  sTftFET 

NEW  I  X  I       ADDITION I 


Dept'l  No  i. 

Map  Key  3^ 


3.    Brief  Description: 


REPLACEMENT 


REPAIR 


Playground,  fieldhouse,  and  dr  ama  center 
Baseball  bleachers 


U.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES,  PLANS,  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  Plans. 

ACQUISITION  OF  land  (IF  ANY). 
final  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100 
100 

ao 

0 


TOTAL  TIME 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 

«  0.00 

$  9,000.00 

<  511,000.00 

$  32,000.00 

552,000.00 

Months  Required  to 
Complete,  if  Financed 

0 
0 

4 

12 


16 


6.    Approximate  Work  Schedule  (if  financed) 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans  and  Construc- 
tion 

Construction. . . 


7.  Departmervt 's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  used 


% 
$ 
$ 
$ 
$ 
$ 


0.00 
276,000.00 

276,000.00 


Beginning  with  Number    1.    indicate   in   the  space 

OPPOSITE    the    relative    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


I 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

(1)  To  provide  a  greatly  needed  recreation  center  building  on  an 
existing  playground  to  carry  on  not  only  district  activities, 
but  also  those  of  a  citywide  scope;  and 

(2)  Concrete  bleachers  with  sanitary  facilities  and  showers  under^ 
neath  for  baseball  diamond.  The  use  of  the  playground  will  b( 
immeasurably  increased  by  this  addition. 


9. 


Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


INCREASE 

5,700.00 
^50. 00 
0.00 
1,450.00 
650.00 
0.00 
50.00 


$      700. 00 


!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


DECREASE 


0.00 

0..0C 

o.oc 

0.00 
0.00 
0.00 
0.00 


0.00 


NONE 


I.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


This  project  is  a  combination  of 

(1)  Angelo  J.  Rossi  Recreation  Building,  C.P.D.  1347 

(2)  "        "  "    Bleachers,  C.P.D.  1320 

Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 

prevention  and  healthier  children  in  both  mind  and  body. 

?!  X  3  y 


ESTIMATED    BY    OKORnF,  H ARMAN^ 

APPROVED    B  Y^^jur>'«p/^C^'''5^  ^  — ^gj*^-^/^  . 

JOSEPHtfED.  RANDALL,  SUPERINTENDENT 


Pub.    Imp.    Form  1 
Dept.    of   City  P'.  an 
Revised.    Apr.  194 


CAPITAL     IMPROVEMENT  PROJECTS 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No._13M. 


Date :  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 

2. 
3. 


Project  Name:  james  D.  PHF.T.AN  BEACH 


Location; OCEAN  REACH  and  SEA  CLIFF  AVENUE 
Brief  Description: 


Dept'l  No._A 
Map  Key  _1L 


NEW  I  X  I       ADDITIOnI       |        REPLACEMENT  j       \      REPAIR  [ 


Stabilize  area  and  construct  buildings,  and  develop  area  for 
utilization  of  site 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS, 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 
$ 
% 


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.   Status  of  Work: 


PERCENT   NOW  COMPLETED 

( I  f  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 
0 
0 
0 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 

$  0.00 
$  1^,100.00 
$  264,600.00 
J  7,300.00 

290,000.00 

Months  Required  to 
Complete,  if  Financed 

3 
0 

5 
10 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    t.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


IS 

Portion  of  Requested 
Funds  Used  

%  1^,100.00 
$  0.00 

$  271,900.00 

$ 

$ 

% 


PRIORITY 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  create  a  suitable  bathing  beach  -with  adequate  recreational 
facilities  on  the  only  ocean  beach  in  San  Francisco  v>diere  ocean 
swimming  is  considered  safe. 

9.  Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES  6,300.00 

^A^^s  3,050.00 

TEMPORARY  SALARIES  2OO  00 

CONTRACTUAL  SERVICES  950.00 

MATERIALS  AND  SUPPLIES  650.00 

EQUIPMENT  Q  QQ 


OTHER  ANNUAL  COSTS 


0.00 


TOTALS  $    11,150.00  $ 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
^      with  this  project? 

NONE 

lie  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  city-wide  program?   a 

Post  War  Program 
12.  REi^RKS:  Master  Plan  for  Youth 

Under  Item  9  above,  the  Recreation  Budget  is  increased, " but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime  ^. 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY    GEORGE  S.  HARl^'iAN  

Pub  .    Imp.    Form  t 

APPROVED    B  Y  "— ^  nr>.«^K^  v^.^    ^      \  LX.-^iA^aJC^_  '  Dept.    of  City  p-,an 

Revised.   Apr.  S94 


JOSEFME  D.  RANDALL,  SUPERINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1310 


Date :June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECRi^ATICN 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:   JOHN  P.  MURPHY  FIELDHOUSE 

2.  Location:    NINTH  AVENUE  near  ORTEGA  STREET 

NEWH 


Dept'l  No._Z. 
Map  Key  1^ 


3.    Brief  Description: 


Add  III  ON  [ 


REPLACEMENT  |        \       REPAIR  |  | 


Small  fieldhouse,  wood  frame  construction,  with  concrete  basement 
for  sanitary  facilities  and  showers. 


U.   Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  % 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  % 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   % 


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.   Status  of  Work: 


% 

Percent  now  completed 
(if  any) 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


% 
% 
% 


0.00 
0.00 
24,340.00 
660.00 


25,000.00 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100 
100 
100 
0 


TOTAL  TIME: 


Months  Required  to 
Complete,  if  Financed 

0 
0 

0 
5 


8.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


% 
% 
% 
% 
I 


25,000.00 


beginning    with    number     1.     INDICATE     IN    THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


7 


9 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GrVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 

OR  AREA  SERVED.  INCREASE  IN  CAPACITY.  SAVINGS  EFFECTED.  OR  OTHER  ^.^^^g 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  construct  a  fieldhouse  on  existing  playground  to  provide  and 
complete  a  well-rounded  recreation  program  on  this  playground. 


9,    Estimated  Effect  On  Future  Annual  Budget: 


Increase 

Permanent  Salaries 

^40.00 

WAGES 

0.00 

Temporary  salaries 

0.00 

CONTRACTUAL  SERVICES 

0.00 

MATERIALS  AND  SUPPLIES 

0.00 

EQUIPMENT 

0.00 

OTHER  ANNUAL  COSTS 

0.00 

TOTALS 

$840.00 

0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


NONE 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  Program 
Master  Plan  for  Youth 


12.  REMARKS: 


decrease 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  ^udget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY      aEORGE  S.  HARJV.M 

y  ^  — cr  iCfc)  Ji  PUB.lMP.FORMl 

APPROVED  B  Y  "     cry*p/l%  >Q  ro-^ifiaJlE,  •  dept.ofcityP'.ai* 

JOSEPffl^D.  RANDALL,  SUPERINTENDENT 


Revised.   Apr.  \9A 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  133g 


Date  :June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


i. 
2. 
3. 


Project  Name:  EURKKA  VALLEY  PLAYGROUND  

Locat  1  on :  NINETEENTH  STREET  and  COLLINGWOOD  STREET 


Dept'l  No.. 
Map  Key   


31 


Brief  Description: 


NEW 


ADDITION 


REPLACEMENT 


REPAIR 


Project  consists  of  constructing  a  new  playground  in  a  district 
having  none  at  the  present  time. 


U.    Cost  Estimates: 


Funds  on  Mano.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $  7,050,00 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $  0.00 

FOR  CONSTRUCTION  $  0.00 

FOR  EQUIPMENT                                        $  Q.OO 


TOTALS 


7,050.00 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


25 
50 

0 

0 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  T IME 


Item  or  Percent  Completed 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 

$  57,950.00 
$  19,000.00 
$  276,000.00 

$      a, 050. 00 

361,000.00 

Months  Required  to 
Complete,  if  Financed 

3 
6 

3 

 9 

21 

Portion  of  Requested 
Funds  Used 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land  and  Plans 


Construction 


7.  Department's  Recommendation  as  to  Priority: 


$ 
$ 
% 
$ 
$ 
$ 


76,950.00 

0.00 

2^4,050.00 


beginning    with    number     1.     INDICATE     IN    THE  SPACE 

opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.    INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL   OAVA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  develop  the  site  for  playground  purposes  and  construct  a 
recreation  center  building  so  that  adequate  recreational  facilitie 
may  be  provided  in  this  section  of  the  city,  where  they  are  now 
lacking. 


9c    Estimated  Effect  On  Future  Annual  Budget 
no.  persons 

permanent  salaries 
wages 

temporary  salaries 
contractual  services 
materials  and  supplies 

c  EQUIPMENT 

;  OTHER  ANNUAL  COSTS 

TOTALS 


Increase 

4,550.00 

2,000.00 
0.00 

1,150.00 

400.00 

0.00 

50.00 


decrease 


150 .00 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REh4ARKS: 


Post  War  Program 
Master  Plan  for  Youth 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY  GEORGE  S.   HARM AN 


APPROVED  B 

JOSEPHINE  D.  RANDALL,  SUPERINTENDENT 


Pub .    Imp.   Form  1 
DEPT.   OF  City  Pr.AN 
Revised.   Apr.  194 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1333 


Date :  June  19.  19^7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


GRATTAN 


1 .  Project  Name: 

2.  Location:  .9T/>i\iyam  p.tx]  rIVOLI  STREETS 

3.  Brief  Description: 


Dept'l  No  2_ 

Map  Key  39 


NEw[x 


ADDITION 


REPLACEMENT 


REPAIR 


Construction  of  a  modern  playground  consisting  of  court  areas, 
Softball  field,  apparatus  area,  fieldhouse  and  the  like. 


U.   Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


7,643.00 
0.00 
0.00 
0.00 


TOTALS 


7,643.00 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100 
90 
0 
0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  IB, 050. 00 
$  0.00 
$  111,100.00 
$  ^50. 00 

130,000.00 

Months  Required  to 
Complete,  if  Financed 

0 
6 

3 
9 


6.    Approximate  Work  Schedule  (if  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land 
Construction 


7.  Departf!>ent 's  Recommendation  as  to  Priority: 


Beginning  with  number   I.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time... 


IB 

Portion  of  Requested 
Funds  Used 

$  IB, 050. 00 
$  0.00 
I  111,950.00 

s 
$ 
I 


PRIORITY 


8.    Purpose  Of  Project;    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVSNGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    OAVA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  a  new  playground  in  a  built-up  district  of  the  city 
where  no  playground  exists  at  present 


9.    Estimated  Effect  On  Future  Annua!  Budget;  —J-::-. 
NO.  Persons  Iimcrease  decrease 


PERMANENT  SALARIES  6,000.00 

WAGES  900.00 

TEMPORARY  SALARIES  0.00 

CONTRACTUAL  SERVICES  1,050.00 

MATERIALS  AND  SUPPLIES  450.00 

EQUIPMENT  0.00  ' 

OTHER  ANNUAL  COSTS  150.00 


TOTALS  550.00  $ 

.10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

mm  ""~ 

11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  

Post  VJar  Program 

12.  REMARKS:  ^^^ster  Plan  for  Youth 

Under  Item  9  above,  the  Recreation  Budget  is  increased,  bu 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and . healthier  children  in  both  mind  and  body. 


ESTIMATED  BY  GEORGE  S.  HAR]\''LAN 
PROVED  B Y    jE:*  1 

JOSEPHIM^.  RANDALL,  SUPER^NTENDENT  Revised,  apr.  i9 


^  T    tSTP  /?  PUB.lMP.FORMt 

APPROVED    B  Y  j/O-*;^^   Jti  P  T  gt-^«8^  0"<^-<^ .  DEPT.    OF    CiTY  P^A 

"'^  R  Am  AT  T.      QTTPRpf  MTTT. MD K WV 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No. 1339 


Date :June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.    Project  Name:     UPPER  NGE 


2.  Location:  THIRTIETH  and  CHURCH  STREETS 

3.  Brief  Description:  new  I  xl  addition 


Dept'l  No  .10. 


  Map  Key  2? 

REPLACEMENT  j        |       REPAIR  [_ 


U.    Cost  Estimates: 


Funds  on  Hand.  Buogeteo.  or 
anticipated  from  revenues. 
OR  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


5,000.00 
0.00 
0.00 

Coo 


TOTALS 


5,000.00 


5.   Status  of  Vitork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS;  SPECIFICATIONS- 
CONSTRUCTION  


25 
42 

0 
0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  145,000.00 

$  21,000.00 

$  311,000.00 

^  8,000.00 

4^5,000.00 

Months  Required  to 
Complete,  if  Financed 

2 
6 

3 

9 


6.    Approximate  Work  Schedule  (if  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land  and  Plans 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitteo  at  this  time... 


20 

Portion  of  Requested 
Funds  Used  

*  166, 000. 00 

^  0.00 

^319,000.00 

$ 

$ 

I 


PRIORITY 


10 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAViNGS    EFFECTED.    OR  QThtfR' 
APPROPRIATE    FACTUAL    DAVA   ACCORDING   TO    THE    TYPE    OF    PROJECT.  ' 

To  construct  a  playground,  including  a  large  fieldhouse,  in  order 
to  carry  out  a  recreation  program  in  a  district  where  no  play- 
ground exists  now,  but  is  badly  needed. 


Estimated  Effect  On  Future  Annual  Budget; 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES  10,4^0.00 

WAGES  1,600.00 

TEMPORARY  SALARIES  50.00  " 

CONTRACTUAL  SERVICES  1,650.00 


MATERIALS  AND  SUPPLIES  900.00 
EQUIPMENT  0.00 
OTHER  ANNUAL  COSTS  150,00 


TOTALS  $14,^00.00 

10.  What  related  projects  must  be  completed  before  or  undertaken 
"  with  this  project? 

NOi:^  ~ 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  

Post  War  Program 
Master  Plan  for  Youth 

12.  REMARKS: 

Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY  aKOROF.  S.  MAR.MAN 

Pub .    Imp.   form  1 

APPROVED     R  Y  ~  ^  frtr^e-l/^  U>  (/  VQL.^/A.aLJ2jC>  DEPT.    OF    CITY  Pr.Ali 

Revised.   Apr.  19 


JOSEFHIN-ETD.  RANDALL,  SUPERINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


1309 


Date :  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.   Project  Name:  T.OMnFFJ.T.nw 


2.    Location:  T.nwiT.T.  i\m  v^dt^f^k  .9TR]^:V;T.q 


Dept'l  No._ll. 
Map  Key  ^ 


3.    Brief  Description: 


NEWj  X  I       ADDITIOnI       |        replacement  I       I      REPAIR  |  | 


To  construct  a  playground  consisting  of  court  areas,  softball 
field,  apparatus  area,  and  a  small  fieldhouse. 


U.   Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 

$ 
$ 
$ 


0.00 
1,050.00 
23,796.00 
0.00 


TOTALS 


5.    Status  of  Vtork: 


%  24,^46.00 

Percent  now  completed 
{ I F  any) 


Additional  Funds  Needed 
to  complete  the  project, 
(Present  Request) 


$ 
$ 
$ 
$ 


0.00 
0.00 
37,554.00 
446.00 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS;  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100 
100 

95 

0 


3^,000.00 

Months  Required  to 
Complete,  if  Financed 

0 
0 

2 


6.    Approximate  Vtork  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Construction 


7.  Department's  Recommendation  as  to  Priority: 


10 

Portion  of  Requested 
Funds  Used 


1^3^,000.00 

$ 

$ 

$ 

$ 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  or  this  project 
as  related  to  others  submitted  at  this  time... 


PRIORITY 


11 


«  . 

ff 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.    INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

'To  construct  a  new  playground  in  a  district  that  has  no 
recreational  facilities  of  any  kind. 


Estimated  Effect  On  Future  Annual  Budget 

NO.  PERSONS 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  Salaries 

CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


Increase 

6,000.00 
900.00 
0.00 
1,050.00 
450.00 
0.00 
150.00 


$6,550.00 


What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


DECREASE 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  Program 
Master  Plan  for  Youth 


12.  REMARKS: 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  tot  al  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED   BY  OKnRrTF:  .S .   HARM  AN 

^     """S^  tCV^  Pub  .    Imp.    Form  1 

APPROVED    R  ^1^7  ^/V*^f^  W-X.             P  p>-^ci-«J^^  ^                                D  E  P  T  .    0  F    C  t  T  Y    P AN 

JOSEPESld^D.  RANDALL,  SUPERINTENDENT  Revised,  apr.  i94 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No  .1312 


Date :  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  R F.CR k ATTON 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  BURNETT  

2.  Locat  1  on :  OAKnAT.F.  AMD  MENDETJ, 


Dept'l  No. .11. 
Map  Key  6_ 


3.   Brief  Description:  new|  x  |     additionI     |     replacement  |     j  repair 


To  construct  a  neighborhood  playground  consisting  of  court  areas, 
apparatus  area,  turfed  softball  field,  and  a  large  recreation  center, 


U.    Cost  Estimates: 


Funds  on  hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT_  


0.00 
0.00 
0.00 

0.00 


TOTALS 


5.   Status  of  Vfork: 


%  0.00 

Percent  now  completed 
(if  any) 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 


0.00 
15,500.00 

364,^00.00 
7,700.00 


3Sg,000.00 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100 
100 

23 
0 


TOTAL  TIME: 


Months  Required  to 
Complete,  if  Financed 

0 

0 
3 
9 


6.    Approximate  Work  Schedule  (if  financeci): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


BEGINNING    WITH    NUMBER     J.     INDICATE     IN    THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


12 

Portion  of  Requested 
Funds  Used  

$  15,500.00 

$372,500.00 

$ 

% 

$ 

I 


PRIORITY 


12 


8«    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

«  GtVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 

OR    AREA    SERVCD.    INCREASE    IN   CAPACITY.    SAVSNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL   DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  a  neighborhood  playground  and  recreation  center  in 
a  section  of  the  city  devoid  of  any  facilities  of  this  nature. 


9.    Estimated  Effect  On  Future  Annual  Budget 
no.  persons 

Permanent  salaries 

WAGES 

TEMPORARY  Salaries 
Contractual  services 
materials  and  supplies 
equipment 

other  annual  costs 
totals 


Increase 

10,450.00 
1,600.00 
50.00 

1,650.00 
900.00 
0.00 
150.00 


$14,^00.00 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  ,  


Post  War  Program 
Master  Plan  for  Youth 


decrease 

0.00 
0.00 
0.00 
0.00 
0.00 

0.00 
0.00 


$  0.00 


12.  REMARKS: 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED    BY  nRORaF.   .S .  HARMAN 

/•  "T)  Pub.    Imp.    Form  1 

APPROVED     BY   Xi)  y  li>.,^€K.MJ^  ^  DEPT.     OF    CiTY  P^AI 

JOSEPitA  D.  RANDALL,  SUPERINTENDENT  Revised,  apr. 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


1303 
CPD  UoIHE. 


jjatg .  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  CORONA  HEIGHTS  JUNIOR  MUSEUM 

2.  Location:  


Dept'l  No  .11 
Map  Key  33 


3.    Brief  Description:  new|  x  I     additionI     |     replacement  |     j  repair 


Cost  Estimates: 


Funds  on  hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   % 


0.00 

13,3^0.00 
0.00 
0.00 


TOTALS 


13,3^0.00 


5.   Status  of  Vtork: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100. 
0. 

0 

0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

5  0.00 

$  17,560.00 
$  579,440.00 

$  25,000.00 

622,000.00 

Months  Required  to 
Complete,  if  Financed 

0 
0 
4 
12 


6.    Approximate  Work  Schedule  (if  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 
-do- 


7.  Department's  Recommendation  as  to  Priority: 


16 

Portion  of  Requested 
Funds  Used 


$ 
$ 
% 
$ 
$ 
I 


17,560.00 
302,220.00 
302,220.00 


beginning    with    number     1.     INDICATE     IN    THE  SPACE 
opposite    the    relative    urgency    op    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTEO    AT    THIS  TIME... 


PRIORITY 


13 


8.    Purpose  Of  Project;    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.    INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT- 

To  provide  citywide  headquarters  for  children's  hobbies,  work 
shops  and  exhibits;  also  to  provide  neighborhood  playgrounds 
for  two  districts  of  the  city.  ■ 


9»    Estimated  Effect  On  Future  Annual  Budget; 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES  9,200.00 

WAGES  500.00 

TEMPORARY  SALARIES  0.00 

CONTRACTUAL  SERVICES  500.00 

MATERIALS  AND  SUPPLIES  500.00 

EQUIPMENT  500.00 

OTHER  ANNUAL  COSTS  0.00 


TOTALS  $11,200.00 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  

Post  War  Program 
Master  Plan  for  Youth 

12.  REMARKS; 

This  project  is  a  combination  of  Corona  Heights  (Grounds)  C.P.D.  1 
and  JUNIOR  MUSEUM  BUILDING  (Corona  Heights)  C.P.D.  1334 

Under  Item  ^  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY   GEORGE  S.  HARJVjAN 

Pub .    Imp,    Form  1 

APPROVED    BY   .   .       1  <;X....^g'-**"  "  A^.'  DEPT.    OF    CITY  P:.A» 


JOSEPHINE  D.  RANDALL,  SUPERINTENDENT  ~     Revised,  apr.  i9i 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1332 


Date :  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECRIlATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  D I  V  I S I  ON 


i. 
2. 
3. 


Project  Name:  SUNSET  PLAYGROUND  FIELDHOUSE  

Locat  1  on :  TWENTY-EIGHTH  AVENUE  AND  LAWTON  STREET 


Dept'l  No.. 
Map  Key   


14 


Brief  Description: 


NEW 


i  X  I       ADDITIOnI       I        REPLACEMENT  |       j       REPAIR  [ 


A  large  fieldhouse  on  an  existing  playground,  the  building  to  contain 
clubrooms,  offices,  showers,  sanitary  facilities  and  the  like. 


U.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTT?UCTION  $ 

FOR  EQUIPMENT   $ 


0.00 
0.00 
0.00 

0.00 


TOTALS 


0.00 


5.   Status  of  Vibrio: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100 
100 
40 
0 


TOTAL  TIME: 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  0.00 
$  3,600.00 
J  175,600.00 

$  5,^00.00 
1^5,000.00 

Months  Required  to 
Complete,  if  Financed 

0 
0 
3 

9 


6-    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


12 

Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
% 
$ 
$ 


3,600.00 
1^1,400.00 


BEGINNING    WITH    NUMBER     t.     INDICATE     IN    THE  SPACE 
opposite    the    relative    urgency    or    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTIO    AT    THIS  TIME... 


PRIORITY 


14 


8,    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  a  fieldhouse  for  an  operating  playground  so  that  a 
more  efficient  progrEio.  may  be  provided  in  this  districtv- 


9c    Estimated  Effect  On  Future  Annual  Budget; 

NO.  PERSONS  .  Increase  decrease 

PERMANENT  SALARIES  5,700.00 
WAGES  ^50. 00 


TEMPORARY  SALARIES  0.00 
CONTRACTUAL  SERVICES  1,450.00 
MATERIALS  AND  SUPPLIES  650.00 


EQUIPMENT 


0.00 


OTHER  ANNUAL  COSTS  500.00 

TOTALS                                ^  9,150-00 

0..  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE  — ~ 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  prog  rami  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


This  project  is  same  as  C.P.D.  1332 


A.i  9^1 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  -^rirne 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED   BY  GEORGE  HARIVIAN 

y       «.   I'T^i?         J  Pub.    Imp.  Form 

APPROVED    BY        {(Trc-^r^^t^^  YcX^t^^^tJ^  DEPT.    OF    CITY  P 

JOSEPHINE  I3.  RANDALL,  SUPERINTENDENT  Revised,  apr.  i 


CAPITAL     IMPROVEMENT  PROJECTS 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No .1305 


Date :June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I .    Project  Name:  SILVER  TERRACE 


2.  Location:   .qiT.VRR  avf.nttf.  near  ray  SHORE  BOULEVARD 

3.  Brief  Description: 


Dept'l  No.. 
Map  Key   


10 


NEW  I  X  I       ADDITIOnI       |        REPLACEMENT  |       |      REPAIR  |  | 

An  entirely  new  playground  with  a  small  fieldhouse  and  concrete 
baseball  bleachers 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 
$ 
$ 
$ 


40,000.00 
0.00 
0.00 
0.00 


TOTALS 


40,000.00 


5.   Status  of  Vtork: 


percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 

ACQUISITION  OF  land  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100.00 

50 
50 

0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  0.00 

$  11,700.00 
$  192,400.00 
$  2,900.00 

207,000.00 

Months  Required  to 
Complete,  if  Financed 

0. 

6 

6 

6 


6.    Approximate  Work  Schedule  (If  financed); 


TOTAL  TIME: 

Item  or  Percent  Completed 


•  ^  J-\t  t  ^  ^  -U  J.  . 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Flans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time.,. 


IS 

Portion  of  Requested 
Funds  Used  

$  11,700.00 

$195,300.00 

$ 

$ 

$ 

$ 


PRIORITY 


15 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.    INCREASE    IN    CAPACITV,    SAVSNSS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DAVA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  playground  in  a  district  now  devoid  of  any- 
recreational  facilities. 


9c    Estimated  Effect  On  Future  Annual  Budget; 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES  7,250.00 

WAGES  1,500.00 

TEMPORARY  SALARIES  50.00 

CONTRACTUAL  SERVICES  1,350.00 

MATERIALS  AND  SUPPLIES  550.00 

EQUIPMENT        .  0.00 

OTHER  ANNUAL  COSTS  50.00 


TOTALS  $10,750.00 

0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


This  project  is  a  modification  of  C.P.D.1305 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY  GEORGE  S.  HARMAN 

f?      ^    ■"•nsc^iC^  Pub.    Imp.    Form  1 

APPROVED     B  Y^^^^  <r>.^l,^UM».<L  0  VOum^i^^^J^^  DEPT.    OF    CITY  P:.AN 

JOSEFHlfer^.  RANDALL,   SUPERINTENDENT  Revised,  apr.  i94 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1340 


Date  :  June  19 >  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RkCRKaTION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I .    Project  Name: 


CAYUGA 


2.  Location;  CAYUGA  and  NAGLLE  AVENUES 

3.  Brief  Description:  new  I  x  J  additionI 


Dept'l  No._lA. 
Map  Key  LI 


Replacement 


REPAIR 


To  construct  a  playground  in  a  district  having  no  recreational 
facilities The  playground  to  contain  court    and  apparatus  sections, 
Softball  field  and  a  small  fieldhouse 

U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.    Status  of  Wbrk: 


Percent  now  completed 
( I F  any) 


Preliminary  studies  or  plans, 
acquisition  of  land  (if  any). 

final  PLANS:  SPECIFICATIONS— 
CONSTRUCTION  


25 

0 
0 
0 


TOTAL  TIME 


6.    Approximate  Work  Schedule  (if  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 

^  0.00 

$  7,260.00 
$  119,340.00 
$  400.00 

127,000.00 

Months  Required  to 
Complete,  if  Financed 

2 

0 

3 
7 


12 

Portion  of  Requested 
Funds  Used  

$  7,260.00 

$119,740.00 

$ 

$ 

$ 

$ 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number   J.    indicate   in  the  space 

OPPOSITE    the    relative    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


16 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA   SERVED,    INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  neighborhood  playground  in  a  district  devoid  of 
any  recreational  facilities.  aOUYjaO 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES  2,300.00 
WAGES  2,350.00 


TEMPORARY  SALARIES  0.00 

CONTRACTUAL  SERVICES  650.00 

MATERIALS  AND  SUPPLIES  400.00 

Uu.,                                 EQUIPMENT  0.00 

00.^      ^                          OTHER  ANNUAL  COSTS  0.00 

oo.o^e, v^ii                  .     ^o^^Ls  "     $  5,TO.oo 

OO.OO^i 

10.  What  related  projects  must  be  completed  before  or  undertaken 
^    with  this  project? 

NONE 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  _   


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  by   GEORGE  S.  HAMAN 

Pub.    Imp.    Form  1 

APPROVED     RY       ^  /y>Ot../£x.  t..^^  I  fjL^  .  DEPT.     OF    CITY  PLAN 

Revised.   Apr.  194 


JOSEPHINE  D.  RANDALL,  SUPERINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1341 


Date:June  19,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RKCRKATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 

2. 
3. 


Project  Name:  iviTHAT.nMA 
Locat I on :  


Dept'l  No.. 
Map  Key   


17 


Ml. 


Brief  Description: 


NEW  I  X  I       ADDITIOnI       |        REPLACEMENT  j       \       REPAIR  [ 


To  construct  neighborhood  playground  with  court  areas,  apparatus 
areas,  softball  field  and  a  small  fieldhouse. 


U.   Cost  Estimates: 


Funds  on  hand,  Buogeteo.  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS, 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 

$ 
$ 
I 


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 

ACQUISITION  OF  LAND  (iF  ANY)_ 
final  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


25 
100 
0 
0 


TOTAL  TIME 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


Additional  Funds  Needed 
to  complete  the  project, 
(Present  Request) 

$  0.00 

$  6,S00.00 

$  112,600.00 

$  600.00 

120,000.00 

Months  Required  to 
Complete,  if  Financed 

2 
0 

3 
7 


12 

Portion  of  Requested 
Funds  Used  

J  0.00 

$    6, BOO. 00 

*  113, 200.00 

$ 

$ 

$ 


7.  Department's  Recommendation  as  to  Priority: 


beginning  with  number    1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


17 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.    INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

The  district  in  which  this  playground  is  to  be  built  is  devoid 
of  recreational  facilities  and  is  badly  needed. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 
<  OTHER -ANNUAL  COSTS 

TOTALS 


Increase 

2,300.00 

2,350.00 

0.00 
650.00 

400.00 

0.00 

0.00 

Z  5,700.00 


decrease 


What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  I'rogram  ■ 
Master  Plan  foi'  Youth 


12.  REMARKS: 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY  GEORGE  S.  HARMAN 

Pub  .    Imp.   F^orm  1 

APPROVED    By  ^^.^^ry-^l^K^^    h^^^  \  CX-^'=^J»-'^  ,  DEPT.    OF   CITY  Pr.AN' 

Revised.    Apr.  194' 


JOSEPHIfa--ir.  RANDALL,  SUPiiRINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1-^44 


Date :  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I .    Project  Name:    PINE  LAKE 


2.    Location!  CRESTLAKE  DRIVE  ani  WAWONA  STREET 


Dept'l  No.J^ 
Map  Key  .^^ 


3.    Brief  Description: 


NEW  I  y  I       ADDITIOnI       I        REPLACEMENT  j       \       REPAIR  |  | 


Develop  canyon  west  of  Twenty-fifth  Avenue,  between  Crestlake  Drive 
and  Wawona  Street  as  an  aquatic  sports  center,  picnic  g  rounds  and 
outdoor  hobby  ce;nter. 


U.   Cost  Estimates: 


Funds  on  Hand,  Buogeted.  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCT  I  ON  $ 

FOR  EQUIPMENT   $ 


40,000.00 
0.00 
0.00 
0.00 


TOTALS 


40,000.00 


5.   Status  of  Work: 


Percent  now  completed 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 

0 
0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

9  0.00 

«  4,950.00 

«  144,050.00 

$  5,000 »oo 

154,000.00 

Months  Required  to 
Complete,  if  Financed 

3 
3 

4 


6.    Approximate  V/ork  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


IB 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 
Construction 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
% 
$ 
$ 
$ 

% 


4,950.00 
72,025.00 
77,025.00 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time... 


PRIORITY 


IS 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.    INCREASE    IN    CAPACITY,    SAVJNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    OAVA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

City  badly  needs  a  site  to  be  used  exclusively  for  outdoor 
aquatic  hobby  center  and  picnic  site. 


9c    Estimated  Effect  On  Future  Annua!  Budget; 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES  17,300.00 

WAGES  0.00 

TEMPORARY  Salaries  0.00 

CONTRACTUAL  SERVICES  5,600,00 

MATERIALS  AND  SUPPLIES  650.00 

EQUIPMENT      ^  0.00 

OTHER  ANNUAL  COSTS  0.00 

TOTALS  $23,550.00 


!0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?   ^_  


!2,  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but  there 
should  be  a  decrease  in  total  City  Budget  due  to  crime  prevention 
and  healthier  children  in  both  mind  and  body. 


ESTIMATED   R  Y  rThiORCrE  S.  HARMAN 

Pub.    Imp.   Form  l 

APPROVED    B  Y  '^•nr  ^0-*->»»l<-<  W«<  .  ^  \  i^^-^C^^*--'^^ .  DEPT.    OF    CITY  PlaNI 

Revised,   Apr.  194 


PROVED  ^Z:^\jl£>S:^sJ^^^ 

JOSEPHIWET^.  RANDALL,  SUPLRlNThNDENT 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1366 


Date:J^^e  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RLCRhATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 

2. 
3. 


Project  Name:  V-^ST  SUNSLT 


Locat  1  on :  PACHECO  STREET  and  THIRTY-SEVilNTH  AVENUE 

NEWH 


Dept'l  No.  19 
Map  Key  52. 


Brief  Descr i pt i on : 


ADDITION 


REPLACEMENT  |        |       REPAIR  |  | 


Construct  a  large  district  playground  containing  2  baseball  diamonds, 
Softball  diamond,  court  areas,  apparatus  areas,  and  large  recreation 
center,  including  s  wiraraing  pools. 


U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


$ ( see  remarks )  0 
«     "  "  0 


$ 


0 
0 


TOTALS 


0 


5.   Status  of  Vtork: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCTION  


25 
100 
0 

0 


TOTAL  TIME: 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  0.00 

$  34,000.00 

^  495,000.00 

i  10,000.00 

539,000.00 

MONTHS  Required  to 
Complete,  if  financed 

0 
0 
6 

12 


Ig 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


34,000.00 
247,500.00 
'257,500.00 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  or  this  project 
as  related  to  others  submitted  at  this  time... 


PRIORITY 


19 


8.    Purpose  Of  Project;    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  large  playground  and  recreation  center  in  a  tightly 
built-up  district  of  the  city,  devoid  of  recreational  facilities. 


0, 


Estimated  Effect  On  Future  Annua!  Budget; 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


Increase 

200. 00 
2,500.00 
50.00 
3,450.00 
1,450.00 
50.00 
250 .00 

%5,950.00 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

Grammar  School  Library 

Jr.  High  School  Health  Center 


decrease 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  

Post    War  Program 
Master  Plan  for  Youth 

!2.  REMARKS: 

This  project  is  a  modification  of  C.P.D.  1366  • 
Under  Item  #4,  LAND  -  ;j^95,000  appropriated  for  purchase  of 
Recreation  Department's  share  of  land  costs.     Land  is  being  ac- 
quired at  present  time  and  it  is  assumed  that  land  will  be  avail- 
able if  this  project  is  financed. 

Under  Item  #4,  STUDIES,  PLANS,  SPECIFICATIONS  -  Federal 
loan  is  financing  cost  of  this  item,  but  if  project  is  constructed 
loan  must  be  paid.     Therefore,  it  is  included  in  total  required 
under  this  item. 

Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body,.„,..,..^j.. 


ESTIMATED  BY  GEORGE  S.  HARM AN 

g  ►  TTP'  »  PUB.lMP.FORMl 

APPROVED     B  Y  ^'^"^J-^^^^     XI^   V>  |^<>..W:i^>^ .  DEPT.     OF    CITY  PLAN, 

Revised,   Apr.  194' 


JOSEPHINE  D.  RANDALL 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.l537_ 


Date :  June.  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.    Project  Name:    HAYES  VALLEY 


2.  Location:    Hayes  and  Ruchanan  Streets 

3.  Brief  Description: 


Dept'l  No._20. 
Map  Key  2S. 


NEW  I  X  I       ADDITIOnI       |        REPLACEMENT  |       |       REPAIR  [ 


Recreation  Center  Building  to  contain  a  gymnasium,  club  rooms,  cul- 
tural activities  rooms,  showers,  lockers  and  sanitary  facilities. 


U.   Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  hano,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


0.00 

0.00 
0.00 
0.00 


TOTALS 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 
0 
0 

0 


TOTAL  TIME 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land  &  Plans 
Construction  2^% 
Construction  100% 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 

$  30,000.00 

«  21,000.00 
$  304,000.00 
_$  10,000.00 

365,000.00 

Months  Required  to 
Complete,  if  Financed 

2 

6 
3 

  9 

20 

Portion  of  Requested 
Funds  Used  

$  5'1,000.00 
$  76,000.00 
$  233,000.00 

$ 
$ 
% 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    I.    indicate   in   the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


20 


8=    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL   DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  recreation  center  in  a  very  congested  district  of 
the  city,  to  help  prevent  juvenile  delinquency.  •  , 


9=    Estimated  Effect  On  Future  Annual  Budget: 
no.  persons 

Permanent  Salaries 

WAGES 

temporary  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER, ANNUAL  COSTS 
TOTALS 


Increase 


5,450.00 
450.00 
0.00 
2,500.00 

500.00 
50.00 
50.00 

9,000'.00 


DECREASE 


What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


!2.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED    BY  GEORGE   S.    HAM  AN 

Pub.    Imp.   Form  l 

APPROVED    bV^-^   </>-*-'J«A^L>%.^     JU  V  f<X^dlOi.J£^ .  Dept.    of  City  P:.an, 

Revised.   Apr.  194 


JOSEPHfk^D.  RANDALL,  SUPERINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No. 


1362 


Date :  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  HhCRi.ATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Project  Name:  MERCED 


2.  Location:  SOUTH  OF  EUCALYPTUS  DRIVE  and  26th  AVENUE 

3.  Brief  Description:  new 


Dept'l  No.. 
Map  Key   


21 


I  X  I        ADDITIOnI        I        REPLACEMENT  |        |       REPAIR  |  | 

A  large  district  playground  containing  a  baseball  diamond,  softball 
field,  court  areas,  apparatus  area,  and  a  large  fieldhouse. 


U.    Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  land  to  be  acquired  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.   Status  of  Vtork: 


PERCENT   NOW  COMPLETED 
(IF  ANY) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCTION  


0 


ADDITIONAL  Funds  Needed 
to  complete  the  project, 
(Present  Request)  

$  55,000.00 

$  22,400.00 

S  330,500.00 

$  5,100.00 

413,000.00 

MONTHS  Required  to 
Complete,  if  Financed 

2 
0 

4 
10 


6.    Approximate  Work  Schedule  (if  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land 
Plans 

Construction 


7.  Department's  Recommendation  as  to  Priority: 


BEGINNING    WITH    NUMBER     I.     INDICATE     IN    THE  SPACE 
opposite    the    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


16 

Portion  of  Requested 
Funds  Used  

$  55,000.00 
$  22,400.00 
$  335,600.00 

$ 
$ 
$ 


PRIORITY 


21 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  large  district  with  a  suitable  recreation  area 
when  the  district  is  developed. 


9.    Estimated  Effect  On  Future  Annual  Budget 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  Salaries 
Contractual  services 
materials  and  supplies 
<  equipment 

other  annual  costs 

totals 


Increase 

^,200.00 
2,500.00 
50.00 
3,,  450. 00 
1,450.00 
50.00 
250.00 


decrease 


$15,950  .00 


10-  What  related  projects  must  be  completed  before  or  undertaken 
'    with  this  project? 

NONE 


iL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  Program 
Master  Plan  for  Youth 


12.  REMARKS: 


This  project  is  modification  of  C.P.D.  ^^1362. 

Item  #5  -  LAND  ACQUISITION:  At  present  time,  City  is 
purchasing  land  under  lease  contract.     All  land  can  be  purchased 
imi.iediately,  if  financed. 

Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY    GLORGE  HARiaN  

^       ^      -         --—I  Pub.    Imp.    Form  1 

APPROVED    B  yjjrj  iJ'^^^-f'^  K.--'^      Jj/Qr Ci^^X^U>-Af  ,  Dept.ofCityPla 

JOSEPHlS^D.  RANDALL,  SUPERINTENDENT  Revised,  apr.  i9 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1330 


Date:June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT 


Rh CREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:    DAY  CMP  

2.  Location! nt.qHATiaHr^iK.s.SY  BLVD.  and  TVffiNTY -EIGHTH  ST» 


Dept'l  No.. 
Map  Key  __ 


22 


2g 


3.   Brief  Description:  new|  x  |     addition |     |     replacement  |     j     repair  |  | 

In  a  rural  section  of  City,  there  is  to  be  constructed  a  central 
headquarters  building  about  1600  square  feet,  outdoor  shelters, 
wading  pools,  artificial  creek,  sanitary,  and  miscellaneous  facilities 


U.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
OR  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES,  PLANS.  SPECIFICATIONS, 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


3,500.00 
0.00 

0.00 
0.00 


TOTALS 


3,500.00 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS;  SPECIFICATIONS— 
CONSTRUCT  I  ON  


25 
0 
0 
0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request)  

$  191,500.00 
$  5,^00.00 

$  ^4, 700. 00 
$  g, 000. 00 

290,000.00 

Months  Required  to 
Complete,  if  Financed 

2 

3 
4 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


17 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land  and  Plans 
50^  Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
% 
$ 
$ 


197,300.00 
46,350.00 
46,350.00 


Beginning  with  Number  t.  indicate  in  the  space 
opposite  the  relative  urgency  of  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME.., 


PRIORITY 


22 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  substitute  country  vacation  to  those  children  living 
in  densely  populated  areas  of  the  city,  who  are  unable  to  go  to  th 
country  for  a  summer  vacation.     Children  are  picked  up  every  morn- 
ing at  playgrounds  and  returned  in  evening,  for  a  week  at. a  time. 

9.  Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES  500.00 

WAGES  0.00 

TEMPORARY  SALARIES  0.00 

CONTRACTUAL  SERVICES  1,100.00 

MATERIALS  AND  SUPPLIES  ]_  QOO.OO 

EQUIPMENT  100.00 

OTHER  ANNUAL  COSTS  0.00 


TOTALS  $10,700.00 

lOo  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


lie  Has  this  project  been  submitted  before  for  consideration  as  '^^ 
part  of  a  city-wide  program?  


Post  War  Program 
Master  Flan  for  Youth 


12.  REMARKS: 


Item  #4  LAND  -  Most  of  the  land  publicly  owned  by  either 
the  Public  Utilities  Commission  or  Housing  Authority. 

Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED   BY   GEORGE   S.  HARIviAN 

—  Pub.    Imp.    Form  1 

APPROVED    BY  *^  (er>-*i^a^        <  ^CX^^.^^^Ji^  .  DEPT.OFClTYPLAN^ 

Revised.   Apr.  J941 


JOSEPHINE  D.  RANDALL,  SUPERINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


1311 


Date :  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


2. 


Project  Name:  CHILDREN'S  MOUNTAIN  CMP  Dept'l  No.. 

Location:  HIGH  SIERRA  -  Detail  location  undetermined    Map  Key  


23 


3.    Brief  Description: 


NEW  I  X  I       ADDITIOnI       I        REPLACEMENT  |       |       REPAIR  |  | 


Camp  site  to  be  graded,  fenced;  roads,  swimming  pool,  main  buildings, 
water  supply,  shelters  constructed;  sewage  disposal  and  electric  plants 
to  be  installed  for  about  300  persons. 


U.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 
$ 


0.00 
4,03^.00 

0.00 
0.00 


TOTALS 


4,03^.00 


5.   Status  of  Work: 


Percent  now  completed 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCTION  


25 

0 
0 
0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

«  0.00 
$  19,262.00 

$  343,000.00 
$  37,73^.00 

400,000.00 

Months  Required  to 
Complete,   if  Financed 

3 

3 
6 
12 


6-    Approximate  Work  Schedule  (if  financed ) : 


TOTAL  TIME: 

Item  or  Percent  Completed 


24 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 


Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 


19,262.00 
0.00 
3^0,73^.00 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN    THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  augment  the  present  restricted  facilities  available  to  childre: 
of  the  City,  for  low-cost  camping  conducted  under  high  stanaards. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


INCREASE 

2,500.00 
2,500.00 
0.00 
1,000.00 
1,000.00 

6.00 

0.00 


$  7,000.00 


0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


ic  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  Program 
Master  Plan  for  Youth 


12.  REMARKS: 


DECREASE 


Under  Item  #4  LAND  -  The  City  has  available  land  that  can 
be  used  for  this  purpose.  However,  if  it  is  impractical  to  utilize 
city  land,  it  is  possible  to  establish  camp  on  Forestry  Land  on  1 
a  permit  basis.    There  should  be  no  charge  for  land  in  either  case^l 


)ve,  the  Recreation  Budget  is  increased,  but  | 
;ase  in  total  City  Budget  due  to  crime  preverP 


Under  Item  9  abo^ 
there  should  be  a  decre; 
tion  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY    GEORGE  S.  HARI'^iAN 


APPROVED  BY 


JOSEPHINE  D.  RANDALL,  SUPERINTENDENT 


Pub .    Imp.   form  l 
Dept.    of  City  Plann 
Revised.    Apr.     194  7 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No  .13 « 101  (new) 
Date :  June  19.  1947 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 
2. 
3. 


Project  Name:  MILEY 


Locat i on:   GREEMICH  and  BAKER  STREETS 


Brief  Description:  new|  x  |  Addition| 


Dept'l  No.. 
Map  Key   


2L 


REPLACEMENT  |       |      REPAIR  |  | 


Very  small  neighborhood  playground  consisting  of  volleyball  area, 
apparatus  section,  small  free  play  area  and  a  small  fieldhouse. 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  % 

FOR  CONSTRUCTION  % 

FOR  EQUIPMENT..   % 


0.00 
0.00 
0.00 
0.00 


TOTALS 


Additional  Funds  Needed 
TO  complete  the  project, 
(Present  Request) 


$ 
$ 
$ 


000. 00 
1,700.00 
25,000.00 
300.00 


35,000.00 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


25 

0 
0 

0 


TOTAL  TIME: 


Months  Required  to 
Complete,  if  Financed 

1 

3 
2 

6 


12 


8«    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land  &  Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


9,700.00 
25,300.00 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


24 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  some  recreational  facilities  in  a  built-up  section 
of  the  city. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


PERMANENT  SALARIES  1,750.00 

WAGES                   ,  1,150.00 

TEMPORARY  SALARIES  0.00 

CONTRACTUAL  SERVICES  250.00 

MATERIALS  AND  SUPPLIES  150.00 

EQUIPMENT  0.00 

OTHER  ANNUAL  COSTS  50.00 


Master  Plan  for  Youth 


12.  REMARKS: 


TOTALS  $  3,350.00 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


!  2  MO  J 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime  pre- 
vention and  healthier  children  in  both  mind  and  body. 


ESTIMATED  RY    GEORGE  S.  HARIviAN 


APPROVED  BY 


JOSEPHINE  D.  RANDALL,  SUPERINTENDENT 


Pub.    Imp.    Form  1 
Dept.    of   City   P:.  ank 
Revised.   Apr.  194 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1367 


Date:  J^^e  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 

2. 
3. 


Project  Name:  BYXBEE 


Location:  BYXBEE  and  SHIELDS  STREETS 
Brief  Description:  new 


Dept'l  No.. 
Map  Key   


25 


44 


I       I       ADDITIOnI       I       REPLACEMENT  |       \       REPAIR  |  | 


Construct  a  neighborhood  playground  consisting  of  court  areas, 
Softball  field,  apparatus  area  and  small  fieldhouse. 


U.    Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   % 


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.   Status  of  Vfork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 
0 
0 
0 


TOTAL  TIME: 


Additional  Funds  Needed 
to  complete  the  project, 
(Present  Request) 

$  144,500.00 

$  9,S00.00 

$  142,200.00 

$  500.00 

297,000.00 

Months  Required  to 
Complete,  if  Financed 

2 
12 
3 


25 


6-    Approximate  Work  Schedule  (If  financed) 


Item  or  Percent  Completed 


FIR$T  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land  and  Plans 


Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
% 
$ 
$ 
$ 
$ 


154,300.00 
0.00 
142,700.00 


Beginning  with  number   l.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


25 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  playground  in  a  district  devoid  of  any  recreational 
facilities. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS 

"    PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
.  EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS 


Increase 


DECREASE 


2,300.00 
2,350.00 
0.00 
650.00 
400.00 

0.00 
0.00 

$  5,700.00 


!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


OA 


Post  War  Program 
Master  Plan  for  Youth 


12.  REMARKS: 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY    GEORGE  S.  HARI^iAN 


APPROVED  BY 

JO  SEP 


iD     BY  I      .  ^ 

EPSfNED.  F 


RANDALL,  SUPERINTENDENT 


iRir 


Pub.    Imp.    Form  1 
Dept.    of  City  p, an( 
Revised.   Apr.  194 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No  15,102  (new) 
Date :June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECRLATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Project  Name:   SEA  CLIFF 


2.  Location:  nCEAN  REACH  and  TWENTY-FIFTH  AVENUE 

3.  Brief  Description: 


Dept'l  No.  26 
Map  Key  ^ 


NEW 


I    x|       ADDITIOnI       I       REPLACEMENT  |       \       REPAIR  [ 


Construct  an  administration  building,  service  road,  fencing,  walls 
and  stairs  to  property.    Operate  and  develop  the  beach  at  northerly 
end  of  Twenty-fifth  Avenue. 


Cost  Estimates: 


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  % 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


0.00 
0.00 

0.00 
0.00 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project, 
(Present  Request) 


$ 
$ 
$ 


25,000.00 
4,200.00 

60, goo. 00 
2,000.00 


5.   Status  of  Vtork: 


Percent  now  completed 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCTION  


0.' 

0 
0  , 
0 


92,000.00 

Months  Required  to 
Complete,  if  Financed 

2 

4 
3 
6 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


15 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land  an(^  Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


% 
$ 
$ 
$ 


29,200.00 
62,300.00 


beginning    WITH    NUMBER     I.     INDICATE     IN    THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


26 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 


To  develop  a  safe  OCEAN  BEACH  for  swimming  and  fishing. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 

;  EQUIPMENT 

<  OTHER  ANNUAL  COSTS 


TOTALS  $11,150.00 

!0,  What  related  projects  must  be  completed  before  or  undertaken 

with  this 

project? 

NONE 

11.  Has  this  project  been  submitted  before  for  consideration  as 

part  of  a  c 

ity-wide  proa ram? 

Master  Plan  for  Youth 

12.  REMARKS: 


Increase  decrease 
6,300.00 

3,050.00 
200.00 
950.00 
650.00 

0.00 
0.00 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 

t. 


ESTIMATED    BY    GEORGE  HARI'MN 

PUB.lMP.FORMi 

APPROVED     B    (X—^'^^.X*''^ ,  DEPT.    OF    CiTY    P.  A 

cii::::::!!^^'^  Revised.   Apr.  19 

JOSEPHINE  D.  RANDALL,  SUPERINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No. 1542 


Oate :   June,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT RECRLATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 
2. 
3. 


Project  Name:    CHINESE  RECREATION  CENTER  

Location:  Near  PACIFIC,  KEARNY  and  P01ft?ELL  STREETS 
Brief  Description: 


Dept'l  No.. 
Map  Key   


27 


NEW 


ADDITION 


REPLACEMENT  |        j       REPAIR  [ 


Construct  a  large  recreational  center  containing  a  gymnasium,  aud- 
itorium, club  rooms,  offices  and  sanitary  facilities 


U.    Cost  Estimates: 


Funds  on  hano.  budseted.  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS, 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


0.00 
0.00 
0.00 
0.00 


TOTALS 


6.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY )_ 
FINAL  PLANS;  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0.00 
0. 
0. 
0. 


Additional  Funds  Needed 
to  complete  the  project, 
(Present  Request) 

$  150,960.00 
$  15,750.00 
$  22g, 250.00 
$  13,040*00 
40^,000.00 

Months  Required  to 
Complete,  if  Financed 

2 
6 
4 
9 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land  and  Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN     THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


21 

PORTION  OF  Requested 
Funds  Used  

$  166,710.00 
$  0.00 
$  241,290.00 

$ 
$ 
$ 


PRIORITY 


27 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAV5NGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  recreational  facilities  of  an  indoor  character 
for  the  Chinese 


9.    Estimated  Effect  On  Future  Annual  Budget; 

NO.  Persons  Increase  decrease 


permanent  Salaries  ^  ^  700,00 

WAGES  ^50.00 


Temporary  salaries 


0.00 


!0, 


Contractual  services  1,450.00 

materials  and  supplies  650.00 

equipment  0.00 

other  annual  costs  0.00 


TOTALS  $g,650.00 

What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


M.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  \'i/ar  Program 
Master  Plan  for  Youth 


12.  REmRKS: 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  .^g^irae 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  R Y GEORGE  S.  HARMAN 

1  — "*r~TC!i  Pub.    Imp.    Form  1 

APPROVED    BY  *^^r>«^;yXtW^    A>  Pp<a.^<l^«><^  .  Dept.    of  City  P.ani 

JOSEPHINl^^^rT  RANDALL ,  SUPERINTENDENT  Revised,  apr.  i9< 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1363 


Date :  June  19,  1%7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 

2. 
3. 


Project  Name:  CALVARY  

Location;    TURK  STREF.T  and  MASONTC  AVRNTTF, 


Dept'l  No.^ 
Map  Key  34_ 


Brief  Description: 


NEW 


I    X|       ADDITIOnI       I       REPLACEMENT  j       |       REPAIR  |  | 


Small  neighborhood  playground,  consisting  of  turfed  softball  field, 
court  areas,  apparatus  section,  and  a  small  fieldhouse. 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeteo.  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT_c  


0.00 

0.00 
0.00 

0.00 


TOTALS 


5.   Status  of  Work: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS™ 
CONSTRUCT  I  ON  


0 
0 
0 

0 


TOTAL  TIME: 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

«  147,300.00 

t  4,900.00 
$  79,300.00 

_$  500.00 

232,000.00 

Months  Required  to 
Complete,  if  Financed 

2 

6 
4 

6 


6-    Approximate  Vtork  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land 

Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Ig 

Portion  of  Requested 
Funds  Used 

$  147,300.00 

$  0.00 
$  4,900.00 
$  79,^00.00 


beginning  with  number    1.    indicate   in   the  space 

OPPOSITE    the    relative    URGENCY    OP    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


28 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GrVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  a  small  neighborhood  playground  in  a  district  devoid 
of  recreational  facilities. 


9,    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

permanent  Salaries 
Wages 

Temporary  Salaries 
contractual  services 
materials  and  supplies 
equipment 

other  annual  costs 

'  TOTALS 


Increase 


2,300.00 
2,350.00 
0.00 
650.00 

400.00 
0.00 

0.00 


$5,700.00 


DECREASE 


0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

This  plaj'-ground  is  to  be  built  in  conjunction  with  a  grammar 
school  at  the  same  location. 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  

Post  War  Program 
Master  Plan  for  Youth 

12.  REMARKS: 

Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  tot  al  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  by   GEORGE  S.  HAMAN 

Pub .    Imp.   Form  l 

APPROVED     B  Y°'*T  /3r>*-Vt^t.*«.<t      J>  V  X  ^^^-^""^  DEPT.     OF    CITY  Pr.ANNI 

Revised.   Apr.     19  47 


JOSEPHINE  D.  RANDALL,  SUPERINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  N0.JJ64. 


Date:  .Tnr.P  1Q,  1QL,7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECRLATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 
2. 
3. 


Project  Name:   lattrfj.  HILL 


Location:  COLLINS  STREET  at  EUCLID  AVhMUE 
Brief  Description:  new 


Dept'l  No.. 
Map  Key   


29 


35 


I  X  I        ADDITIOnI        I        REPLACEMENT  |        |       REPAIR  |  | 


Small  neighborhood  playground  consisting  of  turfed  softball  field, 
court  areas,  apparatus  section  and  a  small  fieldhouse. 


U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


0.00 

0.00 
0.00 

0.00 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


62,000.00 
3,700.00 
5^,600.00 

700.00 


125,000.00 


5.   Status  of  Wbrk: 


Percent  now  completed 
(if  any) 


preliminary  studies  or  plans. 
Acquisition  of  land  (if  any)_ 
final  plans:  specifications- 
construct  i  on  


25 

0 
0 
0 


TOTAL  TIME 


Months  Required  to 
Complete,  if  Financed 

2 
3 
4 
6 


15 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land 

Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 
$ 
$ 


62,000.00 
0.00 
3,700.00 

59,300.00 


beginning  with  number    1.    indicate   in   the  space 
opposite  the  relative  urgency  op  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


29 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAViNGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  small  neighborhood  playground  in  a  district  devoid 
of  recreational  facilities. 


9,    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES  2,300;00 

WAGES  2,350.00 

TEMPORARY  SALARIES  0.00 

CONTRACTUAL  SERVICES  650.00 

MATERIALS  AND  SUPPLIES  400.00 

EQUIPMENT  0.00 

OTHER  ANNUAL  COSTS  0.00 


TOTALS  $  5,700.00 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  ^should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body.  * 


ESTIMATED  by     GEORGE  S.  HARMAN 

APPROVED   BY^^^^ry^y^^^  Ojig^<^.^^^A^, 

Josephine' D.  rand all,  superintendent 


Pub.    Imp.    Form  1 
Dept.    of  City  p. ann 
Revised.    Apr.     194  7i 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1301 


Date:  J^ne  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  FIFTEENTH  STREET  FIELDHCUSE 

2.  Location;  FTFTKRNTH  STREET  and  ROOSEVELT  WAY 

3 .  Brief  Descr i pt ion: 


New 


ADDITION 


Dept'l  No.J£ 
Map  Key  12. 


Construction  of  a  small  fieldhouse. 


REPLACEMENT 


REPAIR 


U.   Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EOUIPMENT^  


Funds  on  hano.  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


$  0.00 

%  0.00 

$  9,200.00 

$  0.00 


TOTALS 


5.   Status  of  Worl^: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100 

100 
100 

0 


6.    Approximate  Work  Schedule  (If  financed): 


Additional  Funds  Needed 
to  complete  the  project. 
 (PRESENT  Request) 


$ 
$ 
$ 
$ 


0.00 
0.00 
5,500.00 

500.00 


6,000.00 


Months  Required  to 
Complete,  if  financed 

0 

0 
0 

5 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


I 
$ 
$ 
$ 
I 


6000.00 


Beginning  with  Number  1,  indicate  in  the  space 
opposite  the  relative  urgency  or  this  project 

AS    related    to    others    SUBMITTEOr    AT    THIS  TIME... 


PRIORITY 


30 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL   DATA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 

In  order  to  provide  a  well-rounded  recreation  program  on  an 
operating  playground  this  fieldhouse  is  required. 


9.    Estimated  Effect  On  Future  Annual  Budget 

NO.  PERSONS 

PERMANENT  SALARIES 
WAGES 

Temporary  Salaries 
contractual  services 
Materials  and  supplies 
equipment 

other  annual  costs 

TOTALS 


Increase 

4,^50.00 
2,850.00 

0.00 
850.00 
500.00 

0.00 
0.00 


$9,050.00 


!G,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


DECREASE 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mmd  and  boay. 


ESTIMATED  BY  GEORGE  S.  HAM  AN  . 

_    'ri't^  J  Pub.Imp.FormI 

APPROVED  O   ^  pQ*--w%><^^»>---^f' '  DEPT.    OF    CITY    P.  ANN 

JOSEPH'lfE  D.  RANDALL,  SUPERINTENDENT  Revised,  apr.    1 9 4 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1321 


Date :  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 
2. 
3. 


Project  Name:      CAI^'lP  MATHER 


SECTION  2.  T.  1  S»,  R.  19  E.  M.D.B.  &  M« 

ughness 

ADDITION 


Location:.  

o  t  *  n  (IQ. miles  SW,  of  r^haughness^L-Q^ 
Brief  Descrrpiion:  new|  |   


Dept'l  No.. 
Map  Key   


31 


REPLACEMENT 


REPAIR  [ 


Enlarging  the  capacity  of  the  Camp  by  about  250  guests  per  day, 
which  requires  additional  cabins,  bathhouses,  personnel  cabins, 
extension  of  roads,  paths  and  sewage  facilities,  etc. 


U.    Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 
% 


0.00 
0.00 

4,950.00 

0.00 


TOTALS 


4,950.00 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCTION  


0 
0 
0 

0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  0.00 

$  34,200.00 

$  5^3,450.00 

$  17,350.00 

635,000.00 

Months  Required  to 
Complete,  if  Financed 

3 
0 
6 
10 


8.    ApproxifTiate  Vtork  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


19 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


34,200.00 

0.00 

600,^00.00 


beginning  with  number   1.    indicate   in  the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


31 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GtVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

Camp  Mather  should  be  doubled  in  size  because,  at  the  present 
time,  only  50%  of  the  people  desiring  to  spend  their  vacation 
there  can  be  accommodated. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


PERMANENT  SALARIES 

WAGES  ^ 

TEMPORARY  SALARIES  Mone  None 

CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

!G,  What  related  projects  must  be  completed  before  or  undertaken 
^    with  this  project?  ^ 

NONE 


li.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  plan  for  Youth 


ESTIMATED    BY        GEQRGlL  HAR^IAN 

y        *  '"■SC"' A  1^          J  Pub.    Imp.  Form 

APPROVED    B  Y       ;^  aY'^^^                      Q  Xg^,^*^-^  ^  f  '  Dept.OFCityP 

JOSEPHINE'  D.    RANDALL,    SUPe"rINTENDENT  Revised.   APR.  1 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1331 


Date :  June  19,  1947 


DO  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


2. 
3. 


U. 


Project  Name:    MARGARET  S.  HAYWARD 


Locat  1  on:   GC'LDEM  GATE  AVENUE  and  LAGUNA  STREET 


Dept'l  No._2i. 
Map  Key  1^ 


Brief  Descript ion: 


NEW 


ADDITION 


REPLACEMENT  |   x  I       REPAIR  |  | 


Regrading  of  playground,  new  court  areas,  concrete  bleachers,  turf- 
ing the  field  and  a  new  fieldhouse  with  lockers  and  showers.  In 
addition,  a  citywide  roller-skating  rink  is  to  be  constructed  on 
little-used  portion  of  playground. 

Cost  Estimates:  Funds  on  Hand.  Budgeted,  or 


ANTICIPATED  FROM  REVENUES. 
OR   OTHER  SOURCES. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


0.00 

0.00 

0.00 
0.00 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

1^  0.00 
$  ^,000.00 

$  127,000.00 
$  4,000.00 


139,000.00 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100 
0 
0 


TOTAL  TIME 


Months  Required  to 
Complete,  if  financed 

3 
0 

3 
7 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


13 

Portion  of  Requested 
Funds  Used  

$  8,000.00 
*  131, 000. 00 

$ 
% 
$ 
$ 


PRIORITY 


32 


f 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

The  playground  should  be  converted    into  a  regular  softball 
field  which  can  be  lighted  for  night  use.    The  present  setup 
is  obsolete  and  inefficient. 


9.    Estimated  Effect  On  Future  Annual  Budget 
no.  persons 

permanent  Salaries 

WAGES 

temporary  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQU  I  PMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


Increase 


None 


DECREASE 


None 


0=  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?   ,  


12.  REMARKS: 


Post  War  Program 
Master  Flan  for  Youth 


ESTIMATED    BY  GEnRO}^;   S.  HAHJViAN 

APPROVED    B  Y '=^^-*'l-i^>*^»^^*~*       ^  ^  H^V-^'^fc**"'^ 


JOSEPHINE  D.  RANDALL,  SUPERINTENDENT 


Pub.    Imp.    Form  1 
Dept.    of  City  P'. ani 
Revised.   Apr.  194 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No. 1346 


Date:  J^^^  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 

2. 
3. 


Project  Name:  GLEN  PARK  PLAYGROUND 
Locat i on :     CHEKERY  and  ELK  STREETS 


Dept'l  No.. 
Map  Key   


33 


2n. 


Brief  Description: 


NEW 


I       I       ADDITIOnI  X  I        REPLACEMENT  |       |       REPAIR  |  | 


This  project  consists  of  grading  and  landscaping  work  with  incidental 
revamping  of  miscellaneous  facilities. 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


% 


0.00 
0.00 
0.00 
0.00 


TOTALS 


additional  funds  needed 
to  complete  the  project. 
(Present  Request) 


% 
% 
% 
% 


0.00 

2,300.00 

30^700.00 

0.00 


33,000.00 


5.   Status  of  Wbrk: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


75 
100 

0 
0 


Months  Required  to 
Complete,  if  Financed 

1 
0 

3 

6 


6.    Approximate  Vtork  Schedule  (If  financed): 


TOTAL  TIME: 

Item  oh  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 
Construction 


7.  Department's  Reconwnendat ion  as  to  Priority: 


10 

Portion  of  Requested 
Funds  Used 


% 
% 
% 
% 
% 
% 


2,300.00 
30,700.00 


beginning  with  number    1.    indicate   in   the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


33 


8.  Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Reclaim  a  portion  of  the  playground  now  unusable  and  regrade 
another  portion  to  make  more  playfieldw  available ,  hence  make 
the  playground  more  efficient. 

9.  Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQU  IPMENT 

OTHER  ANNUAL  COSTS 

*      TOTALS  $  $ 

10.  What  related  projects  must  be  completed  before  or  undertaken 
^     with  this  project? 


JCREASE  DECREASE 


None  None 


NONE 

i.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


ESTIMATED  BY   GEORGE  S.  HAR]\'IAN 

APPROVED    BY         l.-^^^y^y^ "^^T^ 


JOSEP 


D.  RANDALL,  SUPERINTENDENT 


Pub  ,    Imp.    Form  1 
DEPT.    of  City  P. a 
Revised.   Apr.  19 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No  .1325. 


Date : June  19, 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  PRESIDIO  HEIGHTS  PLAYGROUND 

2.  Location:    CLAY  and  WALNUT  STREETS  


3.    Brief  Description: 


Dept'l  No.  34 
Map  Key  ^ 


NEW 


I       I       ADDITIOnI       I       REPLACEMENT  |  X  |      REPAIR  |  | 


Demolish  and  rebuild  a  small  existing  playground. 


U.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


% 
% 
% 
% 


0.00 

0.00 

0.00 
0.00 


TOTALS 


5.    Status  of  Work: 


Percent  now  completed 
{ I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


25 
100 
0 

0 


6.    Approximate  Work  Schedule  (If  financed): 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


% 
% 
% 

% 


0.00 

1,  goo. 00 

26,^00.00 
400.00 


29,000.00 


Months  Required  to 
Complete,  if  Financed 

1 
0 

4 

k 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


9 

Portion  of  Requested 
Funds  Used  

%  1,800.00 
^  27,200.00 


beginning  with  Number   l.    indicate   in  the  space 

OPPOSITE    the    relative    URGENCY    OF    THIS  PROJECT 

AS  related  to  others  submitted  at  this  time... 


PRIORITY 


34 


8.    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 

This  existing  playground  is  worn  out  and  obsolete.     To  repair 
it  would  be  uneconomical.    Therefore  it  is  proposed  to  rebuild 
it . 


9.    Estimated  Effect  On  Future  Annual  Budget:  — --"^ 
NO.  Persons  Increase  decrease 

Permanent  salaries 

WAGES 

Temporary  Salaries 


None  None 
Contractual  services 

Materials  and  Supplies 

equipment 

OTHER  annual  COSTS 


totals 


!0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


1.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


ESTIMATED  BY  GEORGE  S.  HARMAN 

J  / — r>  Pub.    Imp.    Form  1 

APPROVED     R  YJ*^  tfy'y^  t^^O  y   I  DEPT.     OF    CITY  P:.ANN 

JOSEPHI^r^  RANDALL,  SUPERINTENDENT 


Revised.   Apr.     194  7 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1314 


Date  :June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:    FOLSOM  PLAYGROUND  

2.  Location:   T1^'ENTY-F1RST  and  FOLSOM  STREETS 


3,    Brief  Description: 


New 


ADDITION 


Dept'l  No._i5. 
Map  Key  12. 


REPLACEMENT 


REPAIR 


Repaying  of  playground,  replacing  lighting  system  and  miscellaneous 
facilities . 


U.    Cost  Estimates: 


Funds  on  hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


0.00 
0.00 

0.00 


TOTALS 


Additional  Funds  Needed 

TO    complete    the  PROJECT. 

(Present  Request) 


$ 
$ 


0.00 

0.00 

20,000.00 

0.00 


5.   Status  of  Work: 


Percent  now  completed 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100 

100 
100 
0 


20,000.00 

Months  Required  to 
Complete,  if  Financed 

0 
0 
0 
6 


8.    Approximate  Work  Schedule  (if  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Construction 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


Portion  of  Requested 
Funds  Used 

$  20,000.00 

I 

$ 

% 

$ 

t 


PRIORITY 


35 


8,  Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Playground  rehabilitation.    Lighting  system  obsolete  and  worn 
out;  paving  worn  out,  too.    Night  activity  necessary  in  this 
congested  district. 

9.  Estimated  Effect  On  Future  Annual  Budget: 
no.  persons 

permanent  Salaries 

WAGES 

temporary  Salaries 
contractual  services 
materials  and  supplies 
equipment 

other. annual  costs 
TOTALS 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


Increase  decrease 


None  None 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  ^  


;;'A 


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


ESTIMATED  RY^ GEORGE  S.  HARI^IAN 

APPROVED    BY  ^V*|/U^^*^  ,P  ^O.^*^"*-^  • 

JOSEpfiiNE  D.  RANDALL,  SUPERINTENDENT 


Pub.  Imp 
Dept.  of 
Re  V  I SE  D  . 


.    Form  1 
City  p  :.  a  n 
Apr.     19  4 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1357 


Date :  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RhCREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  RICHMO^^D  PLAYGROUND 

2.  Location:  


Dept'l  No._i6. 
Map  Key  49 


3.   Brief  Description:  new|     |     addition|     |     Replacement  |  x  |     repair  |  | 

Demolish  an  existing  playground  and  rebuild  it including  a  new 
f ieldhouse 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues. 
OR  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


0.00 
0.00 

0.00 
0.00 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project, 
 (Present  Request) 


$ 
$ 

$ 


0.00 
2,500.00 

40,900.00 
600.00 


44,000.00 


5.   Status  of  Work: 


Percent  now  completed 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


20 
100 

0 
0 


Months  Required  to 
Complete,  if  Financed 

1 

0 

4 
7 


6.    Approximate  Work  Schedule  (if  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


12 

Portion  of  Requested 
Funds  Used  

$  2,500.00 

$  41,500.00 

$ 

$ 

$ 


Beginning  with  Number   l.   indicate   in  the  space 

OPPOSITE    the    relative    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


36 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

The  existing  playground  is  worn  out  and  obsolete.  Its  efficiency 
has  been  reduced  to  a  minimum.     Therefore,  it  should  be  replaced. 


9.    Estimated  Effect  On  Future  Annua!  Budget; 

NO.  PERSONS  Increase  decrease 


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


permanent  Salaries 

WAGES 

Temporary  Salaries  ,  ■ 

None  None 

Contractual  services 
materials  and  supplies 
equipment 

other  annual  costs 
'  '       TOTALS  $  $ 

!C,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE  -  , 

11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


?:sTiMATED  ryOKORCxE  S.  HARIVJIN 

Pub  .    Imp.    Form  1 

APPROVED    B  V'*— ^»T>-''»/I^t->-'~<  f — 'S'  \  *     -  Dept.ofCityP.  ANh 

Revised.    Apr.     194 /i 


0  "Sr6j^^A^^, 

JOSEPHINE  D.  RANDALL,  SUPERINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No._1327_i5^ 
Date :  June  IQ.  1Q/.7 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RKHRR ATTON 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.    Project  Name:  HAMILTON 


2.    Location:  GEARY  and  SCOTT  STREETS 

NEW  fx 


Dept'l  No  YL 

Map  Key  VL 


3.    Brief  Description: 


addition[ 


REPLACEMENT 


REPAIR 


Construction  of  a  large  recreation  center  containing  gymnasium, 
clubrooms,  offices,  swimming  pool,  and,  in  addition,  rehabilitating 
the  playground  by  regrading  and  turfing  it. 


U.   Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


% 
$ 


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.    Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


25 

0 
0 
0 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

%  0.00 

$  23,000.00 
$  33^,000.00 
$  g, 000. 00 

369,000.00 

Months  Required  to 
Complete,  if  Financed 

2 
0 
3 

9 


8-    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


beginning  with  Number   l.    indicate   in  the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


14 

Portion  of  Requested 
Funds  Used  

$  0.00 

%  23,000.00 

$346,000.00 

% 

% 

$ 


PRIORITY 


37 


I 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

The  present  recreational  facilities  are  inadequate  for  this 
district,  and  these  improvements  are  badly  needed  to  control 
delinquency. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

Permanent  salaries 
Wages 

Temporary  Salaries 
contractual  services 
materials  and  supplies 
equipment 

other  annual  costs 

TOTALS 


Increase 


6,400.00 
1,450.00 
0.00 
4,600.00 
1,400.00 
100.00 
250.00 


14, 200. 00 


!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NOME 


i.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  Program 
Master  Plan  for  Youth 


DECREASE 


12.  REMARKS: 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED   BY    GiLpRGE  S.  HARlv^AN 

APPROVED    BY^^  O*^^  t^w^i^  O  ^{ 


JOSEPHINE  D.  RAP© ALL,  SUPERINTENDENT 


Pub .    Imp.    form  1 
Dept.    of  City  P.  ann 
Revised.   Apr.  194' 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  13^3,  1P)96 
Date:  June  19.  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:    MISSION  PLAYGROUND 

2.  Location:  


Dept'l  No  

Map  Key 


3.   Brief  Description:  new|  x  I     AppmoNl     |     replacement  j     |     repair  |  | 

Large  recreational  center,  consisting  of  a  gymnasium,  clubrooras,^ 
offices,  auditorium,  swimming  pool,  lockers  and  sanitary  facilities. 


U.    Cost  Estimates: 


Funds  on  hano,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 

% 
$ 
$ 


0.00 
0.00 
0.00 
0.00 


TOTALS 


6.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANYL 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


25 
75 
0 
0 


TOTAL  TIME: 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land  and  Plans 


Construction 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 

$  15,000.00 

$  13,300.00 

$  192,600.00 

$  9,100.00 

230,000.00 

Months  Required  to 
Complete,  if  Financed 

2 
6 
3 
9 


20 

Portion  of  Requested 
Funds  Used  

$  26,300.00 

%  0.00 

1^01,700.00 

$ 

$ 

$ 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


36 


t 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  extend  a  well-rounded  recreation  program  in  a  congested  distric 
where  this  service  is  badly  needed. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
no.  persons 

permanent  Salaries 
wages 

Temporary  Salaries 
Contractual  services 
materials  and  supplies 

c  EQUIPMENT 

.  OTHER  .ANNUAL  COSTS 

'  '  TOTALS 


INCREASE 


.5,200.00 
0.00 
0.00 

0.00 

500.00 

0.00 
0.00 


$  5,700.00 


What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

mm 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


DECREASE 


$  0.00 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  ry  GEORGE  S.  HARI'-IAN 

APPROVED    B  Y  ^^^^^ilx^-y^  ^-'■■*<  ^^.^.^^^•^■■f 

JOSEPHrWETD.  RANDALL,  SUPERINTENDENT 


Pub  .    Imp.    Form  1 
Dept.    of  City  P:.  ann 
Revised.    Apr.  1947 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1336,  i?Q7 
Date :  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 
2. 
3. 


Project  Name:  NORTH  BEACH  PLAYGROUND 
Location!      LOMBARD  and  MASON  STREETS 


Dept'l  No.. 
Map  Key   


3^ 


Brief  Description: 


NEW 


I  X  I       ADDITIOnI       I        REPLACEMENT  |       |  REPAIR 


Large  recreational  center  consisting  of  a  gymnasium,  clubrooms, 
offices,  auditorium,  swimming  pool,  lockers  and  sanitary  facilities. 


U.    Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  % 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT^   % 


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


10 

100 

0. 

0 


TOTAL  TIME 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


Additional  Funds  Needed 
to  complete  the  project, 
(Present  Request) 

%  0.00 
15,000.00 
%  217,^00.00 
J  8,200.00 

241,000.00 

Months  Required  to 
Complete,  if  Financed 

2 
0 

4 

8 


14 

Portion  of  Requested 
Funds  Used  

$  0.00 
Sl5,000.00  : 

^226p00.00 

$ 

% 

% 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  op  this  project 
as  related  to  others  submitted  at  this  time..., 


PRIORITY 


39 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  extend  a  well-rounded  recreation  program  in  a  congested 
district  wtiere  this  service  is  badly  needed. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 

PERMANENT  SALARIES  13,650.00 

WAGES  450 .00 

TEMPORARY  SALARIES  0.00 

CONTRACTUAL  SERVICES  2,500.00 

MATERIALS  AND  SUPPLIES  1,000.00 

EQUIPMENT  50.00 

OTHER  ANNUAL  COSTS  50.00 


TOTALS  $17,700.00 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
^      with  this  project? 

None 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  tot  al  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


GEORGE  S.  HARMAN 


ESTIMATED    B  Y,. 

Pub.    Imp.    Form  1 


APPROVED    BY  A>'>*^  \  CA-^  .  Dept.    ofCityP.  anni 

JOSEPHINE  D.  RANDALL,  SUPERINTENDENT  Revised,  apr.    19  47 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.. 


1361 


Date :  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:    JAjVIES  ROLPH  PLAYGROUMD 

2.  Location:  POTRERO  AVENUE  and  ARMY  STREET 


Dept'l  No.JtO_ 
Map  Key  ^1 


3.    Brief  Description: 


NEW 


ADDITION 


REPLACEMENT  |        |       REPAIR  [ 


Lare-e  recreation  center,  consisting  of  a  gymnasium,  clubrooms, 
offices,  auditorium,  lockers  and  sanitary  facilities. 


U.   Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  % 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EOUIPMENT_   $ 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


0.00 

$ 

50,000.00 

0.00 

$ 

11,500.00 

0.00 

$ 

167,400.00 

0.00 

$ 

5,100.00 

0.00 

234,000.00 

5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS;  SPECIFICATIONS— 
CONSTRUCT  I  ON  


25 

0 

0 
0 


Months  Required  to 
Complete,  if  Financed 


2 

6 
4 
7 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Land  and  Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


BEGINNIN6    with    number     J.     indicate     IN    THE  SPACE 
opposite    the    relative    urgency    of    this  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


19 

Portion  of  Requested 
Funds  Used  

$  61,500.00 

^  0.00 

$172,500.00 

$ 

$ 

$ 


PRIORITY 


40 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  extend  a  well-rounded  recreation  program  in  a  congested 
district  where  the  service  is  vitally  needed. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


permanent  salaries  ;  5,200.00 

WAGES  0.00 

temporary  Salaries  0.00 

contractual  services  0.00 

materials  and  Supplies  500.00 

equipment  0.00 

other  annual  costs  0.00 


TOTALS  $5,700.00 

!0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

None 


11.  Has  this  project  been  submitted  before  for  consideration  as  J^A 
part  of  a  city-wide  program?  

•  Post  War  Program 

12.  REMARKS:  "^^^^'^  ^""'"^ 


Inder  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY  GEORGE  S.  HARMAN 

PUB.lMP.FORMi 

APPROVED     BY^IiiQsa^^  .  DEPT.    OF    CITY    P.  ANN 

JOSEPHINE  D.  RANDALL,  SUPERINTENDENT  Revised,  apr.    i  947 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No. 1360 


Date  rJune  19,  1947 


DO  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:   HELEN  WILLS  PLAYGROUND 

2.  Location:    BR0ADV;AY  and  LARKIN  STREETS 


Dept'l  No.. 
Map  Key   


41 


Ik 


3.    Brief  Description:  NEwjx  |     addition|     |     replacement  j     |     Repair  |  | 

Large  recreation  center,  consisting  of  a  gymnasium,  clubrooms, 
offices,  auditorium,  lockers  and  sanitary  facilities. 


U.    Cost  Estimates: 


Funds  on  hano.  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


o.oo 

0.00 
0.00 
0.00 


TOTALS 


0.00 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS;  SPECIFICATIONS— 
CONSTRUCTION  


25 
0 
0 
0 


TOTAL  TIME 


Additional  Funds  Needed 
TO  complete  the  project, 
(Present  Request) 

$  40,000.00 

$  11,500.00 

$  167,400.00 

$  5,100.00 

224,000.00 

Months  Required  to 
Complete,  if  Financed 

2 

6 
4 
7 


8.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land  and  Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


beginning  with  number    1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


19 

Portion  of  Requested 
Funds  Used  

$  51,500.00 

$  0.00 
$  172,500.00 

$ 
$ 
$ 


PRIORITY 


41 


8,    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING    T9    THE    TYPE    OF  PROJECT. 

To  extend  a  well-rounded  recreation  program  in  a  congested 
district  where  this  service  is  vitally  needed. 


9 .    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


permanent  salaries  ;   g  200  00 

WAGES  '  0.00 

TEMPORARY  SALARIES  0.00 

CONTRACTUAL  SERVICES  0.00 

MATERIALS  AND  SUPPLIES  ^qq  qq 

EQUIPMENT  q[00 

OTHER  ANNUAL  COSTS  q  qq 


;  TOTALS  $  8,700.00 

0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NOME 


1.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Flan  for  Youth 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  tot  al  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED    BY     r.T^nRP.R   HARM  AN 

-yC' J>  M  PUB.lMP.FORMl 

APPROVED    B  Y  ^^rf>-^;>^  ya^-%^cix»Ji^ .  Dept.    of  City  p.  a 

JOSEPHINE^^.  RANDALL,  SUPERINTENDENT  Revised,  apr.  i9 


CAPITAL     IMPROVEMENT  PROJECTS 
CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1345 


Date :   June  19,  1947 


DO  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:    FATHER  CROVJLEY  PLAYGROUND 

2.  Locat  1  on :  UNDETER^lINED  


7. 


Dept'l  No.. 
Map  Key   


42 


3.    Brief  Description: 


NEW  I  X  I       ADDITIOnI       I       REPLACEMENT  |       |       REPAIR  [ 


A  new  recreation  area  and  building,  or  center.    The  area  would  be 

five  or  six  acres,  large  enough  for  at  least  2  baseball  diamonds, 

and  the  building  would  contain  a  gymnasium,  auditorium,  clubrooms, 

J3f flees  and  the  like. 
Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


0.00 

0.00 
0.00 
0.00 


TOTALS 


0.00 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 

0 
0 
0 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 

$  100,000.00 
$  24,000.00 

$  36^,000.00 
$  10,000.00 

500,000.00 

Months  Required  to 
Complete,  if  Financed 

3 
12 
4 

9 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land  and  Plans 
Construction 


Department's  Recommendation  as  to  Priority: 


Beginning  with  Number  I.  indicate  in  the  space 
opposite  the  relative  urgency  or  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


2g 

Portion  of  Requested 
Funds  Used  

$  0.00 
$  0.00 
S  0.00 
« 124,000.00 
$  376,000.00 
% 


PRIORITY 


42 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary 


GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  construct  an  entirely  new  recreation  area  to  supply  an 
industrial  requirement  for  older  teen-age  persons,  for  athletic 
and  cultural  activities.     This  is  a  recreation  service  badly 
needed. 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

Permanent  Salaries 
Wages 

temporary  salaries 
contractual  services 
Materials  and  Supplies 
;  equipment 

other  annual  costs 

TOTALS 


Increase 

5,200.00 
0.00 
0.00 
0.00 
500.00 
0.00 
0.00 


DECREASE 


$  5,700.00 


What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

The  Freeway  leading  to  the  San  Francisco  Bay  Bridge  is  expected 
to  eliminate  the  existing  Father  Crowley  Playground.    When  this 
occurs,  a  new  location  must  be  found  and  a  new  playground  recreati( 
center  constructed 

Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  _^   


Post  War  Program 
Master  Plan  for  Youth 


I 


12.  REMARKS: 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED    BY     Gll^ORGE    S.  HARI^iAN 

APPROVED     B  Y   ^     J^"  ^         ^         7       ^  I  £X.^^^*.fi^-^^    .  qept.    OF    CiTY  P.ANNl 

JOSBFfflNh  D.  RAWDALL,  SUPERINTENDENT  Revised,  apr.    i9  47 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1353 


Date:  J^ne  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


2. 
3. 


Project  Name:    BAY  VIEW  PLAYGROUND 


Location:. 


Dept'l  No.  43 
Map  Key  1_ 


Brief  Descr i pt i on : 


NEW  I       I       ADDITIOnI  X   I        REPLACEMENT  |  x   j       REPAIR  |  | 


A  small  fieldhouse,  additional  court  area,  improving  the  irrigation 
system,  installation  of  apparatus  area,  construction  of  additional 
fences. 


U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


% 

% 
% 
% 


TOTALS 


Additional  Funds  needed 
TO  complete  the  project. 
(Present  Request) 


0.00 

% 

0.00 

0.00 

% 

3,^00.00 

0.00 

% 

55,100.00 

0.00 

$ 

1,100,00 

0.00 

% 

60,000.00 

5.    Status  of  Vtork: 


Percent  now  completed 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS;  SPECIFICATIONS- 
CONSTRUCTION  


100 
100 

0 
0 


Months  Required  to 
Complete,  if  Financed 


1 

0 
3 
5 


6.    Approximate  WorK  Schedule  (If  financed): 


TOTAL  TIME 


Item  or  Percent  Completed 


9 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 
Construction 


7.  Department's  Recornmendat ion  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
% 
% 
% 
% 
$ 


3,S00.00 
56,200.00 


Beginning  with  number   1.    indicate   in  the  space 

OPPOSITE    the    relative    URGENCY    OF    THIS  PROJECT 
AS    related    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


43 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Improve  the  playground  by  additional  facilities  and  replacement 
of  existing  fieldhouse  to  provide  better  recreational  service  to 
the  district. 


9.,  Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


permanent  Salaries 

WAGES 

Temporary  Salaries 

CONTRACTUAL  SERVICES  None  None 

MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
^      with  this  project? 

None 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  Program 
Master  Plan  for  Youth 


12.  REMARKS: 


ESTIMATED  BY    GEORGE  S.  HARIRI  AN 

V         *  J        fidP  PUB.lMP.FORMl 

APPROVED     R  Y^=^X>*/^t.~^  ^    ^"^  T^^-wiN.  DEPT.     OF    CiTY  P.ANNI. 

JOSEPHfMTD.  RANDALL,  SUPERINTENDENT  Revised,  apr.    i  9  47. 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No. 1354 


Date :  June  19,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RB^CREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.    Project  Name:  KXCELSIOR 


Dept'l  Uo.AIl 
Map  Key  2L 


2.  Location;  RUSSIA  AVENUE  and  MADRID  STREET  

3.  Brief  Description:          new |     |     addition|     |     replacement  |  x  I  Repair  |  x  I 
Grading,  turfing,  constructing  concrete  walls,  fences  and  rehabil- 
itating fieldhouse. 


H.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


-  $ 
_$ 
_  $ 


0.00 
0.00 
0.00 

0.00 


TOTALS 


ADDITIONAL  Funds  Needed 

TO    complete    THE  PROJECT. 

(Present  Request) 


% 

$ 


0.00 
4,000.00 
67,000.00 

0.00 


71,000.00 


6.   Status  of  Vtork: 


Percent  now  completed 
( I F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100 
100 

0 
0 


Months  Required  to 
Complete,  if  Financed 

0 

0 

3 
6 


8.    Approximate  Work  Schedule  (if  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


$  0.00 

$  0.00 

$  0.00 

Plans  and  Const ruct|i($Q  71,000 

$ 
$ 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


beginning  with  number    1.    indicate   in   THE  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


44 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

Give  economic  justification,  prospective  benefits,  number  of  persons 
OR  area  served,   increase  in  capacity,  savings  effected,  or  other 
appropriate  factual  data  according  to  the  type  of  project. 

Rehabilitate  and  enlarge  an  old  playground  for  increased  recreati 
service  to  the  children  of  this  congested  area  of  the  city. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

PERMANENT  SALARIES 
WAGES 


TEMPORARY  SALAR I ES  ^^^^  "'■  ^^^^ 

CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


lie  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


I 


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


ESTIMATED  BY  G^^QRGE  S.  HARiaN 

Pub  .    Imp,    Form  1 

APPROVED     BY        1  >g>*-aK^  JL>        I  DEPT.     OF    CiTY  P.ANNI 

Revised.   Apr.  1947 


JOSEPHINE 'D.  RANDALL,  SUPERINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No  .1304. 


Date:June  19,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Project  Name:    APTOS  PLAYGROUND 


Dept'l  No.Jti 
Map  Key  4^ 


2.  Location:  

3.  Brief  Description:  new|  x  I     addition|     |     replacement  |  x  |     repair  |  | 

Construction  of  new  small  fieldhouse,  miscellaneous  additions  and 
betterments  to  the  playground  area,  such  as  fences,  walls,  and 
lifting  existing  turf  in  low  area. 

Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT_  


$ 
$ 
$ 
$ 


0.00 
0.00 
0.00 
0.00 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


0.00 
3,200.00 
46,200.00 
600.00 


50,000.00 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


25 

100 
0 
0 


TOTAL  TIME: 


Months  Required  to 
Complete,  if  Financed 

1 

0 

3 

6 


70 


8.    Approximate  Work  Schedule  (If  financed): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 

SECOND  YEAR 

THIRD  YEAR 

FOURTH  YEAR 
(7)  YEAR 

7.  Department's  Recommendation  as  to  Priority: 


Item  or  Percent  Completed 


Plans  and  Construc- 
tion 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 
$ 
% 


0.00 
0.00 
0.00 

50,000.00 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  or  THIS  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


45 


S,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  improve  and  complete  a  playground  for  more  efficient  recrea- 
tion service. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


I 


permanent  Salaries 

WAGES 

Temporary  salaries 

Contractual  services  None  None 


materials  and  supplies 
Equipment 

OTHER  annual  costs 


totals  $  $ 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 

lie  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


i2.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


ESTIMATED  BY  GEORGE  S.  HARIvjAN  ^ 

Pub  .    Imp.    Form  1 

APPROVED    B\cz.-^  ^  \  .  Dept.ofCity  P.anni 

Revised.   Apr.     19  4  7 


JOSEPHir^E-Tl.  RANDALL,  SUPERINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1359 


Date :  June 19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECRRATTON 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Project  Name:    ARGQNNE  PT.AYOROTiNn 


Dept'l  No.. 
Map  Key   


2.  Location;    Rl  aHTP.F.NTH  aVKNTTT^;  n^ar  PtRARY  rtrf.f:t  

3.  Brief  Description:  new|     |     addition|  x  I     Replacement  |  x  I     Repair  |  | 

Replace  a  small  obsolete  fieldhouse.  Miscellaneous  additions, 

such  as  fencing,  landscaping  and  the  like. 


U.    Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues. 
OR  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


I 

$ 

$ 


0.00 
0.00 
0.00 
0.00 


TOTALS 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


$ 
$ 


0.00 
1,400.00 

21,400.00 
200.00 


23,000.00 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 
Acquisition  of  land  (if  any), 
final  plans:  specifications- 
construct  i  on  


100 
100 

0 
0 


TOTAL  TIME 


Months  Required  to 
Complete,  if  Financed 

0 
0 

3 
4 


8.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans  and  Construc- 
tion 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
% 
$ 
$ 


0.00 
0.00 
0.00 
23,000.00 


Beginning  with  Number    J.    indicate   in   the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


46 


8,    Purpose  Of  Project;    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY,    SAVJNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

Present  fieldhouse  inadequate  for  proper  and  efficient  handling 
of  a  well-rounded  recreation  program. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES  Hone  Wone 

CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS  $ 

!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


li.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  Program . 
Master  Plan  for  Youth 


12.  REMARKS: 


ESTIMATED  BY    GEORGE  S.  HARMAN 

V      »     "^lik^        n  .    Imp,    Form  1 

APPROVED     B  Y    g-^  .«yV»VK»->^      /J  O'  .  D  E  P  T  .    0  F    C  I  T  Y    P AN 

JOSEPHINE  D.  RANDALL,  SUPERINTENDENT  Revised,  apr.  im 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No. 


1355 


Date:  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  KECRii,ATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  ^VEST  PORTAL  PLAYGROUND 

2.  Location;  IJLLOA  STREET  and  LENOX  WAY 

3.  Brief  Description: 


Dept'l  Ho.JlL 


Map  Key  L^l 


NEW  I  X  I       ADDITIOnI       I        REPLACEMENT  |       |      REPAIR  |  | 

Construction  of  a  small  fieldhouse. 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  % 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  % 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


0.00 
0.00 
0.00 
0.00 


TOTALS 


0.00 


5.   Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100 
100 

0, 
0 


6.    Approximate  Work  Schedule  (If  financed): 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


0.00 
1,400.00 

20,300.00 
300.00 


22,000.00 


Months  Required  to 
Complete,  if  Financed 

0 

0 
3 
5 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans  and  construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  used 


$ 
I 
% 
$ 
$ 
I 


0.00 
0.00 
0.00 
22,000.00 


Beginning  with  Number    1.    indicate   in  the  space 

OPPOSITE    the    relative    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTCD    AT    THIS  TIME... 


PRIORITY 


47 


8,    Purpose  Of  Project;    (use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.     INCREASE    IN    CAPACITY,    SAViNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  additional  recreational  facilities  badly  needed  on 
this  playground. 


9.    Estimated  Effect  On  Future  Annual  Budget; 

NO.  Persons  Increase  decrease 


'  '         TOTALS  $ 

10,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


lie  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth. 


permanent  Salaries 

WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 

MATERIALS  AND  SUPPLIES  None  None 

EQUIPMENT 

OTHER  ANNUAL  COSTS 


ESTIMATED  BY  GEORGE  S.  HARIv-lAN 

APPROVED    BY        ^  "  '  "^'^"jS^g 


JOSEPHINE  D.  RANDALL,  SUPiiRINTENLENT 


Pub.    Imp.    Form  1 
Dept.    of  City  p. a 
Revised,   Apr.  19 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  135^ 


Date:  J^ne  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


2. 


I.    Project  Name:  JULIUS  KAHN  PLAYGROUND  

Locat  1  on :   IN  THE  PRESIDIO,  near  SPRUCE  STREET 


Dept'l  No.. 
Map  Key   


46 


37 


3.    Brief  Description: 


NEW 


ADDITION 


REPLACEMENT  |  x  I       REPAIR  |  | 


Replace  a  small  obsolete  fieldhouse;  and  miscellaneous 
replacements,  such  as  fences. 


U.   Cost  Estimates: 


Funds  on  hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 

$ 
$ 
$ 


0.00 
0.00 
0.00 
0.00 


TOTALS 


Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 


0.00 
1,100.00 
15,300.00 
600.00 


17,000.00 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


100 
100 

0 
0 


Months  Required  to 
Complete,  if  Financed 

0 
0 

3 

4 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans  and  construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used  

%  0.00 

S  0.00 

^  0.00 

^  17,000.00 


BEGINNING    with    NUMBER     t.     INDICATE     IN    THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


PRIORITY 


4^ 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  a  better  recreation  program 


9.    Estimated  Effect  On  Future  Annual  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  Salaries 

CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
'  '  TOTALS 


JCREASE 


None 


DECREASE 


None 


!0,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


li.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REI^RKS: 


Post  War  Program 
Master  Plan  for  Youth 


ESTIMATED  BY  GEORGE  S.  HARMAN  , 

-  ^  "J  Pub.    Imp.    Form  1 

APPROVED     BY    '^"^^.I  M'i--. -...i  ^  rC'-v^-tt.**— .  DEPT.    OF    CiTY  P-,ANNll 

JOSEPHTmPd.  RANDALL,  SUPERINTENDENT  Revised,  apr.  i947 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No. 1356 


Date  :June  19,  1947 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT  RiilCREATIOW 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  VISITACION  VALLEY  PLAYGROUND 

2.  Location:  CORA  and  LELAND  STREETS  


Dept'l  No.. 
Map  Key   


-4a. 


3.    Brief  Description: 


NEW 


I       I        ADDITIOnI  X   I        REPLACEMENT  j  x   \  REPAIR 


Construction  of  a  small  f ieldhouse . 
Construction  of  a  doubles  tennis  court. 
Miscellaneous  additions. 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES,  PLANS,  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


0.00 
0.00 
0.00 
0.00 


TOTALS 


additional  funds  needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 
$ 


0.00 

1,700.00 
26,000.00 
300.00 


5.    Status  of  Wbrk: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


100 
100 
0 

0 


2^,000.00 

Months  Required  to 
Complete,  if  Financed 

0 
0 

3 
4 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans  &  Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 
$ 
$ 


0.00 
0.00 
0.00 
2g,000.00 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  op  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


49 


8,    Purpose  Of  Project:    (use  separate  sheet  if  necessary) 

GrVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAVJNGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  more  efficient  recreation  program. 


9.    Estimated  Effect  On  Future  Annual  Budget; 

NO.  Persons  Increase  decrease 

permanent  Salaries 
Wages 

Temporary  Salaries 

CONTRACTUAL  SERVICES  ^o^®  Nqne 

MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS  $  $ 

!C,  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


11.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  V/ar  Program 
Master  Flan  for  Youth 


12.  REMARKS: 


ESTIMATED  BY  GEORGE  S.  HARI4AN 


APPROVED  BY 

JOSE^mWE  D.  RANDALL,  SUPERINTENDENT 


Pub .    Imp.    Form  1 
Dept.    of  City  ann 
Revised.   Apr.  1947 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No._1351_ 


Date:  J^^e  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I. 

2. 
3. 


Project  Name: 
Location:  


CENTRAL  ACTIVITIES  BUILDING 


Dept'l  No.. 
Map  Key   


20 


Brief  Description: 


NEW 


addition[ 


REPLACEMENT  |        \       REPAIR  |  | 


An  office  building  with  one  small  meeting  room  and  a  large 
activity  room,  or  small  auditorium,  centrally  located. 


U.   Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


% 


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.   Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 
0 
0 

0 


Additional  Funds  Needed 
TO  complete  the  project. 
(Present  Request) 

%  20,000.00 
$  10,500.00 
$  153,500.00 
_$  16,000.00 

200,000.00 

Months  Required  to 
Complete,  if  financed 

2 
3 

3 
7 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


15 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land,  Plans  and  Construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


$ 
$ 
% 
$ 
$ 
$ 


0.00 

0.00 
0.00 
200,000.00 


beginning  with  number   1.    indicate   in  the  space 
opposite  the  relative  urgency  Of  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


50 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  locate  under  one  roof,  in  a  centtal  part  of  the  city,  all 
administration  and  supervisional  personnel,  thereby,  raising  the 
efficiency  of  the  department. 


9.    Estimated  Effect  On  Future  Annua!  Budget: 

NO.  Persons  Increase 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES  None  None 

CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS  ^"^^ 


TOTALS  $ 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

nom; 


II.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  Program 
Master  Plan  for  Youth 


!2.  REMARKS: 


ESTIMATED  BY  GEORGE  S.  HARI4AN 

APPROVED  BV^^^L 

JOSEPfi-SM;"D.  RANDALL,  SUPERINTENDENT 


Pub  .    Imp.    Form  1 
Dept.    of  City  P:. anni 
Revised,   Apr.  1947 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPO  No. 


1329 


Date  rJune  19,  1947 


Do  NOT  White  in  This  Space 


DEPARTMENT  Rji^CREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  D I  V  I S I  ON 


.   Project  Name:   cf.mtrat.  ncRPORATTON  YAi^n  _, 

2.  Location:    1^0  HAMP>SHIRE  >ST.  imr^r  FTFTEKNTH  ,ST.)  

3.  Brief  Description:  new  I  x|     addition I     I  replacement 


Dept'  l  No  ^ 

Map  Key  11_ 


REPAIR 


Industrial  type  building  50  x  200,  2  stories  high. 


H,    Cost  Estimates: 


7. 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 
% 


0.00 
0.00 
0.00 
0.00 


TOTALS 


ADDITIONAL  FUNDS  NEEDED 
TO    COMPLETE    THE  PROJECT. 

(PRESENT  Request) 


$ 
$ 
$ 
I 


0.00 
5,600.00 
^1,200.00 
3,200.00 


90,000.00 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 

100 
0 
0 


TOTAL  TIME: 


Months  Required  to 
Complete,  if  financed 

2 
0 

3 
7 


6.    Approximate  Vtork  Schedule  (If  financed): 

FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Item  or  Percent  Completed 


Plans  and  Construction 


Department's  Recommendation  as  to  Priority: 


12 

Portion  of  Requested 
Funds  Used 


$ 
% 
% 
% 
$ 
I 


0.00 
0.00 
0.00 

90,000.00 


BEGINNING    WITH    NUMBER     1.     INDICATE     IN    THE  SPACE 
opposite    the    relative    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME..., 


PRIORITY 


51 


8«    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAViNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  concentrate  under  one  roof  and  in  one  area  all  the  mechanical 
shops  and  storage  peculiar  to  recreation. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  PERSONS  Increase  decrease 


PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES  None  None 

CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 


TOTALS 


!0»  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  Program 
Master  Plan  for  Youth 


12.  REMARKS: 


ESTIMATED  RY  GLORGE  S.  HARMAN 

APPROVED    BY  ^--^i  xgr>«y^  ^X^^"jpa...>^4gt  g 


JOSEPHINE  D.  RANDALL,  SUPERINTENDENT 


Pub .    Imp.    form  t 
Dept.    of  City  P'. anni 
Revised.    Apr.  1947 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1369 


Date :  June  19,1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECRLATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


.    Project  Name:  NORTH  SUNSET  PLAYGROUND 
2.    Location:     Exact  location  UNDETERI^ilNED . 


DeptM  No.. 
Map  Key   


52 


3.    Brief  Description:  new j  x  I     additionI     |     Replacement!     |     Repair  |  | 

To  construct  a  neighborhood  playground  with  a  small  fieldhduse 


U.    Cost  Estimates: 


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  Plans. 

ACQUISITION  OF  LAND  (IF  ANY). 
FINAL  PLANS:  SPECIFICATIONS— 
CONSTRUCT  I  ON  


0 

0 

0^ 

0 


TOTAL  TIME 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Land 


Plans  and  Construc- 
tion 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request)  

$  245,000.00 
$  7,500.00 
$  117,700.00 

I  goo. 00 

371,000.00 

MONTHS  Required  to 
Complete,  if  financed 

2 
12 
3 
7 

Portion  of  Requested 
Funds  Used  

%  245,000.00 

$  0.00 
^  0.00 

$  126,000.00 
$ 
I 


7 .   Department's  Recommendation  as  to  Priority: 


beginning  with  number    1.    indicate   in   the  space 

OPPOSITE    the    relative    URGENCY    OP    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTCD    AT    THIS  TIME... 


PRIORITY 


52 


1^ 


8.    Purpose  Of  Project;    (Use  separate  sheet  if  necessary) 

Give  economic  justification,  prospective  benefits,  number  of  persons 
or  area  served.  increase  in  capacity,  savings  effected.  or  other 

appropriate    FACTUAL    DATA   ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  a  neighborhood  playground  in  a  district  devoid  of 
recreational  facilities. 


9,    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES  2,300.00 

WAG^s  2,350.00 

TEMPORARY  SALARIES  0.00 

CONTRACTUAL  SERVICES  650.00 

MATERIALS  AND  SUPPLIES  400.00 


EQU  IPMENT 


0.00 


OTHER  ANNUAL  COSTS  0.00 


with  this  project? 

NONE 


L  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  Program 
Master  Plan  for  Youth 


12.  REMARKS: 


TOTALS  $  5,700.00  $ 

!0»  What  related  projects  must  be  completed  before  or  undertaken  w\ 

with  thi«;  nrniprt?  w 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED       GEORGE  S.  HARMAN 


Pub.    Imp.   form  1 

APPROVED     B  Y     ^^^/>**y^  ^      |  g^.>«.*>.^*^-*X^,  DEPT.     OF    CITY  P-.ANNIN 

Revised.   Apr.     1947  i 


JOSEPHINE:  D.  RANDALL,  SUPERINTENDENT 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CRD  No.  1365 


Date  :June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RKCREATIQN 
COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


.  Project  Name:  SOUTH  SUNSET  PLAYGRGUND 
2.  Location:  


Dept'l  No  H 

Map  Key  ^ 


3.    Brief  Description:  new |  x  \     addition|     |     Replacement  |     |     repair  |  | 

Construction  of  a  neighborhood  playground  with  a  small  f ieldhouse . 


U.    Cost  Estimates: 


Funds  on  hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT_   $ 


0.00 
0.00 
0.00 
0.00 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project, 
(Present  Request) 


$ 
$ 


,^5, 000. 00 

5,400.00 

^7,^00.00 
800.00 


5.    Status  of  Work: 


Percent  now  completed 
{if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

0 
0 
0 


179,000.00 

Months  Required  to 
Complete,  if  financed 

2 
12 

3 
7 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME 


Item  or  Percent  Completed 


24 


FIRST  6  MONTHS 

Land 

$ 

85,000.00 

SECOND   6  MONTHS 

% 

0.00 

SECOND  YEAR 

$ 

0.00 

THIRD  YEAR 

$ 

0.00 

FOURTH  YEAR 

Plans  and  Construction 

$ 

94,000.00 

(7)  YEAR 

$ 

7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


53 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA   SERVED.     INCREASE    IN    CAPACITY,    SAViNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  a  neighborhood  playground  in  a  district  devoid 
of  recreation  facilities. 


9,    Estimated  Effect  On  Future  Annual  Budget 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
c  EQUIPMENT 

OTHER  ANNUAL  COSTS 

TOTALS 


■iCREASJ 


2,300.00 
2,350.00 
0.00 
650.00 
400.00 
0.00 

0.00 
$  5,700.00 


What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 


DECREASE 


NOI^ 


II 


Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


12.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


I 


Under  Item  9  above,  the  Recreation  Budget  is  increase^,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY  GEORGE  S.  HARI^IAN 

APPROVED    B^^y.>^p^<  1  "IS^T^g 

JOSEPHir^  D.  RANDALL,  SUPERINTENDEOT 


Pub .    Imp.    form  1 
Dept.    of  City  Planni' 
Revised,   Apr.  1947 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


1391 
CPD  NQ.139g 


Date: June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  Recreation 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  SV/IMNG  POCLS  ((THREE  (3)))- 

2.  Location:    (see  under  ITEM  3.)  


Dept'l  No  5iL 


Map  Key  (see  below) 


3.    Brief  Description:  new|x  |     additionI     |     Replacement  |     |     repair  [ 


Construction  of  three  (3)  enclosed  swimming  pools  on  the  following 
playgrounds : 

*43 -OCEAN  VIEW  -  Plymouth  Avenue  and  Lobos  Street 

varH  and  hdv^ard  Street 
Cost  Estimates:  funds  on  hand,  budgeted,  or 

ANTICIPATED   FROM  REVENUES. 
OR   OTHER  SOURCES. 


FOR  LAND  TO  BE  ACCXJIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


0.00 
0.00 
0.00 
0.00 


TOTALS 


ADDITIONAL  Funds  Needed 

TO    COMPLETE    THE  PROJECT. 

(PRESENT  Request) 


$  0.00 

$  1^,500.00 

$  267,500.00 

$  14,000.00 


300,000.00 


5.    Status  of  Vtork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0.00 

100 

0  . 
0 


Months  Required  to 
Complete,  if  financed 

3 
0 

4 

6 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


13 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 

Construction 


7.   Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


I 

% 
% 
% 
$ 
$ 


0.00 

0.00 
0.00 

1^,500.00 

2^1,500.00 


Beginning  with  Number    1.    indicate   in  the  spaci 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


54 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

This  project  is  part  of  a  swimming  facility  program  for  this  city 
to  provide  an  opportunity  for  the  children  to  learn  to  swim. 
There  are  relatively  few  public  swimming  pools  in  San  Francisco. 


9.    Estimated  Effect  On  Future  Annual  Budget 

NO.  PERSONS 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


Increase 

16,350.00 

1,350.00 
0.00 

7,500.00 
1,500.00 
150.00 
150.00 


$  27,000.00 


DECREASE 


!0»  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

Ocean  View  Fieldhouse  and  Grounds  -{C,P.D.130S 

{C.P.D.I324 
Angelo    Rossi  Fieldhouse  -  C.P.D.1347 

11.  Has  th9i^[J}ojffi^  beeif^u^mitteS'b^Tore  "V^f'^^consi  deration  as 
part  of  a  city-wide  program?  

Post  War  Program 
Master  Plan  for  Youth 

12.  REMARKS:  (C.F.D.1391 

This  project  supersedes  (CP. D. 1393 

TT  n  C.P.D.I39B 

Under  Item  9: 

The  Recreation  Budget  is  increased,  but  there  should  be 
a  decrease  in  total  City  Budget  due  to  crime  prevention 
and  healthier  children  in  both  mind  and  body. 


t- ST  I  MAT  ED  BY  GEORGE  S.  HARIvlAN 

-^ar"~>-^r~'  Pub.    Imp.    Form  1 

APPROVED  iPirr-iM  n      •*  ^  fo*..^  c^^j^^-^^  ^  dept.    of  city  Plannin 

Revised.   Apr.  1947 


JOSEPHINE  D.  RANDALL,  SUPERINTENDENT. 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1370 


Date:  J^^^  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


I.    Project  Name:  MARGARET  S.  HAY¥ARD  (LICxHTING) 


2.  Location: 


3.    Brief  Description: 


New 


Addition  [_ 


Dept'l  No.  55A 
Map  Key  1^ 


REPLACEMENT  |  x  I       REPAIR  |  | 


Floodlighting  playground  for  night  use 


U.    Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) _ 
FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


0.00 
0.00 
0.00 
0.00 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 


0.00 
2,300.00 
33,430.00 
0.00 


35,730.00 


5.   Status  of  Vtork: 


Percent  no*  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0.00 

100 

0 
0 


TOTAL  TIME: 


Months  Required  to 
Complete,  if  Financed 

3 
0 

4 
5 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


Beginning  with  number    1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
AS  related  to  others  submitted  at  this  time... 


12 

Portion  of  Requested 
Funds  Used  

$  0.00 

$  2,300.00 

^  33,430.00 

% 

% 

$ 


PRIORITY 


55A 


8.    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAVINGS    EFFECTED,    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  replace. a  worn  out  and  obsolete  lighting  system. 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO.  Persons  Increase  decrease 

permanent"  Salaries  0.00 

WAGES  Q^OQ 

temporary  Salaries  0.00 
contractual  services  ^go.oo 


MATERIALS  AND  SUPPLIES  0.00 
EQUIPMENT  0,00 
OTHER -ANNUAL  COSTS  0.00 


TOTALS  $1,580.00 

!0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

Regrading  and  improvement  of  playground  - 
Recreation  #32  -  C.P.D.  #1331 

lie  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  

Post  War  Program  . 
Master  PJ^^ "^^^  Youth.  , 
12.  REMARKS: 


■T,  -r  /» I 


Under  Item  #9  above,  the  Recreation  Budget  is  increased,  biit 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY  GEORGE  S.  HARMAN 

V         ..     "Tx  'T^  »>        •         J?  Pub.Imp.FormI 

APPROVED     RY  \#<V*r?^  p>-».  ^  "Ly  •  DEPT.     OF    CiTY  P'.ANNU 

JOSEPK^N^TD.    RANDALL,    SUPERINTENDENT  .  Revised,    apr.  i94_7 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF   SAN  FRANCISCO 

Departmental  Proposal 


CPD  No.  1372 


Date:  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


Dept'l  No.. 
Map  Key   


1.  Project  Name:  JACKSON  PLAYGROUI^  (LIGHTING) 

2.  Location:  1XV^;NTEENTH  and  CAROLINA  STREETS 

3.  Brief  Description:  new|  x  I     additionI     |     replacement  |     |     repair  |  | 

Floodlight  an  entire  existing  playground. 
U.   Cost  Estimates: 


Funds  on  Hand,  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR 

LAND  TO  BE  ACQUIRED  (IF  ANY) 

$ 

0.00 

$ 

0.00 

FOR 

STUDIES.  PLANS.  SPECIFICATIONS  

$ 

0.00 

$ 

2,550.00 

FOR 

CONSTRUCTION 

$ 

0.00 

$ 

36,460.00 

FOR 

EQUIPMENT 

1 

0.00 

$ 

0.00 

TOTALS 


Additional  Funds  Needed 
TO  complete  the  project, 
(Present  Request) 


39,010.00 


5.    Status  of  Work: 


Percent  now  completed 
(if  any) 


Preliminary  studies  or  plans. 
Acquisition  of  land  (if  any), 
final  plans:  specifications™ 
construct  i  on  


0 

100 
0 

0 


Months  Required  to 
Complete,  if  Financed 

3 
0 

4 
5 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


12 

Portion  of  Requested 
Funds  Used 


$ 
$ 
$ 
$ 
$ 


2,550.00 
36,460.00 


Beginning  with  Number    1.    indicate   in  the  space 
opposite  the  relative  urgency  of  this  project 
as  related  to  others  submitted  at  this  time... 


PRIORITY 


55B 


8,    Purpose  Of  Project;    (Use  separate  sheet  if  necessary) 


GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA   SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCOROINS    TO    THE    TYPE    OF  PROJECT. 

To  provide  more  efficient  recreation  service  on  an  existing 
playground.    This  playground  is  not  lighted  at  the  present,  time . 


9.    Estimated  Effect  On  Future  Annual  Budget; 

NO.  PERSONS  Increase  decrease 


PERMANENT  SALARIES 

1 

,200.00 

Wages 

0.00 

TEMPORARY  SALARIES 

0.00 

CONTRACTUAL  SERVICES 

3 

,400.00 

MATERIALS  AND  SUPPLIES 

600.00 

EQiJIPMENT 

0.00 

OTHER  ANNUAL  COSTS 

0.00 

TOTALS 

Z  5 

,200.00 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NOl^E 


I.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  ,  


!2.  REMARKS: 


Post  War  Program 
Master  Plan  for  Youth 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


i 


i 


ESTIMATED  BY    GEORGE  S.  HAMAN 

^  ^^'^¥r~^  »5  PUB.lMP.FORMl 

APPROVED    B  Y  «=*\  ^/>-»^a^V>^  ^  Kg  ^mJimj^"^^  .  DEPT.    OF    CITY  Pr.ANNll 

JOSEFTTINE  D.  RANDALL,  SUPERINTENDENT  Revised,  apr.  i94 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


CPO  No.  13^0 


Date :June  19,  1947 


Do  NOT  WRITE  IN  This  Space 


DEPARTMENT  RECREATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:     RAY  VIEW  PLAYGROUND  (LlfxHTING) 

2.  Location:  


Dept'l  No.. 
Map  Key   


7 


3.    Brief  Description: 


NEW 


ADDITION 


REPLACEMENT 


REPAIR 


Floodlight  an  entire  existing  playground. 
H,    Cost  Estimates: 


Funds  on  Hand.  Buogeteo.  or 
anticipated  prom  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  $ 

FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCTION  $ 

FOR  EQUIPMENT   $ 


0.00 
0.00 
0.00 
0.00 


TOTALS 


Additional  Funds  needed 

TO    COMPLETE    the  PROJECT. 

(Present  Request) 


$ 
$ 
$ 


0.00 
1,610.00 
23,290.00 
0.00 


24,900.00 


5.    Status  of  Vfork: 


Percent  now  completed 
( I  F  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (IF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100 
0 
0 


Months  Required  to 
Complete,  if  financed 

3 
0 
4 
5 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND  6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(7)  YEAR 


Plans 
Construction 


7.   Department's  Recommendation  as  to  Priority: 


12 

Portion  of  Requested 
Funds  Used 


% 
$ 
$ 
$ 
$ 
$ 


0.00 
1,610.00 
23,290.00 


Beginning  with  Number    1.    indicate   in   the  space 
opposite  the  relative  urgency  op  this  project 
as  related  to  others  submitted  at  this  time... 


PRIORITY 


55C 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GrVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED,     INCREASE    IN    CAPACITY.    SAV)NGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  more  efficient  recreation  service  on  an  existing  ^ 
playground.    This  playground  is  not  lighted  at  the  present  tirae.^ 


9.    Estimated  Effect  On  Future  Annual  Budget: 

NO,  PERSONS  Increase  decrease 


PERMANENT  SALARIES  1,200.00 

WAGES  0.00 

TEMPORARY  SALARIES  0.00 

CONTRACTUAL  SERVICES  2,150.00 

MATERIALS  AND  SUPPLIES  600.00 

EQUIPMENT  0.00 

OTHER -ANNUAL  COSTS  0.00 


TOTALS  $3,950.00 

IQo  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NOIME 

lie  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program?  


Post  War  Program 
Master  Plan  for  Youth 


12.  REMARKS: 


Under  Item  #9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime 
prevention  and  healthier  children  in  both  mind  and  body. 


I 


ESTIMATED  ry  GEORGE  S.  HARMAN 

>/.  '  "£15?     A...j^  ' 

APPROVED     B  Y  ~~l^jf>^^^^^'->^^      ^                                       ^.  DEPT.     OF    CITY  P'.ANNI 

JOSEBfi^SS^D.  RANDALL,  SUPERINTENDENT  Revised,  apr.  i947 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 

Do  NOT  Write  in  This  Space 

DEPARTMENT     RECREATION   BUREAU   

COMMISSION  OR  BOARD  OR  DIVISION 

1.  Project  Name:  BERNAL  PLAYGROUND  (LIGHTING)  j^^p^,,  550 

2.  Location:   Map  Key  ^3  

3.  Brief  Description:  new|  x  |     addition|     |     Replacement  |     |     repair  |  | 

Floodlight  an  entire  existing  playground. 


CPD  No.  1379 
Qate :  June  19,  1947 


U.   Cost  Estimates: 


Funds  on  Hand,  budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY)  

FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT  


$ 

% 
% 
% 


0.00 
0.00 
0.00 
0.00 


TOTALS 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
 (Present  Request) 


% 
% 
% 
% 


0.00 

550.00 

100. 00 
0.00 


650. 00 


5.   Status  of  Work: 


Percent  now  completed 
( I F  any) 


Preliminary  studies  or  plans, 
acquisition  of  land  (if  any), 
final  plans;  specifications- 
construct  i  on  


0 

100 
0 
0 


Months  Required  to 
Complete,  if  Financed 

1 

0 
2 
3 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans  and  construction 


7.  Department's  Recommendation  as  to  Priority: 


Portion  of  Requested 
Funds  Used 


0.00 

^,650.00 


Beginning  with  Number   1.    indicate   in  the  space 
opposite  the  relative  urgency  or  this  project 
AS  related  to  others  submitted  at  this  time... 


PRIORITY 


55D 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

Give  economic  justification,  prospective  SENEnrs.  number  of  persons 

OR    AREA   SERVED.     INCREASE    IN    CAPACITY.    SAVJNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DAVA   ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  more  efficient  recreation  service  on  an  existing  playgr 
This  playground  is  not  lighted  at  the  present  time. 


9,    Estimated  Effect  On  Future  Annua!  Budget: 

NO.  Persons  Increase  decrease 


PERMANENT  SALARIES 

0.00 

WAGES 

0.00 

TEMPORARY  SALARIES 

0.00 

CONTRACTUAL  SERVICES 

770.00 

MATERIALS  AND  SUPPLIES 

0.00 

EQUIPMENT 

0.00 

OTHER  ANNUAL  COSTS 

0.00 

TOTALS 

3770.00 

10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project? 

NONE 


IL  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program? 


Post  V\/ar  Program 
Master  Flan  for  Youth 


12.  REMARKS: 


Under  Item  9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime  pre- 
vention and  healthier  children  in  both  mind  and  body. 


ESTIMATED  BY    ORORGE  S.  HARMAN 

APPROVED    BY  ..ri^^^j^^Cw^   ^   ^1j^*W.^jelo»~^  . 


JO 


'^h  D.  RANDALL,  SUPERINTENDENT 


Pub .    Imp.    Form  1 
Dept.    of  City  p.  ann 
Revised.   Apr.     194  7 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 

Departmental  Proposal 


13^3 

I3S7  1374 
CPD  No .13^2  1373 


Date!  June  19,  1947 


Do  NOT  Write  in  This  Space 


DEPARTMENT  R^CRLATION 


COMMISSION  OR  BOARD 


BUREAU   

OR  DIVISION 


1.  Project  Name:  SIX  (6)  LIGHTED  PLAYGROUNDS 

2.  Locat 1  on :  


Dept'l  No. 


3.    Brief  Description: 


-PORTOLA,  Fulton  &.  Holyoke  Sts. 
-SUNSET,  28th  Ave.  &  Fulton  St. 
-ST.KARY^S,  Crescent  &  Agnon 
-J. P. MURPHY,  9th  Ave.  &  Ortega 

U.   Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


  Map  Kfiy(see  below) » 

NEW  I  X  I       ADDITIOnI       I        REPLACEMENT  |       |      REPAIR  |  | 


*53-STERN  GROVE,  19th  Ave.  &  Sloat  Blvd 
*15 -MICHELANGELO,  Greenwich  &  Jones. 


FOR  STUDIES.  PLANS.  SPECIFICATIONS  $ 

FOR  CONSTRUCT  I  ON  $ 

FOR  EQUIPMENT   $ 


Funds  on  Hand.  Budgeted,  or 
anticipated  from  revenues, 
or  other  sources. 


0.00 
0.00 
0.00 
0.00 


TOTALS 


5.   Status  of  Vfork: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY)_ 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100 
0 
0 


TOTAL  TIME: 


6.    Approximate  Work  Schedule  (If  financed): 


Item  or  Percent  Completed 


ADDITIONAL  Funds  Needed 
to  complete  the  project. 
(Present  Request) 

$  0.00 
$  15,720.00 

$  22^,930.00 
$  0.00 

244,650.00 

KdONTHS  Required  to 
Complete,  if  Financed 

4 
0 

10 


22 

Portion  of  Requested 
Funds  Used 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


7.  Department's  Reconimendat ion  as  to  Priority: 


$ 
$ 
I 

$ 
$ 


0.00 
0.00 

15,720.00 

22^,930.00 


beginning  with  number  1.  indicate  in  the  space 
opposite  the  relative  urgency  or  this  project 

AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


] 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION.    PROSPECTIVE    BENEFITS.    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY,    SAViNGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING    TO    THE    TYPE    OF  PROJECT. 

To  provide  and  increase  more  efficient  recreation  service  on 
existing  playgrounds. 


9.    Estimated  Effect  On  Future  Annua!  Budget: 
NO.  Persons 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMEMT 

OTHER  ANNUAL  COSTS 
TOTALS 


Increase 

4, BOO. 00 

0.00 
0.00 

20,9^2.00 
21,000.00 
0.00 
0.00 

346,7^2.00 


0.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?  (C.P.D. 1306 

St.  Mary's  Playground  must  be  completed (C.P.D. 1307 
Sunset  Fieldhouse  -  C.P.D. #1332 

Sigmund  Stern  Grove  -  C.P.D. #1302  and  C.P.D. #1326 
J.  P.  Murphy  Fieldhouse  -  C.P.D.  #1310 

1.  Has  this  project  been  submitted  before  for  consideration  as 
part  of  a  city-wide  program? 


Post  War  Program 
Master  Plan  for  Youth 


!2.  REMARKS: 


This  project  supersedes  the  following 


PORTOL^  -  Lighting 
SUNSET  - 
ST.  MARY'S 
J. P. MURPHY 
SIGMUND  STERN' 
MICHELANGELO 


C.P.D. 

tr 
It 
tf 


#1353 
13§7 
13^2 

13^1 
1374 
1373 


DECREASE 


■ill 


Under  Item  #9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime  preven- 
tion and  healthier  children  in  both  mind  and  body. 


ESTIMATED  RY     GEORGE  S.  HARJVjAN 

»— ^--^    p  PUB.lMP.FORMi 

PPROVED     R  V^^^^^O^^f/Au^  raL.^,<^>-*='--'^-C-  DEPT.     OF    CITY  P.ANNH 

JOSEPHtlS^.  RANDALL,  SUPERINTENDENT  Revised,  apr.  \9ai 


CAPITAL     IMPROVEMENT  PROJECTS 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 


DEPARTMENT  RECREATION 


Departmental  Proposal 


BUREAU 


CPD  No.  1590' 


Date:  J^ne,  1947 


Do  NOT  WRITE  IN  This  Space 


-"-include|  ;  Jg75-78 ;  1384  ;  1586 


COMMISSION  OR  BOARD 


OR  DIVISION 


Project  Name:  TEN  (10)  LIGHTED  PLAYGROUNDS 


2.  Location:     (see  below) 

3.  Brief  Description: 


DeptM  Nn.  55F  

Map  Key   (see  below)* 


NEwT 


GLEN  PARK,  Chenery  &  Elk  Sts. 
NOE  TENNIS  COURTS, 26th  &  Douglass 
HELEN  WILLS,  Broadwa}^  &  Larkin 
VISTTACION,  Leland  and  Cora 
BILMANVGriffith  and  Hollister 
U.    Cost  Estimates: 


FOR  LAND  TO  BE  ACQUIRED  (IF  ANY) 


addition[ 

'!=29  -  DOUGLASS, 
5  -  POTRERO 


REPLACEMENT  |        |       REPAIR  |  | 


26th  and  Douglass 
^  -  X  wjLiwJUJitw ,  22nd  &  Arkansas 
45  -  APTOS,  Ocean  &  Aptos 

-  ROSSI,  Arguello  &  Edward 
43  -  OCEAN  VIEW,  Pl^pnouth  Ave. 

Funds  on  hand.  Budgeted,  or 


ANTICIPATED  FROM  REVENUES. 
OR   OTHER  SOURCES. 


FOR  STUDIES.  PLANS.  SPECIFICATIONS. 

FOR  CONSTRUCTION  

FOR  EQUIPMENT.  


$ 
$ 

$ 


0.00 
0.00 

0.00 
0.00 


TOTALS 


&  Lobos  St 

Additional  Funds  Needed 
to  complete  the  project. 
(Present  Request) 


$ 
$ 
$ 


0.00 
31,270.00 

454,790.00 
0.00 


4^6,060.00 


5.    Status  of  Work: 


Percent  now  completed 
(if  any) 


PRELIMINARY  STUDIES  OR  PLANS. 
ACQUISITION  OF  LAND  (iF  ANY). 
FINAL  PLANS:  SPECIFICATIONS- 
CONSTRUCT  I  ON  


0 

100 
0 

0 


Months  Required  to 
Complete,  if  Financed 

4 
0 
10 

10 


6.    Approximate  Work  Schedule  (If  financed): 


TOTAL  TIME: 

Item  or  Percent  Completed 


FIRST  6  MONTHS 
SECOND   6  MONTHS 
SECOND  YEAR 
THIRD  YEAR 
FOURTH  YEAR 
(?)  YEAR 


Plans 
Construction 


7.  Department's  Recommendation  as  to  Priority: 


24 

Portion  of  Requested 
Funds  Used  

$  0.00 

$  0.00 
%  0.00 

$  31,270.00 
$  454,790.00 


BEGINNING    WITH    NUMBER     I.     INDICATE     IN     THE  SPACE 
OPPOSITE    THE    RELATIVE    URGENCY    OF    THIS  PROJECT 
AS    RELATED    TO    OTHERS    SUBMITTED    AT    THIS  TIME... 


8,    Purpose  Of  Project:    (Use  separate  sheet  if  necessary) 

GIVE    ECONOMIC    JUSTIFICATION,    PROSPECTIVE    BENEFITS,    NUMBER    OF  PERSONS 
OR    AREA    SERVED.     INCREASE    IN    CAPACITY.    SAVINGS    EFFECTED.    OR  OTHER 
APPROPRIATE    FACTUAL    DATA    ACCORDING   TO    THE    TYPE    OF  PROJECT. 

To  provide  and  increase  more  efficient  recreation  service  on 
existing  playgrounds. 


9.    Estimated  Effect  On  Future  Annua!  Budget 

NO.  PERSONS 

PERMANENT  SALARIES 
WAGES 

TEMPORARY  SALARIES 
CONTRACTUAL  SERVICES 
MATERIALS  AND  SUPPLIES 
EQUIPMENT 

OTHER  ANNUAL  COSTS 
TOTALS 


i NCR EASE 

13,200.00 
0.00 
0.00 

43,150.00 
5,100.00 

0.00 
0.00 


5^61,450.00 


10.  What  related  projects  must  be  completed  before  or  undertaken 
with  this  project?    GLEN  PARK,  Grading         C.P.D.  130^ 

POTRERO  FIELDHOUSE  C.P.D.  1313 

APTOS  n  C.P.D.  1304 

ROSSI  "  C.P.D.  1320^ 

OCEAN  VIEW    "  C.P.D.  1308) 

11.  Has  this  project  been  submitted  before  for  consideration  ai324) 
part  of  a  city-wide  program?  

Post  War  Program 
Master  Plan  for  Youth 

12.  REMARKS:  This  project  supersedes  the  following: 
GLEN  PARK  PLAYGROUND,  Lighting  -  C.P.D.  #1376 


NOE  TENNIS  COURTS 
HELEN  WILLS  PLAYGROUND 
VISITACION 
GILI^IAN 
DOUGLASS 
POTKERO 
APTOS 

ANGELO  ROSSI 
OCEAN  VIEW 


1375 
1371 
1377 
1390 
13^6 
137^ 
13^4 
13^9 
13^^ 


DECREASE 


Under  Item  #9  above,  the  Recreation  Budget  is  increased,  but 
there  should  be  a  decrease  in  total  City  Budget  due  to  crime  preven- 
tion and  healthier  children  in  both  mind  and  body. 


^ESTIMATED    BY     CT^nTi         .q  .  RAR]V,A1\T 

V  Pub  .    I  MP .    Form  1 

)>ROVED    BY   ,  "'^i^  DEPT.    OF    CiTY    P'.  aM|II 

JOSEPHINE  D.  RANDALL,  SUPERINTENDENT  Revised,  apr. 
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